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4.4 SOFTWAVE DEV (I0C) 
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PAGE 681 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544100 1yTR 2QTR 3QTR 4Q0TR 1QTR 20TR 3YTR 40TR 
MANHOURS STAT 

SKILL LEVEL A rr) 0 1008 1346 1478 1322 1464 376 
SKILL LEVEL B rt) 0 0 0 0 0 0 0 
SKILL LEVEL C rt) v0 rt) rt) 0 1) 1) oO 
SAILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E rt) 0 0 rt) 0 rt) 1) 0 
TOTAL rt) 0 1008 1346 1478 1322 1464 376 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CHBS 544100 1UTR 20TK 3OTR 4QTR 
MANHOURS 

SKIL“L LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 O 0 
SKILL LEVEL C 0 O Q 0 
SKILL LEVEL D 0 O O 0 
SKILL LEVEL E 0 0 0 0 

TOTAL 0 0 i?) 0 
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TOTAL 


6994 
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STAT 


> 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5441v0 1QTR 20oTR 3QTR 4yTR 1YTR 2yTR 3QTR 4UTR 
MANHOUKS STAT 
OFFICER 0 0 ) 0 0 0 0 0 
PRINCIPAL 0 0 0 0 400 480 480 80 
SRe ASSOCIATE ft) 0 ) 0 0 0 0 0 
ASSOCIATE 0 0 0 0 0 0 ) 0 
SRe CONSULT 1) 0 0 0 1) tt) 0 1) 
CONSULTANT 0 0 1) 0 0 0 0 1) 
SECs WORD PROCESSOR 1) 0 1) 0 0 0 0 1) 
TECHNICAL ASSTe 0 0 0 0 0 0 0 ft) 
TECH EDI2OR 0 0 0 0 0 ) 0 1) 
ENGe DRAF2.SMAN i) 0 ) 0 0 0 ) 0 
TOTAL 0 1) 0 0 400 480 480 80 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 544100 1uUTR Z2QOTR 3OTR 40TR TOTAL 
MANHOURS STAT 

OFFICER v 0 0 0 0 
PRINCIPAL 0 0 0 0 1440 
SRe ASSOCIATE 0 0 0 0 0 
ASSOCIATE 0 0 a rf) 4) 
SRe CONSULT 0 0 0 0 0 
CONSULTANT 0 0 0 0 0 
SECs WORD PROCESSOR | VU 0 0 ct] 0 
TECHNICAL ASST. 0 0 0 0 it) 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 1440 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 544100 3OTR 40TR 1QTR 2QTR 3QOTR 4UTR 


MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
CUMPUTER SYSTEMS SPECe 
COMPUTER P2OGRAM ANALe 
CUMPUTER PROGRAMMER 
ASSOC « PKOGRAKMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGM1e SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANAL«s SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PkKOJe OPERATIONS -CF 
COMP. PROGe ANAL e ~-CF 
ENGINEER -CF 
ENGINEER TECH. -CF 
TOTAL 


116 


eccoocooeocoooocoocoeoeccococecoo 
eoooococooececcocococcoocococ¢ 
ceooooecoocooceocooocoocoeoce ce 
mooocecooonoooecoooocooshoo oo 


210 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 . 1985 
CWBS 544100 1UTR 20TR 3QOTR 4UTR LOTR 20TR 3UTR 40TR 
MANHOUKS STAT 

PROJECT OPERATIONS ;SRe rt) 0 1) 0 rt) 0 0 0 
PROJECT OPERATIONS 0 rt) 0 0 0 0 't) 0 
OPERATIONS SUPPORT rt) 468 466 466 467 156 1) 0 
COMPUTER SYSTEMS SPECe« 933 405 468 467 155 0 1) 0 
COMPUTER PROGRAM ANAL. 0 rt) 0 0 0 0 1) rt) 
COMPUTER PROGRAMMER f) rt) 0 0 0 0 8) rt) 
ASSOCe PROGRAMMER rt) rt) 0 0 0 0 rt) 0 
ENGINEER, SENIOR 0 0 1) ) rt) rt) 1) 0 
ENGINEER a 1) 0 v 0 1) 0 0 
ENGINEER ASSOCIATE rt) 7) rt) 0 t) rt) re) 0 
ENGINEER TECHNICIAN 1) 0 0 0 rt) 1) 1) 0 
HUMAN/FACTORS SCIe SKe 0 rt) 1) 0 ) t) rt) 0 
HUMAN/FACTORS SCIe 1) 0 ft) 0 ) 1) rt) 0 
HUMAN/ FACTORS SPEC rt) 1) ) 0 1) rt) 1) 0 
PROJ e MGM1«e SKe STAFF 700 933 934 933 934 311 0 0 
TECHe SUPVe STAFF 0 rt) rt) 0 ry) 0 1) 0 
SYSe ANALe SPEC. 1) 0 0 0 0 0 8) 0 
SYSe ANALe SENIOK 0 0 0 0 0 1) 1) 0 
SYSe ANALYST 1) rt) rt) 0 0 rt) 0 0 
SECRETARY SUPPORT 8) rt) 0 0 0 rt) rt) 0 
PROJe GPERATIONS -CF - 0 0 ") rt) rt) rt) 1) 0 
COMP. PROGse ANALe —-CF rt) 0 rt) 0 1) 0 0 0 
ENGINEER -CF 0) 0 1) 0 1) 0 rt) 0 
ENGINEER TECH. —CF 0 0 rt) — 0 rt) 8) re) 0 
TOTAL 1633 1866 1868 1866 1556 467 rt) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 544100 1QTR 2Q0TR 3yTR 4V7R TOTAL 


MANHOURS STAT 


PHOJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUZER PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPEC. 
SYSe ANALs« SENIOR 
SY¥Se ANALYST 
SECRETARY SUPPORT 
PhKOJe OPERATIONS -CF 
COMP. PROGe ANALe —-CF 
ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 


— 
NN 
» 
re 


7162 


eceococococcocococreoceceoccmcemcOcCOlcO 
eceooococoocooocooooooeoecooochco( 
Sooococcocoeccocococoocuowcswccoccoclct 


woococcooococoooooocos 


1672 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 544100 3QTR 4UTR LUTR 2UTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PkINCIPAL 8B 0 0 0 0 0 0 
SENIOR PRINCIPAL C O 0 0 0 0 Oo 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 t) ra] a a Qa 
ASSOC. STAFF MEMBER 0 v) 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0) 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 07 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 544100 | 
MANHOURS 0 0 0 3033 2339 2101 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 JUARTERS 
FISCAL YEAR 
1984 : 1985 
CWBS 544100 10TR 2QTR SUTR 40TR 1QTR 2Q0TR IUTR 4UTR 
MANHOURS STAT 

SEN4OR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER Oo 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 i) 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 a 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 oe 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 G 0 0 0 0 . 0 0 
SECRETARY 0 0 0 Y) 0 0 0 0 
TOTAL 0) 8) O 0 0 0 0 0 

TOTAL CWBS 344100 
MANHOURS 1633 1866 2876 3212 3434 2269 1944 456 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 544100 1QTR 2UTR IUTR 4Q0TR TOTAL 
MANHOURS ne STAT 
SENIOR PRINCIPAL B tv) 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 ) 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC e STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 Y) 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAF1 SMAN 8) 0 0 0 0 
SECRETARY 0 0 0 i) 0 
TOTAL 0 0 0 0 0 
TOTAL CWBS 544100 
MANHOURS 0 6) 0 0 25157 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


1982 
CWBS 544102 3 QTR 40TR 
MANHOUKS 

SKILL LEVEL A 0 0 
SKILL LEVEL B 0 0 
SKILL LEVEL C 0 0 
SAILL LEVEL D | 1) 0 
SKILL LEVEL E 0 0 

TOTAL 0 0 
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1Q9TR 


FISCAL YEAR 


2UTR 


526 


1983 


307R 


1465 


4UTR 


1526 
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STAT 
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CWBS 544102 


MANHOURS 


SKILL LEVEL A 
SKItchL LEVEL B 
SKILL LEVEL C 
SKILL LEVEL D 
SKILL LEVEL E 


TOTAL 


PAGE 692 
EXHIBIT 6 
MANHOURS BY SKIiLuz. LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
LOTR 2QTR 3QTR 4uTR 1QGTR 20TR 3QTR 40TR 
STAT 

0 0 336 443 493 441 488 125 
986 898 976 448 493 441 488 125 
493 449 488 448 493 0 0 0 
0 0 0 0 0. i) 0) 0 
0 0 0 0 0 0 0 0 


1479 1347 1800 1344 1479 882 976 250 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 544102 LOTR 207R 3QOTR 4JTR 
__ Manarours 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 cv] 0 0 
SKILL LEVEL C 0 O 0 0 
SKILL LEVEL D iv) 0 0 0 
SKILL LEVEL E 0 0 0) 0 
TOTAL 0 0 0 0 


TOTAL 


13074 
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STAT 
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CWBS 544102 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEUBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 

ASSOC « STAFF MEMBER 
ASST « STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 344102 
MANHOURS 


EXHIBIT 6 


MANHOURS BY SAILL LEVEL 
BY CWBS BY FY 82~-88 QUARTERS 


3QTR 


1982 
40TR 


FISCAL YEAR 


1QTR 2QOTR 


0 0 
0 0 
0 0 
0 0 
a a 
0 0 
0 0 
0 0 
0 0 
?) 0 
0 0 
0 526 


1983 
3Q7'R 


1465 


4UTR 


1526 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544102 1uTR 20TR 3QTR 4yTR 10TR 22y7TR 3QTR 4Q7R 
MANHOUKS STAT 

SENIOk PRINCIPAL B 0 0 0 0 0 0 . 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC* STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 544102 
MANHOURS 1479 1347. 1800 1344 #1479 882 976 250 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 544102 1uUTR 2Q9TR 3yTR 40TR TOTAL 
STAT 
MANHOURS 
SENIOR PRINCIPAL B rT) r) ) 0 1) 
SENIOR PRINCIPAL C rf) 0 ) i) 0 
PhINCIPAL STAFF MEMBER rT) 0 0 0 0 
SENIOR STAFF MEMBER rf) 1) 1) 0 0 
STAFF MEMBER O 0 0 0 1) 
ASSOC « STAFF MEMBER 0 0 0 o oO 
ASST« STAFF MEMBER uv ¥) 0 0 1) 
SECURITY OFFICER 0 ) 0 0 0 
DRAFiI SMAN 0 0 0 0 0 
SECKETARY 0 0 0 0 0 
TOTAL 0 0 0 0 rf) 
TOTAL CWBS 544102 : 
MANHOURS ny 1) ft) 0 13074 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 

BY CWBS BY FY 82-88 QUARTERS 

FISCAL YEAR 
1984 1985 . 
CWBS 544103 1YUTR 2QTR JUTR 4UTR 1QOTR 2Q0TR 3QOTR 4QTR 

MANHOURS STAT 

SKILL LEVEL A rn rN 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 v 0 0 
SKILL LEVEL C 0 0 336 448 493 441 488 125 
SKILL LEVEL D 0 0 672 896 986 882 976 250 
SKILL LEVEL E 0 v 336 448 493 441 0 0 
TOTAL 0 0 1944 1792 1972 1764 1464 375 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 544103 1QTR 2UTR 3OTR 4Q0TR TOTAL 
MANHOURS STAT 
SKILL LEVEL A OQ 0 0 0 0 
SKILL LEVEL B 0 0 0 U 0 
SKILL LEVEL C 0 0 0 0 2331 
SKILL LEVEL D i) 0 0 0 4662 
SKILL LEVEL E ?] 0 0 0 1718 
TOTAL 0 0 0 0 8711 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5441043 1QTR 20TR 3YTR 4YTR 10TR 2QTR 3yrR 4QTR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 ff) ) 0 0 0 0 tt) 
SENIOR PRINCIPAL C 1) 1) 0 ) ) 0 0 ) 
PRINCIPAL STAFF MEMBEK 0 0 0 0 0 oO 0 0 
SENIOR STAFF MEMBER 1) 1) 0 0 0 ft) 1) ) 
STAFF MEMBER 0 0 | 0 O 0 1) 1) 1) 
ASSOCe STAFF MEMBER 7) 0 0 0 0 0 0 0 
ASST «+ SI'AFF MEMBER 0 ) 0 0 1) ‘) 1) 0 
SECURITY OFFICER 0 1) ) 1) 0 iv) ) 1) 
DRAFTSMAN 1) ) 0 tt) 0 0 0 0 
SECRETARY tf) 7) 0 1) 1) 0 0 0 
TOTAL 0 0 rt) tt) 1) 0 0 1) 

TOTAL CWBS 544103 
MANHOURS 0 1) 1344 21792 1972 1704 1464 375 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 544103 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENiOk STAFF MEMBER 


ASSOC « STAFF MEMBER 


ASST « STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 544103 
MANHOURS 


1Q7TR 


FISCAL YEAR 
1488 
2uUTR 3UTR 


0 0 
o 0 
0 0 
0 0 
0 Q 
0 fr) 
0 0 
0 0 
0 0 
1) 0 
0 0 
0 0 


4QTR 


TOTAL 


8711 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 544104 3UTR 4UTR 1yuTR 2UTR 3QOTR 
MANHOUKS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 - 0 180 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D QO 0 0 0 0 
SKILL LEVEL E 0 0 : 0 f) 0 

TOTAL 0 U iY) 0 180 
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4UTR 


142 


142 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 544104 1Q0TR snus ae AUTR 1QTR 

— waNHouRS 
SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL 8 0 0 0 448 154 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 Y) 0 0 
SKILL LEVEL E 0 0 O 0 0 
TOTAL 0 0 0 448 154 


PAGE 702 
1985 
2QTR 3yTR 4yQTR 
STAT 
0 1) 0 
ft) W) 0 
0 0 0 
0 0 0 
0 7) 0 
0 0 0 
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EXHIBIT 6 


MANHOURS 
BY CWBS BY 


CWBS 544104 1QTR 
MANHOURS 

SKILL LEVEL A 0 
SKILL LEVEL B 0 
SKILL LEVEL C 0 
SKILL LEVEL D 0 
SKILL LEVEL E 0 

TOTAL 0 
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BY SKILL LEVEL 
FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
ZQOTR 3uTR 4QTR 


0 O 0 
0 O 0 
0 0 0 
0 0 0 
0 0 0 
0 1) 0 


TOTAL 


924 


924 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 544104 3QTR 4QTR 10TR 2QTR 397R 4QTR 
| MANHOURS 

SENIOR PRINCIPAL B 0 0 rt) 1) 0 1) 
SENIOR PRINCIPAL C 0 0 0 0 0 rt) 
PRINCIPAL STAFF MEMBER 0 ) ) 0 0 () 
SENIOR STAFF MEMBER ) ) 1) 1) 1) 0 
STAFF MEMBER Q a Q rf) Q 0 
ASSOC «+ STAFF MEMBER 0 ) 0 0 i) 0 
ASST« STAFF MEMBER rf) 0 0 0 v 0 
SECUKIVY OFFICER 0 rt) 0 1) 0 t) 
DRAFTSMAN 9) 0 0 0 0 0 
SECKETARY 0 0 ) 0 0 ft) 
TOTAL tt) 0 0 0 ) 0 

TOTAL CWBS 544104 . 
MANHOURS 0 0 ft) 1) 180 142 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 544104 1yTR =. 2QTR) Ss BTR) Ss 4QTR-)=so 1YTR Ss QTR) BYTR-—s AUT R 
MANHOURS STAT 

SENIOR PKINCIPAL B 0 0 0 0 0 0 0 1) 
SENIOR PRINCIPAL C 0 OU 1) 0 1) 0 0 0 
PRINCIPAL STAFF MEMBER 0 1) 1) 0 1) 1) 1) 0 
SENIOk STAFF MEMBER 0 1) 0 0 0 0 ) 0 
STAFF MEMBER 0 7) 1) 0 0 V) tt) 0 
ASSOC. STAFF MEMBER 0 1) 0 0 0 0 0 1) 
ASSTe STAFF MEMBER rt) 7) 1) 1) tf) i) 0 0 
SECURI1Y OFFICER 1) 0 ) 0 1) 0 0 1) 
DRAFTSMAN 1) 0 1) 1) 1) ) 0 0 
SECRETARY 0 0 7) 0 0 0 rt) 0 
TOTAL rt) U 0 0 0 tf) 0 0 

TOIAL CWBS 544104 
MANHOUKS 0 0 ) 448 154 i) 0 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 544104 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PkKINCIPAL STAFF MEMBER 
SENIOR STAFF MEMBER 
STAFF VEMBER 

ASSOC « STAFF MEMBER 
ASST. STAFF MEMBER 


SECURITY OFFICER 


DKAF1 SMAN 
SECRETARY 
TOTAL 
TOTAL CWBS. 544104 
MANHOURS 


1QTR 


FISCAL YEAR 
1988 
ZUTR 3QOTR 


0 0 
0 0 
0 0 
rv) 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
Uv 0 


407R 


TOTAL 


924 
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STAT 
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CWBS 3544105 


SAILL LEVEL 
SKILL LEVEL 
SKILL LEVEL 
SKILL LEVEL 


SKILL LEVEL 


D 


E 


TOI AL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
1UTR 2UTR 3UTR 4UTR 1LTR 


0 0 0 0 0 
493 449 488 448 493 
0 0 824 896 9 86 
493 449 824 896 986 
0 0 0 0 0 
9 86 898 2136 2240 2465 


PAGE 707 
1985 
2GTR 3UTR 4YTR 
STAT 
0 0 0 
441 488 125 
882 976 250 
882 976 250 
0 0 0 
2205 2440 625 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 544105 1QTR 2QTR 3QTR 40TR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SAILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 oO 0 0 
TOTAL VU 0 0 0 
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TOTAL 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY &2-38 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 344105 1Q0TR 20TR 3UTR 4QTR 1QTR 20TR 3QTR 4yUTR 
MANHOUKS STAT 

SENIOR PRINCIPAL 8 0. ..—t—<“C«SD 1) Y) rt) 0 tt) 1) 
SENIOK PRINCIPAL C t) ry) 0 1) 7) 7) 1) rt) 
PRINCIPAL STAFF MEMBER rt) ) 0 0 0 0 0 ft) 
SENIOR STAFF MEMBER rt) 0 WV) 1) ft) V t) 1) 
STAFF MEMBER 0 0 ) rt) 0 v 't) 0 
ASSOCe.s STAFF MEMBER 1) 0 1) rv) 0 e) ft) ft) 
ASSTe STAFF MEMBER rt) 0 ) O° i) Y) ft) (0) 
SECURITY OFFICER ft) rt) 0 Oo i) 0 ) 0 
DRAFTSMAN 1) 0 0 1) 0 0 tt) 1) 
SECRETARY 0 0 0 0 1) 0 0 0 
TOTAL ft) 0 v tt) 0 1) tt) 0 

TOTAL CWBS 544105 
MANHOUKS 986 898 2136 2240 2465 2205 2440 625 
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CWBS 544105 


MANHOURS 


SENIOK PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 

ASSOC e STAFF MEMBER 
ASST« STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 544105 
MANHOURS 


MANHOURS . 
BY CWBS BY 


1QTR 


EXHIBIT 6 
BY SKILL LEVEL 


FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
2UTR JOTR 


0 O 
0 0 
0 0 
0 0 
a a 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 


4U0TR 


TOTAL 


13995 
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STAT 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


1982 
CWBS 54422B 3OQTR 4UTR 
7 MANHOURS 
SKILL LEVEL A 0 0 
SKILL LEVEL B 0 0 
SAILL LEVEL C 0 0 
SKILL LEVEL D 0 0 
SKILL LEVEL E 0 0 
TOTAL 0 0 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


1QTR 


FISCAL YEAR 


2UTR 


1983 


3QOTR 


4Q0TR 


809 


1643 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54422B 1yTR Sua cae 4Q7TR TOTAL 
MANHOURS 

SAILL LEVEL A 0) | 0 0 0 0 
SKILL LEVEL B 0 0 0 tt) 2669 
SKILL LEVEL C 0 0 0 0 2371 
SKILL LEVEL D 0 0 0 0 388 
SKILL LEVEL E 1) 0 0 1) 0 

TOTAL 0 0 tt) 0 5428 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422B 3QTR _4QTR 1yTR 2QTR 3QTR 4yTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 1) i) 1) 0 
SENIOR PRINCIPAL C 0 ) 1) 0 0 1) 
PRINCIPAL STAFF MEMBER 0 0 0 0 tt) 0 
SENIOR STAFF MEMBER Oo 1) ) tt) 0 0 
STAFF MEMBER 1) 0 tt) tt) 0 O 
ASSOC « STAFF MEMBER tf) u 1) ) 1) 1) 
ASST. STAFF MEMBER ft) 1) 1) 1) 0 0 
SECURITY OFFICER 0 0 1) tt) 1) 0 
DRAFTSMAN 1) 1) 0 0 1) 0 
SECRETARY 1) 1) 1) 0 ft) 0 
TOTAL 1) 1) tt) 1) 0 0 

TOTAL CWBS 54422B 
MANHOURS rf) O 0 838 2947 1643 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422B 1QTR Z2UTR SUTR 40TR TOIAL 
STAT 
MANHOURS 

SENIOXk PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER r¥) 0 0 0 0 
STAFF MEMBER a 0 0 Qa a 
ASSOC « STAFF MEMBER 0 0 0 0 it) 
ASST e« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 544225 
MANHOURS V) 0 0 0 5428 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544238 LOTR 2QTR IOTR 4UTR 1QTR 2UTR JOTR 4UTR 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 444 222 178 96 0 0 0 0 
SKILL LEVEL C 885 439 350 193 0 0 0 0 
SKILL LEVEL D 888 440 351 192 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOT AL 2217 1101 8793 481 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 


FISCAL YEAR 
1988 
ChBS 54423B 10TR 2Q0TR 3yTR 4UTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL B U Q 0 0 940 
Beate LEVEL C 0 0 0 0 1867 
SKILL LEVEL D 0 0 0 0 1871 
SKILL LEVEL E 0 0 0 0 0 

TOTAL 0 0 0 0 4678 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 544238 10TR 20TR 3Q7R 4QTR 1Q0TR 2QTR 3uTR 4yTR 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 1) 0 (9) 0. 0 
SENIOR PRINCIPAL C 1) 0 ) 0 0 0 0 0 
PRINCIPAL STAFF MEMBER rt) 0 0 0 0 rt) ) 0 
SENIOR STAFF MEMBER rt) 0 0 0 ff) 1) 0 rt) 
STAFF MEMBER 1) 0 0 0 0 0 0 1) 
ASSOC STAFF MEMBER tt) i) 0 0 1) rt) 0 0 
ASST« STAFF MEMBER 1) ) 0 0 0 0 1) 1) 
SECURITY OFFICER 0 0 0 ) ) ) tt) 0 
DRAFTSMAN 0 0 0 0 0 t) 0 0 
SECRETARY 0 -O 0 i) 0 0 0 0 
TOTAL t) 0 0 ) 1) 0 0 0 
TOTAL CWBS 54423B 

MANHOURS 2217 1101 879 481 0 ) tt) 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 544238 1QTR sone aoe 4Q0TR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PKINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER ' 0 0 0 0 0 
ASSTe SIAFF MEMBER 0 oO 0 0 0 
SECURITY OFFICER 0 O 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 “0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 54423B 
MANHOURS VU 0 0 0 4678 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 54424B 1QTR 20TR 3YTR 4yTR 1yTK 2QTR  3QTR 4UTR 
MANHOURS STAT 

SKILL. LEVEL A rt) ) 0 ) 0 ) 0 1) 
SKILL LEVEL B 0 0 123 24i 123 0 0 0 
SKILL LEVEL C 0 0 241 482 585 441 332 rt) 
SKILL LEVEL D 0 1) 241 483 401 284 0 0 
SKILL LEVEL E rr) 0 o- 0 oO 0 0 rt) 
TOTAL 0 0° ©§©6—d36 05 1206 1109 725 332 rt) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 54424B 2UTR JUTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL B 0 iV) OG 0 487 
SKILL LEVEL C 0 0 0 0 2081 
SKILL LEVEL D 0 0 0 0 1409 
SKILL LEVEL E 0 0 0 0 0 

LOTAL 0 0 0 0 3977 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424B 1QTR 2vTR 3QTR 4QTR 1Q9TR 2Q7R 3QTR 4uTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 7) OU 0 0 0 0 0 0 
SENIOR PRINCIPAL C ft) 1) 0 ft) 0 0 0 0 
PRINCIPAL STAFF MEMBER 1) U 0 0 0 0 i) 0 
SENIOR STAFF MEMBER 0 0 rv) 0 0 0 0 0 
STAFF MEMBER 0 0 0 1) 0 ) 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 tt) 0 
ASST« STAFF MEMBER 0 rt) ) ft) 0 0 0 1) 
SECURITY OFFICER 1) 0 0 tt) 0 1) 0 0 
DRAF1SMAN 0 0 0 1) 0 0 0 0 
SECRETARY 1) rt) 0 0 0 0 0 ) 
TOTAL 0 0 ) 0 0 1) 0 ) 

TOTAL CWUS 54424B 
MANHOURS 0 F) 605 1206 =1109 725 332 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54424B 10TR -2UTR- ss BYTR-—s ATR” TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 u Q 
ASSOC « STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL C¥BS 54424B 
MANHOURS 0 0 0 0 3977 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 
FISCAL YEAR 
1984 1985 
CWHS 544258 10TR 2QTR IUTR 40TR 1QTR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 27 54 23 
SKILL LEVEL C 0 ct) Uv 0 0 57 112 45 
SKILL LEVEL D f) 0 0 0 0 57 112 45 
SKILL LEVEL E 0 8) v0 UV 0 0 0 0 
TOTAL 0 0 0 0 0 141 278 113 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 54425B 1QTR 2UTR JUTR 4QTR 
MANHOURS 

SAZILL LEVEL A ) 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SAILL LEVEL D v0 0 0 0 
SAILL LEVEL E 0 0 0 it) 

TOTAL 0 0 0 0 
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TOTAL 
STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544258 1yUTR 2QTR 3QTR 4UTR 1lyrtR = § 2Q0TR SuTR 4UTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 O 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 Uv 0 0 0 Uv 0 0 
PRINCIPAL STAFF MEUBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 v0 0 0 
ASSOC se STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 U U 0 0 0) 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 - 0 0 

TOTAL CWBS 544258 
MANHOURS 0 0 0 0 0 141 278 113 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54425B 2uUTR 3QTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC « STAFF MEMBER 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 O 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 - 0 0 0 0 
SECRETARY 0 O 0 0 0 

TOTAL 0 0 0 0 0 


TOTAL CWBS 54425B 
MANHOURS 0 0 0 0 532 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422C 3UTR 40TR 1QTR 20UTR 3QTR 4UTR 
STAT 
MANHOURS 
SKILL LEVEL A 0 O 0 0 0 0 
SKILL LEVEL B 0 0 rv) 109 156 0 
SKILL LEVEL C 0 0 0 0 302 tv) 
SKILL LEVEL D 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 
TOTAL 0 0 0 109 458 0 


a Sa a ae eas a ED Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE 728 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422C 1yTR 2yTR 3Q7R 4QTR TOTAL 
MANHOURS STAT 
SKILL LEVEL A rt) 0 oO 1) fr) 
SKILL LEVEL B ") 0 oO 0 265 
SKILL LEVEL C ft) 0 0 0 302 
SKILL LEVEL D rT) 0 0 ry 0 
SKIUL LEVEL E 0 0 0 a) rt) 
TOTAL tt) v 0 1) 567 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54422C 3QOTR 4QTR 1yTR 2yTR 3yUTR  4QTR 
|__| ManHouRs 
SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 oO 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 oO 0 0 
STAFF MEMBER 0 0 0 ry 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 ry 0 
TOTAL CWBS $4422C 


M ANHOURS 0 0 0 109 458 0 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWhS 54422C 2QTR 3QTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC « STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 

TOTAL ) 0 0 0 0 


TOTAL CWBS 54422C 
MANHOURS 0 0 0 0 567 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 : 1985 
CWBS 54423C 1QTR 22TR 3UTR 4UTR 1QTR 2QTR 3UTR 40TR 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 v) 18) 0 0 0 0 
SKILL LEVEL B 0 148 0 0 0 0 0 0 
SKILL LEVEL C 0 246 0 0 0 0 0 0 
SKILL LEVEL D 0 247 0 0 it) 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TO1 AL 0 641 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 


FISCAL YEAR 
1988 
CWBS 54423C 2uUTR 3vTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL B 0 0 0 0 148 
SKILL LEVEL C 0 0 0 0 246 
SAILL LEVEL D 0 O GO 0 247 
SKILL LEVEL E ) 0 0 0 0 

TOTAL 0 0 0 0 641 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CHBS 34423C ivTR 2uUTR 3UTR 4Q0TR 1QTR 20TR 3QOTR 4UTR 
MANHOURS STAT 

SENIOK PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 O 0 0 O 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 i) 
ASSOCe STAFF MEMBER 0 | 0 0 0 VU 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICEK 0 0 0 0 0 8) 0 0 
DKAFTSMAN 0 0 0 0 U0 0 0 0 
SECRETARY 0 U 0 0 O 0 0 0 
TOTAL 0 0 O 0 0 0 0 0 

1OTAL CWBS 54423C 
if MANHOURS 0 641 0 0 U 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54423C 1UTR 2uUTR JQTR 40TR ZOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAtF MEMBER 0 O i) 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STALF MEMBER 0 0 0 0 0 
ASSTe STAFF MEMBER iv) 0 0 0 0 
SECURITY OFFICER 0 0 0 it) 0 
DRAFT SM AN 0 0 O 0 0 
SECRETARY 0 0 0 0 0 
TOTAL U] 0 0 0 0 

TOTAL CWBS 54423C 
MANHOURS 0 0 0 0 641 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424C 107R 2Q97TR 3UTR 4UTR 1QTR 2UTR 3UTR 4Q0TR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 U 0 0 0 
SKILL LEVEL B 0 31 27 0 0 V] 0 0 
SKILL LEVEL C 0 64 54 0 0 0 O 0 
SKILL LEVEL D 0 64 55 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL Q 1s9 136 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54424C 1goTR) = 2yTR- ss BYTR = 4UTR TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 1) 1) 1) 0 
SKILL LEVEL B vu 1 ) 1) 58 
SKILL LEVEL C ) 0 1) 0 118 
SKILL LEVEL D 1) 0 Y) 0 119 
SKILL LEVEL E 1) Oo 0 0 1) 
TOTAL +) Oo 1) 1) 295 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChHBS 54424C 1QTR 2Q0TR 3UTR 4Q7R 1QTR 207R 3QTR 4UTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENiOk PRINCIPAL C 0 Uv 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0) 0 U 0 0 0 0 0 
STAFF MEMBER 8) 0 0 0 0 VU 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 U 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 .O 0 0 0 0 0 
| TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54424C 
MANHOURS 0 159 146 0 0 rv) 0 0 


CC Acpproved For Release 2007/09/04 : CIA-RDP84T00037RO000300040001-4 


yes as 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE 738 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54424C 1QTR 2uUTR 3UTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 0 0 0 0 
SENIOR PRINCIPAL C ) ) O t) 0 
PkINCIPAL STAFF MEMBER ) 1) 0 f(t) 7) 
SENIOR STAFF MEMBER 0 tt) 0 ) 0 
STAFF MEMBER tf) tv) i) oO 0 
ASSOC « STAFF MEMBER 0 tt) ft) 0 0 
ASST « STAFF MEMBER 1) ) 1) 1) 0 
SECURITY OFFICER 0 0 t) t) tt) 
DRAF1T SMAN MW) ') 0 0 0 
SECRETARY 0 ) ) oO 't) 
TOTAL ) 1) 0 t) 1) 

TOTAL CWBS 54424C 
MANHOURS 0 1) t) 1) 295 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422D 3QOTR 40TR 1UTR Z2OTR 3QTR 4QOTR 
STAT 
MANHOURS 
OFFICER 0 0 0 0 28 42 
PRINCIPAL 0 0 0 0 0 0 
SRe ASSOCIATE v) 0 0 168 78 33 
ASSOCIATE 0 0 0 1368 640 276 
SRe CONSULT 0 0 0 648 302 129 
CONSULTANT 0 0 0 648 216 0 
SEC. WORD PROCESSOR 0 0 0 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 0 
TECH EDITOR 0 O 0 0 0 0 
ENGe DHAFTSMAN 0 0 0 0 O 0 
TOTAL U) 0 0 2832 1264 480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 54422D AUTR) = 2uUTR) ss BYTR) S 4uTR «61QTR) «Oo 2QTR) = BUTR—s ATR 
Mw ANHOURS STAT 
OFFICER 57 56 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 v 0 0 0 
Ske ASSOCIATE 44 45 0 0 0 0 0 0 
ASSOCIATE 267 266 Q 0 Q Q Q Q 
SKe CONSULT 172 173 0 0 0 0 0 0 
CONSULTANT 0 0 0 0 0 0 0 0 
SEC« WOKD PROCESSOR 0 0 0 0 0 0 0 0 
ZECHNICAL ASST. 0 0 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 vu 0 0 v 0 0 
TOTAL 640 640 0 0 0 0 0 0 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


© Approved For Release 2007/09/04 : GIA-RDP84T00037R000300040001-4 @ 


PAGE 741 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 
FISCAL YEAR 

1988 

CWBS 54422D 1y7R 2Q7# 3UTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER ) Y) 0 0 183 
PRINCIPAL 0 0 i) ') 0 
SRe ASSOCIATE 0 0 7) 0 368 
ASSOCIATE 0 ) 0 0 3017 
SRe CONSULT 0 ) 0 0 1424 
CONSULT ANT 1) 1) 0 0 864 
SECe WORD PROCESSOR 0 0 t) 0 0 
TECHNICAL ASST. 0 0 .0 0 't) 
TECH EDITOR i) ) 1) 0 0 
ENGe DRAFTSMAN 0 0 ) 0 t) 
TOTAL 0 i) 0 0 5856 
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MANHOURS BY SKILL LEVEL 


EXHIBIT 6 


BY CWBS BY FY 82-88 WUARTERS 


CWBS 3$4422D 


MANHOURS 


SENZOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC. STAFF MEMBER 


ASST e« STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54422D 
MANHOURS 


3QTR 


© 


© 


1982 
4¢TR 


FISCAL YEAR 


1uTR 


o 


[=] 


2QTR 


2832 


1983 
JOTR 


1264 


4UTR 


480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54422D 1UTR 2QTR JOTR 4UTR 1QTR 2QTR 3QOTR 4UTR 
MANHOURS oT AL 

SENIOK PRINCIPAL B 0 0 0 O 0 tv) 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PKINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENiLOR STAFF MEMBER 0 0 0) 0 U 0] 0 0 
STAFF MEMBER 0 0 1) 0 0 0 0 0 
ASSUCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 Oo 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOLVAL CWBS 54422D 
MANHOURS 640 640 O 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54422D 2uTR 3QTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEHABER 


SENIOR STAFF MEMBER 


ASSTe STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFI SHAN u 0 0 0 0 
SECRETARY O 0 0 0 0 

TOTAL 0 0 0 0 0 


TOTAL CWBS 54422D 
MANHOURS 0 0 0 t) 5856 
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EXHIBIT 6 


1982 
CWBS 54423D 3UTR = 49TR 
/ANHOURS 

OFFICER 0 0 
PRINCIPAL 0 0 
SRe ASSOCIATE 0 0 
ASSOCIATE 0 0 
SKe CONSULT 0 0 
CONSULTANT 0 0 
SEC* WOKD PROCESSOR 0 0 
TECHNICAL ASST 0 0 
TECH EDITOR 0 o 
ENGs DRAFTSMAN 0 0 
TOTAL 0 0 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 


FISCAL YEAR 
1983 
1UTR 2QTR 3UTR 


0 0 0 
0 0 0 
0 0 112 
0 0 912 
0 0 432 
0 0 144 
0 i) 0 
0 0 0 
0 0 0 
0 0 0 
0 0 1600 
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4QTR 


3040 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
ChHBS 54429D 2UTR 3uTR 4QTR 1QTR 2UTR 3UTR 


MANHOURS 


OFFICER 
PRINCIPAL 


SRe ASSOCIATE 


CONSULTANT 258 188 0 0 0 0 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASSTe 0 0 Ov 0 0 0 i) 0 
TECH EDII10OR 0 _ 0 0 0 0 0 0 0 
ENGe DKAFTSMAN 0 0 rv) 0 0 0 0 0 

TOTAL 2880 2080 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 54423D 1QTR 2UTR 3UTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRKe ASSOCIATE 0 0 0 0 670 
ASSOCIATE 0 0 0 0 5470 
SKe CONSULT 0 0 0 0 2596 
CONSULT ANT 0 UO 0 0 864 
SECe WORD PROCESSOR ) 0 if 0 0 
TECHNICAL ASSTe 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0) 0 0 0 0 
TOTAL 0 0 0 0 9600 
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EXHIBIT 6 


MANHOUKS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 544243D 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PHINCIPAL STAFF MEMBER 


SENIOk STAFF MEMBER 


ASSTe« STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 5442J3D 
MANHOURS 


1982 
3OQTR 4QTR 


0 0 
0 0 
0 0 
0 0 
G G 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 


FISCAL YEAR 


LUTR 


20TR 


1983 
3Q0TR 


i) 


0 


1600 


4QTR 


3040 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424D 1QTR 2QTR SUTR 4UTR 1Q7TR 2UTR 3¢UTR 4UTR 
MANHOURS STAT 

SENIOKk PRINCIPAL B Q 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 i) 0 0 0 0 0) 
STAFF MEMBER 0 tv) 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURI17Y OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 O 0 0 0 0 0 

ZOTAL CWBS 54423D 
MANHOURS 2830 2080 vu 0 0 0 10) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54423D 


MANHOUKS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 


SENIGORn STAFF MEMBER 


ASSOC « STAFF MEMBER 
ASSTe STAFF MEMBER 


SECURITY OFFICER 


DRAF12 SMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54423D 
MANHOURS 


1QTR 


FISCAL YEAR 


2uTR 


1988 
3QTR 


4Q7R 


TOTAL 


9600 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WYUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54424D 3QTR 4QTR 1QTR 2UTR 3QTR 4UTR 
MANHOURS STAT 
OFFICER O 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 
Ske ASSOCIATE 0 0 0 0 0 78 
ASSOCIATE 8) 0 0 0 0 662 
Ske CONSULT 0 Oo 0 0 0 342 
CONSULTANT 0 0 0 0 0 98 
SEC+« WORD PROCESSOR 0 0 0 0 0 0 
TECHNICAL ASST e 0 0 0 0 QO. 0 
TECH EDITOR 0 iV) 0 0 0. 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 1180 
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CWBS 34424D 


MANHOURS 


OFFICER 


PRANCIPAL 


Ske ASSOCIATE 


CONSULTANT 


SECs WORD PROCESSOR 


TECHNICAL ASST e 


TECH EDITOR 


ENGe DRAFTSMAN 


TOTAL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 | 
1yTR 2QTR 3Q7'R 4uUTR 1QTR 


0 0 0 0 0 

0 0 Oo 0 0 
718 122 134 68 24 
S62 1006 1096 560 234 
302 474 518 260 88 
98 158 172 84 28 
0 0 0 0 0 

0 0 0 0 0 

0 it) 0 0 0 

0 Q 0 0 0 
1140 1760 1920 972 324 


2UTR 


1985 
3UTR 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54424D 1QTR 2UTR 3QUTR 4Q0TR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0- 0 0 0 504 
ASSOCIATE 0 0 0 0 4170 
SRe CONSULT Q 0 0 0 1984 
CONSULTANT 0. 0 0 0 638 
SECe WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST e 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 7296 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54424D JQTR 40TR LOTR 2QTR 3OTR 40TR 
MANHOURS 

SEN1OR PRINCIPAL B 0 0 0 Oo 0 0 
SENIOR PREINCEPAL C 0 0 0 O 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 vy) 0 0 
STAFF HEXYBER Qo 9 9 a 0 Q 
ASSOC e STAFF MEMBER 0 0 0 0 0 0 
ASST. STAFF MEMBER 0] 0 0 0 0 0 
SECURITY OFFICER 0 VU 0 0 0 Oo 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL Uy 0 0 0 0 0 

TO1AL CWBS 54424D 
MANHOURS 0 0 0 0 0 1180 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424D 1Q0TR 2UTR 3QUTR 4Q0TR 1QTR 20TR 3UTR 4UTR 
MANHOURS STAT 

SENIOK PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 O 0 0 0 
ASSLe STAFF MEMBER 0 0 0 0 rt) 0 0 0 
SECURITY OFFICER 0 oO 0 0 0] O 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0] 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54424D 
MANHOURS 1140 1760 1920 972 324 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 

CWBS 54424D 1uTR 2yTR 3yTR 4QTR TOTAL 

"| MANHOURS STAT 
SENiOR PRINCIPAL B 0 0 rN) 1) 0 
SENIOK PRINCIPAL C 1) 1) 1) 0 0 
PRINCIPAL STAFF MEMBER 0 ) 1) 1) 1) 
SENIOR STAFF MEMBER 0 0 0 1) 0 
STAFF WEMBER 1) 0 oO 1) 0 
ASSOC e« STAFF MEMBER 1) 0 ) 1) 1) 
ASST SU AFF MEMBER 1) i) 0 1) i) 
SECURITY OFFICER 0 0 0 0 7) 
DRAFTSMAN 0 0 0 tt) 0 
SECRETARY 0 0 0 1) 0 
TOTAL 0 1) 7) 1) 0 

TOTAL CWBS 54424D 

MANHOURS 0 0 0 1] 7296 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


2 


19284 
CWBS 54425D 1QTR 2QTR 3UTR 
MANHOUKS 

OFFICER 0 U 0 
PRINCIPAL 0 0 0 
SRe ASSOCIATE 0 0 OQ 
ASSOCIATE 0 0 0 
SRe CONSULT 0 0 0 
CONSULTANT 0 it) 0 
SECe WORD PROCESSOR 0 0 0 
ZECHNICAL ASST. 0 0 0 
TECH EDIIOR 0 0 0 
ENGe DRAFTSUAN 0 0 0 

TOTAL 0 0 0 


FISCAL YEAR 


4UTR 


1QTR 


35 


15 


135 


1985 
2QTR 3UTR 


O 0 
0 0 
20 0 
170 0 
80 0 
30 0 
0 0 
0 0 
0 0 
0 0 
300 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
19288 
CWBS 54425D 10TR 2yTR 3YyTR 4QTR TOTAL 
MANHOURS STAT 
OFFICER 1) 0 0 0 1) 
PRINCIPAL 0 1) tf) 0 1) 
SKe ASSOCIATE ) ) 0 0 30 
ASSOCIATE Q Qo tf) ft) 245 
Ske’ CONSULT 0 0 1) 0 115 
CONSULTANT 0 0 0 1) 45 
SECs WORD PROCESSOR 0 0 0 0 0 
TECUNICAL ASST -« 7) 0 rt) 0 ft) 
TECH EDITOR 0 0 0 0 0 
ENG. DRAFTSMAN 0 1) 0 i) 1) 
TOTAL 0 0 ) i) 435 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54425D 10TR «s- 2QTR)--s UTR) = 4UTR-)—s AQTR) Ss. UTR =: BQTR = 4 TR 
MANHOURS STAT 

SENIOK PRINCIPAL B 0 0 0 0 0 o oO 0 
SENIOR PKINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 o 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC+ STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 v 0 0 0 0 0 
DRAFISMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54425D 


MANHOURS 0 0 0 0 135 300 0 0 
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CWBS 54425D 


|__| MaNHouRs 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC e STAFF MEMBER 
ASST« STAFF MEMBER 


SECURITY OFFICER 


DRAF1I SMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54425D 
MANHOURS 


MANHOURS 
BY CWBS BY 


1QTR 


EXHIBIT 6 
BY SKILL LEVEL 


FY 82-88 WYARTERS 


FISCAL YEAR 


2yTR 


1988 
3UTR 


4UTR 


TOTAL 


435 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54422E 3OTR 40TR 1uTR 2QTR 3UTR 
MANHOURS 

SKILL LEVEL A 0 O 0 0 0 
SKILL LEVEL B 0 8) 0 175 308 
SKILL LEVEL C 0 0 0 0 451 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 175 759 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 54422E 1UTR 2QTR SQTR 4UTR 1QTR 2Q0TR 3QTR 4UTR 
MANHOURS 

SKAILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 70 0 Uv 0 0 0 0 0 
SKILL LEVEL C 710 0 0 0 0 0 UV 0 
SKILL LEVEL D 0 0 Oo... 0 0 0 0 0 
SKILL LEVEL E 0 0 om! 0 0 0 0 0 
TOTAL 140 0 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 
FISCAL YEAR 
1938 
CWBS 54422E 1yTR 20TR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 Y) rt) rt) 0 
SKILL LEVEL B rt) ') ) 0 7156 
SKILL LEVEL C rt) 0 8) rt) 724 
SKILL LEVEL D 1) 0 r) rt) 0 
SKILL LEVEL E 0 0 1) 0 0 
TOTAL 0 0 0 0 1480 
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sea ae 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 54422E 1QTR 2UTR 3UTR 40TR 1QTR 2QTR 3QOTR 
 ANHOURS 

OFFICER 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 
SRe ASSOCIATE 0 0 v0 0 24 10 
ASSOCIATE U) vu 0 0 198 3U 
Ske CONSULT o G 8 0 33 38 
CONSULTANT 0 0 0 0 32 13 
SECe WORD PROCESSOR 0 O 0 O 0 0 
TECHNICAL ASST 0 0 0 0 0 0 
TECH EDITOR 0 0 0) 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 
TOTAL 0 Q | 0 0 347 141 
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561 


4UTR 


Q 


© 
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PAGE 765 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 54422E 1Q7TR # 2QTR 3UTR 4Q0TR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
Ske ASSOCIATE 0 0 0 0 73 
ASSOCIATE 0 0 0 0 599 
SRe CONSULT 0 0 0 0 282 
CONSULT ANT 0 0 O 0 95 
SECe WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 1049 
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EXHIBIT 6 
MANHOUKS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54422E 3OTR 40TR 10TR 2Q1R 30TR 4 
| MANHOURS 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 O 0 0 0 
SENIOR STAFF MEMBER 0 0 0 if) 0 
STAPF MEMBER 0 a Q a a 
ASSOC ese STAFF MEMBER 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFT SUAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 
TOTAL CWBS 54422E 
MANHOURS 0 0 0 175 759 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-38 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54422E 1UTR 2QTR SUTR 4UTR 1QTR 2UTR SUTK 4UTR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 O 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 it) 0 0 0 Y) 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 8) 0 0 0 0 0 0 0 

LOLAL CWBS 54422E 
MANHOURS 140 0 0 0 347 141 561 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
. 1988 
CWBS 54422E 1uTR 2YTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B ry _ 9 0 rt) 0 
SENIOR PRINCIPAL C 0 ry 0 ry 0 
PRINCIPAL STAFF MEMBER rf) ry Oo 0 1) 
SENIUR STAFF MEMBER vu 0 rT) 0 0 
STAFF MEMBER ry Q a a 0 
ASSOC + STAFF MEMBER 0 v 0 0 0 
ASST « STAFF MEMBER 0 0 0 i) 0 
SECURITY OFFICER 1) 0 0 1) 0 
7 DRAFTSMAN rt) (1) 0 rt) 0 
SECRETARY ry rt) rt) rT) 0 
TOTAL 0 1) 0 0 0 

TOTAL CWBS 54422E 
MANHOURS rT) 0 1) 0 2529 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBbS 54423E 1uTR 2JTR 3UTR 4UTR 1yuTR 2VUTR JOTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0) 0 0 0 0 0 O 
SKILL LEVEL B 95 130 0 0 0 0 0 0 
SAILL LEVEL C 189 260 0 0 0 0 0 0 
SKILL LEVEL D 188 259 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 472 649 0 0 0 0 0 0 
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EXHIBIT 6 


MANHOURS 
BY CWBS BY 


CWBS 54429E 1QTR 
MANHOURS 

SKILL LEVEL A 0 
SKILL LEVEL B 0 
SKILL LEVEL C 0 
SKILL LEVEL D 0 
SKILL LEVEL E 0 
TOTAL 0 
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BY SKILL LEVEL 
FY 82-88 WUARTERS 


FISCAL YEAR 
1988 
2UTR 3UTR 4uUTR 


0 0 0 
Y) 0 0 
0 0 0 
Q 0 0 
1 0 0 
0 0 0 
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TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423E 1U7R 20TR 3QOTR 40TR 1QTR 2UT7TR 3UTR 40TR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOk PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR SLAFF MEMBER 0 0 0 0 O 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTs STAFF MEMBER 0 Oo. U 0 oO 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 ) 0 0 0 0 0 
VOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54423E 
MANHOURS 472 649 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 34423E LOTR Seta? are 4QTR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C O 0 0 0 0 
PRINCIPAL STAFF MEMBER 0) 0 0 0 0 
SENIOR STAFF MEMBER 1 | 0 0 0 0 
STAPF WEHBER o 2 Q Q Q 
ASSOC e« STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 Q 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 54423E 
MANHOURS 0 0 0 0 1121 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424E 1QTR 2UTR 3QTR 4UTR 10TR 2UTR 3OTR 40TR 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 vy) 0 0 0 0 
SKILL LEVEL 8B 0 0 0 0 0 0 0 0 
SKILL LEVEL C 0 0 332 142 155 157 0 0 
SKILL LEVEL D 0 0 it) 0 0 0 0 0 
SKILL LEVEL E 0 0 8] 0 0 0 0 0 
TOTAL te) 0 332 142 155 157 0 0 


- CIA-RDP84T00037R000300040001-4 


ee 
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EXHIBIT 6 


MANHOURS 
BY CWBS BY 


CWBS 54424E 1QTR 
MANHOURS 

SKILL LEVEL A 0 
SAILL LEVEL B 0 
SKILL LEVEL C 0 
SKILL LEVEL D 0 
SKILL LEVEL E 0 

TOTAL VU 


BY SKILL LEVEL 
FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
2UTR 3UTR 40TR 


0 0 0 
0 0 0 
0 0 O 
O 0 0 
iv) 0 0 
0 0 0 
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TOTAL 


7186 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424E 1QTR 2QTR JQTR 40TR 1Q07TR 2QTR 3QOTR 4UTR 
MANHOURS SN 

SENIOR PRINCIPAL B 0 0 v 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 O 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 O 0 0 0 
STAFF MEMBER 0 0 0 o 0 0 0 0 
ASSOC. STAFF MEMBER 0 r¥) rt) 0 0 O 0 i] 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 QO 0 0 O 0 0 0 
TOTAL 0 0 0 0 0 0 o., 0 

ZOTAL CWBS 54424E 
MANHOURS 0 0 332 142 155 157 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54424E 


MANHOURS 


SENION PRINCIPAL B 


SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC « STAFF MEMBER 
ASST « SfAFF MEMBER 


SECURITY OFFICER 


DRAF1 SM AN 
SECRETARY 
TOTAL 
TOTAL CWBS 54424E 
MANHOURS 


1UTR 


FISCAL YEAR 
1988 
2uUTR 3QTR 


0 0 
0 0 
0 0 
0 0 
Q o 
0 0 
0 0 
0 0 
0 0 
0 v 
0 0 
0 0 


40TR 


TOTAL 


786 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 


FISCAL YEAR 


CWBS 54425E 1QTR Mpas ayes 4UTR 1QTR 
MANHOURS 

SATLL LEVEL A 0 0 tt) 0 0 
SAILL LEVEL B 0 0 0 0 59 
SKILL LEVEL C 0 0 8) 0 123 
SKILL LEVEL D 0 0 i) 0 122 
SKILL LEVEL & 0 0 0 0 0 

TOTAL 0 0 0 O 304 


0 0 
20 0 
39 iv) 
38 0 

0 0 
97 0 
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4UTR 
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CWBS 54425E 


EXHIBIT 6 
MANHOUKS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR JUTR 4QTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 


PAGE 778 


TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWKS $4425 1yTR 2QTR 3QTR 4yTR 19TR 2QTR 39TR 4yTR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC* STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTs« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY ; 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 O 0 0 

TOTAL CWBS 54425E 
MANHOURS 0 0 0 0 304 97 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54425E 1QTR Soin oes 4QTR TOTAL 
MANHOURS 

SENIOn PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 Uv 0 0 
STAPF WEMBER v Q 9 o 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER O 0 0 0 0 
SECURITY OFFICER 0 0 - U 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL Y) 0 0 0 0 

TOTAL CWBS S54425E 
MANHOURS 0 0 0 0 401 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422G 3JTR 40TR 1QTR 20TR JOTR 4UTR 
MANHOURS STAT 
SKILL LEVEL A 0 OQ 0 0 0 0 
SKILL LEVEL B v) 0 0 157 0 0 
SKILL LEVEL C 0 0 0 158 136 0 
SKILL LEVEL D 0 0 0 0 0 0 
SKILL LEVEL E 0) 0 0 0 0 0 
TOTAL 0 0 0 315 136 0 
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CWBS 544226 


SKILL 


SKILL 


SKILL 


SKIL 


SKILL 


MANHOURS 


LEVEL 


LEVEL 


LEVEL 


LEVEL 


LEVEL 


D 


E 


TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1984 
1QTR 2QTR JUTR 4QTR 1Q7R 


0 0 0 0 0 
173 49 0 0 0 
208 Su 0 0 0 

66 0 0 0 0 

0 0 0 0 0 

447 99 vu 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUAKTERS 
FISCAL YEAR 
1988 
CWBS 54422G LYTR 20TR 3UTR 4QTR TOTAL 
| MaNHoURS STAT 
SKILL LEVEL A 0 0 0 O 0 
SKILL LEVEL B 0 1) O 1) 379 
SKILL LEVEL C 0 0 (t) 0 552 
SKILL LEVEL D ry 1) rt) 0 66 
SKILL LEVEL E ry) rt) rt) 0 8) 
TOTAL rt) 1) ¢) O 997 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422G 3OTR 4UTR 1QTR 2UTR 3QTR 4UTR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C v 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 1) 0 
SENIOk STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 Q a Q Q 

ASSOC. STAFF MEMBER 0 0 0 0 (¢) 0 ; 
ASST « STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER vu 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 O 0 0 0 
TOTAL rv (¢] i] 0 rt] 0 

TOTAL CWBS 354422G 

MANHOURS 0 0 0 315 136 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544226 1Q07TR 2QTR 3UTR 4UTR 1QTR 2UTR 3QTR 4UTR 
MANHOURS STAT 

SENIOh PRINCIPAL B 0 10) 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0) 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST e STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 ; 0 0 0 0 0 0 
DRAF1SMAN 0 v) 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOVAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 34422G 
MANHOURS 447 99 0 0 0 0 0 O 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422G 107TR 2Q0TR 3yTR 4QTR TOTAL 
___ |MaNHours STAT 

SENIOR PRINCIPAL B O- 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER. 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 Q 0 Q o 
ASSOC + STAFF MEMBER 0 0 0 fr) 0 
ASST +s STAFF MEMBER vu 0 0 rt) 0 
SECURITY OFFICER 0 0 0 7) 0 
DKAFISUAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL oO v 0 0 0 

TOTAL CWBS 54422G 
MANHOURS 0 0 0 0 997 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423¢ 1Q9TR 2QTR 3UTR 4UTR 1Q7TR 2Q0TR 3QOTR 40TR 
MANHOURS . STAT 

SKILL. LEVEL A (1) 1) 0) 0 #) t) rt) 0 
SKILL LEVEL 8 0 0 115 (1) (t) O 0 0 
SKILL LEVEL C f) 0 233 0 0 1) 1) 0 
SKILL LEVEL D 0 0 234 0 0 ?) 0 0 
SKItL LEVEL &E (t) 1) t) O- 0 rt) 0 (9) 
TOTAL 0 0 582 0 0 0 0 0 
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CWBS 544246 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2Z7TR JUTR 40TR 


MANHOURS 
SAILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SAILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423G 10TR 2UTR 3yTR 4QTR 1Q7R 2QTR 3QTR 4uTR 
MANHOURS STAT 

SENIOR PRINCIPAL 8B 0 Y) 0 0 t) 0 oO 0 
SENIOR PRINCIPAL C 0 0 1) ) 0 0) 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 rt) 0 ft) 
SENIOR STAFF MEMBER rt) 1) 1) 1) 0 0 0 0 
STAFF MEMBER rt) 1) 0 0 9) tt) 0 0 
ASSOCe STAFF MEMBER 0 rt) ) ) 0 1) 0 0 
ASSTe STAFF MEMBER 1) 0 1) 0 rt) 0 ) f(t) 
SECURITY OFFICER 1) i) 0 1) 1) 0 0 0 
DRAFTSMAN rt) 0 0 0 rt) 0 0 0 
SECRETARY 1) rt) 0 0 rt) 0 rt) ) 
TOTAL rt) 0 tt) 1) 0 0 0 0 

TOTAL CWBS 54423G 
MANHOURS 0 0 582 0 0 9) 1) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54423G 1Q9TR 20TR 3QTR 4QTR TOTAL 
STAT 
MANHOUKS 

SENIOR PRINCIPAL B ry 0 0 rt) 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 ry 0 
STAFF MEMBER 0 0 i) ry 0 
ASSOC e STAFF MEMBER 0 0 1) 0 0 
ASST.» STAFF MEMBER 0 0 0 ry 0 
SECURITY OFFICER 0 0 0 ry 0 
DRAFTSMAN 0 0 1) 0 0 
SECRETARY i) Oo 0 0 ry 
TOTAL 0 v ry 1) 0 

TOTAL CWBS 54423G 
MANHOURS 0 0 1) 0 582 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54425G 1yu7TR 2QOTR 30TR 40TR 1UTR 2uTR 3UTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A rt) 0 ) 0 0 0 1) rt) 
SKILL LEVEL 8B 0 1) rt) 24 0 ) t) 0 
SKILL LEVEL C 0 0 ¢) 45 0 rt) rt) 0 
SKILL LEVEL D *) 0 0) 45 0 rt) (4) 0 
SKILL LEVEL E 0 0 oO 0 0 1) rt) 0 
ZOTAL rf) 0 rt) 114 1) t) t) rt) 
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CWBS 544256 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2UTR 3QTR 40TR 


MANHOURS 
SKILL LEVEL A 0 Uv 0 0 
SKILL LEVEL B 0 O 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D UO 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 


414 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILt. LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54425G 1Q0TR 2Q0TR 3QOTR 4QTR 1Q7TR 2UTR 3QTR 4yvTR 
MANHOURS STAT 

SENIOk PRINCIPAL B O 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PHINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOKX STAFF MEMBER 0 0 0) 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 t) 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

ZOTAL CWBS 54425G 
MANHOURS 0 W) 0 114 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 544256 1QTR Z2QTR 3YyTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 1) 0 0 0 
SENIOR PRINCIPAL C 0 1) rt) 1) 0 
PRINCIPAL STAFF MEMBER ~ 0 0 0 0 0 
SENIOR STAFF MEMBER rr) 1) 0 ) 0 
STAFF MEMBER 0 0 o 0 Qo 
ASSOC e STAFF MEMBER rt) t) 0 tt) | 0 
ASST« STAFF MEMBER 0 ) 0 1) 0 
SECURITY OFFICER ) 0 0 1) 0 
DRAF12SMAN | rf) 0 0 0 0 
SECRETARY t) V) — 0 0 t) 
TOTAL rt) 1) 0 0 0 

TOTAL CWBS 54425G . 
MANHOURS 0 0 0 0 114 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


1982 
CWBS 54422H 3QTR 4078 
MANHOURS 

SKILL LEVEL A 0 0 
SKILL LEVEL B 0 0 
SKILL LEVEL C 0 0 
SKILL LEVEL D 0 0 
SKILL LEVEL E 0 0 

TOTAL 0 0 


1QTR 


FISCAL YEAR 


2QTR 


1626 


1983 


3uTR 


4UTR 


2021 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54422H L1UTR 2Q0TR 3UTR 4UTR 1g7TR 2UTR 3UTR 4U7R 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 t) 0 0 0 
okKILL LEVEL B 346 0 0 0 0 0 0 0 
SKILL LEVEL. C 347 0 0 0 0 0 0 0 
SAILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 693 0 0 0 0 0 0 0 
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CWBS 54422H 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QOTR JOTR 4QTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B ) v) 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 9) 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTEKS 


CWBS 54422H 

| MaNHoURS 

SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 

ASSOCe STAFF MEMBER 
ASST « STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54422H 
MANHOURS 


1982 
3UTR 40TR 


0 uv 
0 0 
0 0 
0 ty) 
0 Q 
7) 0 
0 1) 
0 0 
0 0 
0 0 
0 0 
uv 0 


FISCAL YEAR 


1QTR 


2QTR 


1626 


1983 
3UTR 


2803 


4Q0TR 


2021 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54422H 19TR 2QTR SOTR 4QTR 19TR 2yTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 0 0 ) 1) i) rt) i) 
SENIOR PRINCIPAL C 0 0 0 W) 0 0 0 0 
PRINCIPAL STAFF MEMBER rt) i) 0 0 0 1) 0 0 
SENIOk STAFF MEMBER 1) 0 0 0 0 ) rt) 0 
STAFF MEMBER 0 0 0 ) 0 1) 0 0 
ASSOCe STAFF MEMBER 1) 1) 0 0 1) 0 0 1) 
ASSTe SUAFF MEMBER 1) fT) 0 0 0 0 0 ) 
SECURITY OFFICER ) 1) 0 0 0 0 rt) 0 
DRAFTSMAN ft) 0 0 0 0 ft) 1) ‘t) 
SECRETARY ft) 0 0 0 0 0 f(t) tt) 
TOTAL 0 0 o 0 0 0 0 0 

TOTAL CWBS 54422H 
MANHOURS 693 0 rt) 0 i) 0 0 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 544228 1yTR 2UTR 3QOTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0: 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER Q rh) a) Q Q 
ASSOUC « STAFF MEMBER 0 0 0 0 0 
ASST «+ STAFF MEMBER it) i) 0 0 0 
SECUKITY OFFICER vy) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL ?) 0 0 0 0 

TOTAL CWBS 54422H 
MANHOURS 0 0 0 0 7143 
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CWBS 54423H 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
3UTR 4UTR 1QTR 2UTR 3UTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 v 0 0 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 U 0 Vy] 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 0 
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4UTR 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 544234 1UTR 2UTR 3UTR 4UTR LuZR 2QTR JUTR 
MANHOURS 

SKILL LEVEL A 0 0 O 0 0 0 0 
SKILL LEVEL 8B 748 242 0 O 0 0 0 
SKILL LEVEL C 1192 1225 0 - 0 0 Uv 0 
SKILL LEVEL D 1053 1222 0 0 | 0 O 0 
SAILL LEVEL E 0 0 0 0 0 0 0 
TO01 AL 2993 2689 0 0 0 0 0 
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407R 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1958 

CWBS 54423H 1QTR 2yIR 3QTR 4QTR TOTAL 
M ANHOURS STAT 

SKILL LEVEL A ) 0 0 0 1) 
SKILL LEVEL B rt) 0 0 0 1154 
SKILL LEVEL C o ri) u r) 2580 
SKILL LEVEL D 0 0 0 0 2439 
SKILL LEVEL E v 0 0 rt) 0 
TOTAL rt) 0 0 rT) 6173 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 34423H 3QTR §=4UTR  1YTR  29TR 3YTR  4YTR 
MANHOURS . STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOK PKINCIPAL C _ 0 0 0 0 U 0 
PRINCIPAL SE AFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 v 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 
SECURI1Y OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 
TUTAL CWBS 54423H 
MANHOURS 0 0 0 0 0 491 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
“ChHBS 54423H 19TR 2uTR 3uUTR 4QTR. 1QTR 2QTR 3uTR 4uTR 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 1) 0 0 0 f) 0 1) 
SENIOR PRINCIPAL C 0 0 0 0 1) U 0 1) 
PRINCIPAL STAFF MEMBER 0 0 ) ) 0 0 0 0 
SENIOR STAFF MEMBER ff) 0 0 1) 0 0 1) tt) 
STAFF MEMBER 1) ff) rt) 0 0 0 0 1) 
ASSOC+ STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 1) ) 0 0 (t) 0 0 1) 
SECURITY OFFICER 0 1) 0 0 0 0 0 0 
DRAFTSMAN 0) ff) 0 0 O- i) 0 0 
SECRETARY 0 0 ) 0 0 0 0 0 
TOTAL ) 0 0 0 0 0 0 1) 
TUTAL CWBS 54423H 
MANHOURS 2993 2689 0 1) 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 
FISCAL YEAR 
1988 
CWBS 54423H 1UTR) =-2YTR) = =s-3YTK) =e 4QTR- TOTAL 
MANHOURS 

SENIOR PRINCIPAL B v 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 1) 0 
SENIOR S£AFF MEMBER 0 0 0 1) 0 
STAFF MEMBER 0 0 0 0 ry 
ASSOC. STAFF MEMBER uv 0 0 0 0 
ASST s STAFF MEMBER 0 0 0 0 1) 
SECURITY OFFICER 0 0 0 1) 1) 
DRAFTSMAN 0 0 0 0 0 
SECRETARY Oo) 1) ty 1) 0 
TOTAL 0 ) 0 0 ) 

TOTAL CWBS 54423H 
MANHOURS 0 0 0 0 6173 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424H 10TR 2QTR 3Q7TR 4yTR 1Q9TR 2QTR 3QTR 4QTR 
MANHOURS STAT 
SKILL LEVEL A 0 0 ) 0 0 0 ) 0 
SKILL LEVEL B 0 0 440 0 0 0 0 0 
SKILL LEVEL C 0 0 438 448 493 441 308 125 
SKILL LEVEL D : 0 0 440 448 493 0 0 0 
SKILL LEVEL E 0 0 v 0 0 0 0 0 
TOTAL 0 0 1318 896 986 441 308 125 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54424H AUTR rasa 40TR TOTAL 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 uv 0 0 440 
SKILL LEVEL C 0 0 0 0 2253 
SKILL LEVEL D 0 0  o 0 1381 
SKILL LEVEL E v 0 0 0 1) 

TOTAL v 0 0 0 4074 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424H 1Q0TR 20TR 3QTR 4QTR 1QTR 2QTR 3YTR  4yTP 
4 ANHOURS STAT 
SENIOK PRINCIPAL B tr) 0 0 0 0 1) 0 0 
SENIOR PRINCIPAL C 1) 0 0 0 1) 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 1) 1) 1) 0 
SENIOR STAFF MEMBER 0 7) 0 0 0 0 0 1) 
STAFF MEMBER 0 0 0 oO 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 i) 0 1) 1) 1) 0 
ASSTs STAFF MEMBER 0 0 v 0 0 0 0 0 
SECURITY OFFICER 1) 0 o- 0 ) 1) Oo 1) 
DRAFTSMAN 0 7) 0 0 0 7) 0 1) 
SECRETARY 0 i) 0 0 0 0 0 1) 
TOTAL o 0 0 1) 1) 1) 0 0 
TOTAL CWBS 54424H 

MANHOURS 1) 0 1318 896 986 441 308 125 
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EXHIBIT 6 
MANHUURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54424H 1QTR 20TR 3QTR 40TR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B iW) 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF VEMBER 8) V Q G o 
ASSOC « STAFF MEMBER i) 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 . 0 0 0 0 
DRAFT SHAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 Q 0 0 
TOTAL CWBS 54424H ; 
MANHOURS ie) 0 0 0 4074 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54425H LOTR Sone suEk 40TR 1QTR 
MANHOURS 

SAILL LEVEL A 0 0 0 0 ) 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C 0 0 0 O 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 i) 0 
TOTAL 0 0 0 0 0 
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1985 
2QOTR 3OTR 40TR 
STAT 

0 0 0 

80 32 0 
158 66 0 
237 65 0 
0 0 0 
475 163 0 
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CWBS 54425H 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3Q7R 4QTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILi LEVEL B u 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D v 0 o 0 
SKILL LEVEL E u v 0 0 

TOTAL 0 0 “0 0 
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TOTAL 
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EXHIBIT 6 
MANHOURKS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 54425H 1QTR 2UTR JOTR 4U7R 1UTR 2QTR 3QTR 4UTR 
MANHOURS 
SENIOK PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 it) 0 0 O 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 O 0 
ASSOCe STAFF MEMBER 0 O 0 0 0 0 
ASSTe« STAFF MEMBER 0 0) 0 0 0 0 
SECURITY OFFICER 0 ] 0 0 0 C0] 
DRAFTSMAN 0 VU 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 
ZTUTAL CWBS 354425H 

MANHOURS 0 0 0 0 0 475 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWHS 54425H 40TK 2Q7R  3yTR 4uTR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B rf) 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 7) 0 
PRINCIPAL STAFF MEMBER 1) 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 oO 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC e STAFF MEMBER 0 0 0 ry 0 
ASSTe STAFF MEMBER 0 U 0 1) 0 
SECURITY OFFICER 0 0 0 0 1) 
DRAF1 SMAN 0 i) 0 i) 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 
TOTAL CWBS 54425H 
MANHOURS 0 0 0 0 638 
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EXHIBIT 6 


1982 
CWBS 544221 3UTR 40TR 
MANHOURS 

SKILL LEVEL A 0 0 
SKILL LEVEL 8B 0 0 
SKILL LEVEL C 0 0 
SKILL LEVEL D #) 0 
SKILL LEVEL E 0 0 
TOTAL 0 0 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


1QTR 


FISCAL YEAR 


2UTR 


2932 


1983 


3UTR 
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40TR 


451 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VUARTERS 


FISCAL YEAR 
1888 
CWBS 544221 2UTR 3QOTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL B 0 0 0 0 3268 i 
SKILL LEVEL C 0 U 0 0 3468 
SKILL LEVEL D 0 0 0 0 175 
SKILL LEVEL E UV 0 0 0 0 
TOTAL 0 0 0 0 6911 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-838 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 544221 3uTR 4QTR 1ygTR 2QTR 3QTR 4QTR 
| MaNHours STAT 

SENIOR PRINCIPAL B 0 ) ) rf) 0 1) 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 4) 0 o- 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER ff) | 0 1) ) 0 0 
ASSOC se STAFF MEMBER 1) 0 0 1) 0 0 
ASSTe STAFF MEMBER 0 i) 0 ) 0 1) 
SECURITY OFFICER 0 an!) 0 0 0 0 
DRAFT SHAN ) rt) 0 ft) 0 0 
SECRETARY | 1) 0 0 i) 1) 0 
TOTAL tf) i) 0 0 0 0 

TOTAL CWBS 544221 
MANHOURS 0 1) 0 2932 £3528 451 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 544221 1QTR 2UTR 3uTR 40TR TOTAL 
_— MANHoURS STAT 

SENIOR PRINCIPAL B ) 0 tt) ) 0 
SENIOR PRINCIPAL C W) ) tt) 0 0 
PRINCIPAL STAFF MEMBER ¥) 0 it) 0 tf) 
SENIOR STAFF MEMBER U 1) ) ft) 1) 
STAFF MEMBER 0 1) ma) ) 0 
ASSOCe STAFF MEMBER 7) 0 1) 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER rt) 1) 1) 0 0 
DRAFT SAN 1) ) ) i) 0 
SECRETARY ) v 1) t) 0 
TOTAL ft) i) 0 0 (1) 

TOTAL CWBS 544221 
MANH OURS 0 1) 1) Oo 6911 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 544231 3 UTR 4QTR 1UTR 2QTR 3UTR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 | 0 0 0 

TOTAL 0 0 0 0 0 
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4UTR 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
- BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544231 1VTR 2UTR 3Q7R 4UTR 1Q0TR 2UTR JOTR 4VUTR 
rd | STAT 
MANHOURS 

SKILi LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 565 207 0 0 0 0 0 0 
SKILL LEVEL C1131 414 0 0 0 0 0 0 
SKILL LEVEL D 4132 413 uv 0 0 0 0 0 
SKILL LEVEL E 0 0 CY) 0 0 0 0 0 
TOTAL 2828 1034 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 


CWBS 544231 1QTR 2QTR 3UTR 4Q0TR 
MANHOURS 

SKIL LEVEL A 0 0 0 0 
SKILL LEVEL B O 0 0 0 
SKILL LEVEL C 0 0 O 0 
SKILL LEVEL D Vv] 0 0 0 
SKILL LEVEL E 0 Uv 0 0 

TOTAL OQ 0 tt] 0 


TOTAL 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54424I 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


STAFF MEMBER 


ASSOCe STAFF MEMBER 


ASSTs« STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 544231 
MANHOURS 


1982 
S3OTR 40TR 


0 0 
0 0 
0 0 
0 0 
a Qa 
0 0 
oO 0 
rv) 0 
0 0 
0 0 
0 0 
O 0 


FISCAL YEAR 


1UTR 


2uUTR 


1983 
3UTR 


4UTR 


1747 
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PAGE 823 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY &2-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544231 1QTR 2yTR 3QTR 4yTR 1Q9TR 2QTR 3yTR 4QTR 
MANHOURS | STAT 

SENIOR PRINCIPAL B 1) tt) 0 0 0 0 0 0 
SENIOR PRINCIPAL C tt) 1) 0 0 0 tt) 0 1) 
PRINCIPAL STAFF MEMBER 0 o 1) 1) 0 1) ) 1) 
SENIOK STAFF MEMBER 1) 0 a!) 1) 0 0 0 0 
STAFF MEMBER 0 ) 1) 0 0 1) i) tt) 
ASSOUse STAFF MEMBER 0 ft) 0 1) 0 ) 1) 0 
ASST. STAFF MEMBER 0 0 1) 1) 0 tt) 0 0 
SECURITY OFFICER 1) U 7) 0 1) 0 tt) rt) 
DRAFTSMAN 0 1) 1) 0 0 i) 0 1) 
SECRETARY 0 1) 0 0 0 ) 0 0 
TOTAL 1) 0 o 1) 0 0 0 1) 

TOTAL CWBS 544231 
MANHOURS 2828 1034 ) 0 0 ) tt) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 544231 

| MaNHOURS 
SENIOR PRINCIPAL B 
SENIOK PRINCIPAL C 
PRINCIPAL STAFF MEMBER 


SENIOW STAFF MEMBER 


ASSOC « STAFF MEMBER 
ASST e STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
ZOTAL CWBS 5442J3I 
MANHOURS 


1yUTR 


FISCAL YEAR 


2uUTR 


1988 
3YUTR 


4UTR 


TOTAL 


5609 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WYUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544247 1UTR 2UTR 3QTR 4UTR 1QTR 2QTR 3UTR 40TR 
MANHOURS STAT 

SAILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL 8B 0 94 82 0 0 0 0 0 
SKILL LEVEL C 0 190 484 448 493 284 156 125 
SKILL LEVEL D 0 189 485 125 0 0 ‘0 0 
SKILL LEVEL E cf) 0 0 0 0 0 0 0 
TOTAL 0 473 1051 573 493 284 156 125 
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CWBS 544241 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 


FISCAL YEAR 
1988 
1yTR 2Q0TR 3OTR 4UTR 


M ANHOURS 
SKILL LEVEL A Oo 1) 0 ft) 
SKILL LEVEL B 1) 0 1) 1) 
SKILL LEVEL C 1) 0 1) tt) 
SKILL LEVEL D 1) 1) U tt) 
SKILL LEVEL E 1) ou 1) 1) 

TOTAL i) 0 1) 0 


TOTAL 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5442417 1Q7R 207K 30TR 4Q0TR 1QTR 2UTR 3UTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B #) 0 0 0 (0) 0 O 0 
SEN1LOK PRINCIPAL C 0 0 O 0 vy] 0 O 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 ry 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 ©0O 0 0 
STAPF MEMBER rt) 0 0 0 0 0 rt) 0 
ASSOCe STAFF MEMBER 0 O O 0 0 0 0 0 
ASST e« STAFF MEMBER 0) 0 0 0 OQ 0 0 0 
SECURITY OFFICER 0 0 0 0 0 ry 0 0 
DRAFTSMAN 0 0 0 oO 0 0 0 0 
SECRETARY rn v 0 0 0 0 0 0 
TOTAL ry 0 o 0 0 0 0 0 

TOVAL CWBS 544241 
MANHOURS ry 473. 1051 573 493 284 156 125 
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EXHIBIT 6 
MANHOUKS BY SKILit LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 544241 2Q0TR 3UTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF KUEMBER 


STAFF MEMBER 0 0 +f] 1] G 
ASSOC « STAFF MEMBER 0 v0 0 0 0 
ASST e« STAFF MEMBER U 0 0 0 0 
SECURITY OFFICER 0 0 ) 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 ) 0 0 
TOTAL 0 0 0 0 0 


TOTAL CWBS 544241 
MANHOURS 0 0 0 0 3155 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


1984 
CWBHS 544251 1QTR 2QTR 3OTR 
MANHOURS 

SKILL LEVEL A 0 0 0 
SAILL LEVEL B 0 0 0 
SKILL LEVEL C 0 0 0 
SKILL LEVEL D 0 0 0 
SKILL LEVEL E 0 0 0 

TOTAL 0 0 0 


FISCAL YEAR 


4UTR 


1QTR 


138 
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1985 
2UTR 3QTR 4UTR 
STAT 

0 0 0 

28 60 0 
56 119 0 
57 121 0 

0 0 0 
141 300 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 544251 1QTR 2uUTR 3QTR 40TR TOTAL 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 173 
SKILL LEVEL C 0 1H) 0 0 346 
SKILL LEVEL D 0 0 0 0 351 
SKILL LEVEL E 0 O 0 0 0 
TOTAL 0 Oo. |. 0 0 870 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 544251 14UTR 2QTR 3QTR 4QTR 1QTR 2y~TR 3QTR 4yTR 
MANHOURS STAT 

SENLOR PRINCIPAL B 0 0 oO 1) 0 1) 0 1) 
SENIOK PRINCIPAL C 1) 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 oO 0 0 0 1) 0 0 
SENIOR STAFF MEMBER 1) 7) 0 0 0 ) 0 0 
STAFF MEMBER 0 0 0 ) 0 0 1) 1) 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 ) 
ASST*« STAFF MEMBER 7) uv 0 ) 0 1) 0 ry) 
SECURI21Y OFFICER 1) ) 0 0 0 ) 0 1) 
DRAFTSMAN 0 0 0 0 0 0 oO 0 
- SECKETARY 0 0 0 0 0 0 0 0 
TOTAL 1) 0 0 ) oO ) 0 0 

ZOTAL CWBS 544251 
MANHOURS 1) uv 0 291 138 141 300 0 
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CWBS 544251 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3QTR 4Q7R 


MANHOURS 
SENIOR PRINCIPAL B 0 0 0 0 
SENIOX PRINCIPAL Cc 0 0 i) 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 () 
STAFF WEMBER G ¢ o 8 
ASSOC e STAFF MEMBER 0 v 0 a 
ASSTe STAFF MEMBER 0 0 0 0 
SECURITY OFFICER 0 0 0 0 
DRAF1 SMAN 0 0 0 0 
SECRETARY 0 0 O 0 


TOTAL OQ 0 0 0 


TOTAL CWBS 544251 


MANHOURS 0 0 0 0 


TOTAL 


370 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


1982 
CWBS 54422J/ SUTR 4yTR 
MANHOURS 

SKILL LEVEL A 0 0 
SKILL LEVEL B 0 0 
SKILt LEVEL C 0 0 
SKILL LEVEL D 0 0 
SKILL LEVEL E 0 0 

TOTAL 0 0 
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1UTR 


FISCAL YEAR 
1983 


2yUTR 


3OTR 


1333 


40TR 


482 
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STAT 
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CWBS 394422Jd 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2uTR 3OTR 40TR 


MANHOURS 
SAKAILL LEVEL A 0 0 ) 0 
SKILL LEVEL B O 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 Vv 
TOTAL 0 0 0 0 
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TOTAL 


2148 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422 3eTR 4y¥TR. IyTR 2QTR 3QTR 4yTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 o 0 Tt) 0 0 
SENIOR PRINCIPAL C 0 ) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 rt) rt) 0 tt) 0 
SENIOR STAFF MEMBER f) 0 0 i) 0 0 
STAFF MEMBER 0 ) 0 0 0 0 
ASSOC. STAFF MEMBER 0 1) 0 0 1) 0 
ASST es STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 ) i) ) fy) 
DRAFTSMAN rt) ) o oO ) 0 
SECKETARY 1) 0 rf) 1) 0 0 
TOTAL 0 0 0 ) 1) 0 

ZOTAL CWBS 54422 
MANHOURS 0 ) 1) 333 1333 482 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422 1Q0TR 2QTR 3QTR 40TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF WEMBER 9 Q 9 Qo Qo 
ASSOC + STAFF MEMBER 0 0 0 0 0 
ASSTe« STAFF MEMBER U 0 0 0 0 
SECURITY OFFICER iv) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL r¥) 0 0 0 i) 

TOTAL CWBS 54422 


MANHOURS 0 0 0 0. 2148 
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EXHIBIT 6. 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 544237 1Q07TR 2UTR 3QTR 4UTR 1QTR 2UTR 3QTR 4Q0TR 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 O 0 0 
SKILL LEVEL 8 0 0 0 0 0 0 0 0 
SaibLi LEVEL C 0 0 438 1193 0 0 0 0 
SKILL LEVEL D 0 O 440 113 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 0 0 878 226 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54423J7 2QTR 3UTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL B 0 0 f) 0 0 
SKILL LEVEL C 0 0 0 0 551 
SKILL LEVEL D 0 0 0 tt) §53 
SKILL LEVEL E 0 0 0 0 0 

TOTAL 0 0 0 0 1104 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChHBS 544237 1Q97TR 2UTR 3UTR 4UTR 1UTR 2UTR 3UTR 40TR 
MANHOURS STAT 

SENT OK PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 .] 0 0 0 0 
ASSOCe STAFF MEMBER 0 cf] 0 i) O 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 vy) 
SECURITY OFFICER 0 0 1 8) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54423J 
MANHOURS 0 0 878 226 0 0 0 i) 
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EXHIBIT 6 : 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 32-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54423J 207R 3QTR 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOnk PRINCIPAL C 
PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASST « STAFF MEMBER U 0 0 0 0 
SECURITY OFFICER 0 0 0 O 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 

TOTAL O 0 0 1) 0 


TOTAL CWBS 54423J 
MANHOURS 1) 0 0 0 1104 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54424J 1UTR Sede aha 4QTR  1UTR 
__ ManHours 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C 0 0 0 323 493 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E rT) 0 0 0 0 
TOTAL 0 0 0 323 493 
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1985 
2UTR 3OTR 40TR 
STAT 

0 0 0 

0 0 0 
284 156 125 
0 U 0 

0 O 0 
284 156 125 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yUARTERS 


FISCAL YEAR 
1988 
CWBS 394424/J 2UTR 3UTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL C 0 0 U 0 1381 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E Uv 0 0 0 0 

TOTAL 1) Uv 0 0 1381 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY %2-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424 19TR §=©2Q0TR 3QTR 4QTR 1Q0TR 2Q0TR 3QTR 4LTR 
MANHOUKS STAT 
SENIOK PRINCIPAL B 1) ff) 1) 0 0 1) tt) 0 
SENIOR PRINCIPAL C 0 0 0 0 1) 0 0 0 
PRINCIPAL STAKF MEMBER 1) 0 0 0 0 7) tt) tt) 
SENIOR STAFF MEMBER 0 1) 1) 1) 0 i) 0 1) 
STAFF MEMBER 0 ) 1) 1) 0 0 1) 1) 
ASSOC. STAFF MEMBER 1) 1) 0 1) 0 0 0 0 
ASSTs STAFF MEMBER 1) 0 ) ) 0 0 0 1) 
SECURITY OFFICER - 0 0 0 1) 0 | 0 1) tt) 
DRAFTSMAN 1) 0 4) 0 Oo 0 1) 0 
SECRETARY ) 0 0 0 1) tt) 1) 1) 
TOTAL tt) rf) 1) 1) 0 tt) ) ) 
ZOVAL CWBS 54424J 

MANHOURS 0 0 0 323 493 284 156 125 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54424 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC e« STAFF MEMBER 
ASST + STAFF MEMBER 


SECURITY OFFICER 


DRAFT? SM AN 
SECRETARY 
TOTAL 
TOTAL CWBS 54424 
MANHOURS 


FISCAL YEAR 
1988 
1yUTR Z2QOTR 3OTR 


0 0 0 
0 0 0 
0 0 0 
0 0 0 
Q Q 0 
0 0 ry) 
0 0 0 
0 0 0 
O 0 0 
0 0 tt) 
0 0 0 
0 0 0 


4Q07TR 


© 


i) 


TOTAL 


[=>] 


t=) 


1381 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 wWUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422K 3QTR 40TR 1uTR 2QTR 3UTR 4UTR 
MANHOURS STAT 
SKILL LEVEL A 0 0 0 0 0 0 
SKILL LEVEL B 0 0 rv) 109 0 567 
SKILL LEVEL C 0 0 0 141 0 615 
SKILL LEVEL D 0 0 0 0 0 96 
SKILL LEVEL E v 0 0 0 0 0 
TOTAL 0 0 0 250 0 1278 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yUARTERS 


FISCAL YEAR 
1984 
CWBS 54422K 1UTR 2JTR 3OTR 40TR 1QTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL 8B 276 0 0 0 0 
SAILL LEVEL C 277 0 0 1) 0 
SKILL LEVEL D i) 0 0 0 0 
SKILL LEVEL E 0 0 t 0 0 

TOTAL 553 v0 0 0 0 


PAGE 846 


1985 
2UTR IYTR 


0 0 0 
0 0 0 
0 0 0 
0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422K 1QTR 2UTR 3UTR 407R TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 0) 0 0 0 
SKILL LEVEL B U Oo O 0 952 
SKILL LEVEL C 0 0 0 0 1033 
SKILL LEVEL D 0 0 0 0 96 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 2081 
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MANHOURS BY SKILL LEVEL 


EXHIBIT 6 


BY CWBS BY FY 82-88 YUARTERS 


CWBS 54422K 


MANHOURS 


SENIOK PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOC «e STAFF MEMBER 


ASST. STAFF MEMBER 


SECURIZY OFFICER 


DRAFT SHAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54422K 
MANHOURS 


3QTR 


1982 
4UTR 


FISCAL YEAR 


1yuTR 


oO 


o 


2QTR 


© 


S 


250 


1983 
3UTR 


i) 


i=) 


40TR 


© 


f=) 


1278 
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EXHIBIT 6 
MANHOURS BY SKILL LSVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54422K 1uTR 2UTR 3UTR 4Q07R 1QTR 2UTR 3QOTR 4UTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENZOR STAFF MEMBER 0 0 0 0 0 0 it 0 
STAPF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 it) - 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 O 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 O v) 0 

ZOTAL ChBS 54422K 
MANHOURS 553 0 0 i) Q v 0 0 
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EXHIBIT 6 
MANHOURS BY SKiLL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54422K 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOk STAFF MEMBER 


ASSOC e STAFF MEMBER 


ASSTe STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54422K 
MANHOURS 


1QTR 


FISCAL YEAR 


20TR 


1988 
3OTR 


40TR 


TOTAL 


2081 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423K 4UTR 2Q7TR 30TR 4yTR 12TR 2yTR 3QTR 4QTR 
MANHOURS . STAT 

SKIL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 122 161. 204 0 0 0 0 0 
SAILL LEVEL C 244 322 407 0 0 0 0 0 
SAILL LEVEL D 243 323 405 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 609 806 1016 0 0 0 0 0 
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EXHIBIT 6 
MANHOVURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54423K 2QTR 3UTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL 


SAILL LEVEL C 0 O QO. . 0 973 
SKILL LEVEL D 0 0 0 0 971 
SKILL LEVEL E 0 iv) 0 0 0 

TOTAL 0 O 0 0 2431 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5442uK 1yTR) = =2yTR BOTR 4yTR 197R 2UTR 3YTR 4yTR 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 ) 1) 0 0 1) 0 4) 
SENIOR PRINCIPAL C 0 ) 0 1) 0 tt) 0 0 
PRINCIPAL STAFF MEMBER 0 1) *) 1) ) 0 0 0 
SENIOR STAFF MEMBER 7) ) 1) 1) 1) 0 1) 0 
STAFF MEMBER 0 vO ) 0 1) tt) 0 1) 
ASSOC. STAFF MEMBER 7) 1) 0 tt) 0 iW) 0 0 
ASSTe STAFF MEMBER 1) 1) 0 1) o - oO 0 0 
SECURITY OFFICER 1) ) 4) 1) 0 i) tt) 0 
DRAFTSMAN 1) v 1) 0 1) 1) 0 4) 
SECRETARY 1) 1) 0 0 0 Y) 0 0 
TOTAL 0 0 4) 1) 0 0 0 0 
ZOTAL CwBS 54423K 
MANHOURS 609 806 1016 0 0 0 1) ) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS $4423K 1QTR ur 4Q0TR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C Uv 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 e) 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF WEHBER G v OG 6 G 
ASSOC « STAFF MEMBER u 0 Qo Q 0 
ASSTe STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFT SMAN O° 0 0 0 0 
SECRETARY 0 iV 0 0 0 
TOTAL 0 Vy 0 0 0 

TOTAL CWBS 54423K 
MANHOURS 0 0 O 0 2431 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YWUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424K 1luTR 2QTR 3QTR 40TR LOTR 2QTR 3QTR 4UTR 
STAT 
MANHOURS 

SKILL LEVEL A 0 O 0 0 0 0 ) 0 
SKILL LEVEL B 0 0 0 64 67 31 66 0 
SKILL LEVEL C 0 0 0 242 135 63 133 0 
SKILL LEVEL D 0 0 0 243 135 63 133 0 
SKILL LEVEL E 0 0 0 O 0 0 0 0 


TOTAL 0 0 0 549 337 157 332 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 
FISCAL YEAR 

1988 

CWBS 54424kK 1QTR 2QTR 3QTR 40TR TOTAL 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B Vv O 0 it) 228 
SAZILL LEVEL C HF) 0 0 OQ 573 
SKILL LEVEL D 0 0 0 i) 574 
SKILL LEVEL E U 0 0 0 0 
TOTAL 0 0 0 0 1375 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424K 1yTR «= 2UTR)s BUTR Ss 4YTR © 19TR - 2VTR.—Ss- BETR = AQT 
MANHOURS STAT 

SEN1OK PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 ry 
PRINCIPAL STAFF MEMBER 0 v 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 U 0 0 0 0 0 
ASSOC+ STAFF MEMBER 0 v 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 0 
| SECUKATY OFFICER 0 0 0 0 0 -0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 U 0 0 0 0 0 0 

TOTAL CWBS 54424K 
MANHOURS 0 v 0 549 337 157 332 0 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54424k 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR S@AUF MEMBER 


ASSOC 2 STAFF MEMBER 


ASST « STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54424K 
MANHOURS 


1QOTR 


FISCAL YEAR 


2QUTR 


1988 
3UTR 


4UTR 


TOTAL 


1375 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54425K aQOTR 2yTR 3QTR 49TR 10TR 2yTK 3Q7R 4yUTR 
MANHOURS STAT 

SKILL LEVEL A 0 ry 0 0 0 rt) 0 0 
SKILL LEVEL B 0 o 0 0 27 50 27 0 
SKILL LEVEL C 0 i) 0 0 56 103 57 0 
SKILL LEVEL D 0 0 u 0 56 103 57 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 0 uo oO 0 139 256 141 0 
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EXHIBIT 6 


MANHOURS 
BY CWBS BY 


CWBS 54425K 1QTR 
“ ANHOURS 

SKILL LEVEL A 0 
SKILL LEVEL B 0 
SKILL LEVEL Cc 0 
SKILL LEVEL D 0 
SKILL LEVEL E 0 
TOTAL 0 
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BY SKILL LEVEL 
FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
2UTR JUTR 40TR 


0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
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TOTAL 
STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTEKS 
FISCAL YEAR 
1984 1985 
CWBS 54425k 1QTR 2UTR 3QTR 4yTR 1Q9TR 2yTR 3Q0TR 4yTR 
MANHOURS meal 

SENIOR PRINCIPAL B 0 0 ft) 1) ff) t) ) 0 
SENIOR PRINCIPAL C 0 0 ) 1) 0 0 1) 0 
PRINCIPAL STAFF MEMBER t) 1) 1) 0 t) oO ft) 0 
SENIOk STAFF MEMBER 0 7) 0 0 0 ) 0 0 
STAFF MEMBER 0 0 0 0 0 0 ft) 0 
ASSOC*« STAFF MEMBER rt) ) 0 ) ft) ) tt) 8) 
ASST s STAFF MEMBER 1) 0 rt) 0 f(t) fy) ft) 0 
SECUKIZY OFFICER 0 0 rT) ) 0 0 ft) 0 
DRAFTSMAN 0 ) 0 0 rt) 1) 1) 0 
SECKE1 ARY ft) 0 0 0 ft) 0 0 1) 
TOTAL 1) 0 oO 0 1) 0 0 1) 

1OTAL CWBS 54425k 
MANHOURS 0 0 1) 1) 139 256 141 rt) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54425K . 2UTR 3UTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOW PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSTe« STAFF MEMBER O 0 0 0 0 
SECURITY OFFICER . 0 0 0 0 0 
DRAF1 SMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 

TOTAL 0 0 0 0 0 


TOTAL CWBS 54425K 
'  MANHOURS 0 0 0 0 536 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422L JOQTR 4Q0TR 1QTR 2QTR 3QTR 40TR 
STAT 
MANHOURS 
OFFICER 0 0 0 0 0 0 
PRINCIPAL O 0 0 uv 0 0 
SRe ASSOCIATE 0 0 0 0 201 100 
ASSOCIATE 0 0 0 0 1644 822 
SRe CONSULT 0 0 0 0 177 389 
CONSULTANT 0 0 0 0 258 129 
SECs WORD PROCESSOR 0 0 0 0 0 0 
TECHNICAL ASST Uv 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DKAFTSMAN 0 0 0 0 0 0 
TOTAL 0 0 0 0 2880 1440 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAK 

1988 

CWBS 54422L 1QUTR 2UTR 3QTR 4Q07R TOTAL 
MANHOURS 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 301 
ASSOCAATE 0 0 0 0 2466 
SRe CONSULT 0 0 0 0 1166 
CONSULTANT 0 0 0 0 387 
SEC WOKD PROCESSOR 0 0 0 o 0 
TECHNICAL ASST « 0 0 0 0 0 
TECH EDi210K 0 0 0 0 0 
ENGs DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 4320 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


STAT 


& Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 & 


PAGE 865 
EXHIBIT 6 
_MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422L 3OTR 4yTR LUTR 20TR 3UTR 4gTR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 1) ty rt) 0 1) 0 
SENIOR PRINCIPAL C 0 8) 0 rt) 0 1) 
PRINCIPAL STAFF MEMBER 0 rt) 1) r) 0 rt) 
SENIOR STAFF MEMBER 0 0 rt) 0 1) 1) 
STAFF MEMBER rt) 0 1) rt) 0 0 
ASSOCe STAFF MEMBER 0 0 rt) 1) 0 0 
ASST se STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 rt) rf) 0 0 
DRAFTSMAN 0 0 0 0 rt) 0 
SECRETARY 0 0 0 i) 0 rt) 
TOTAL rt) 1) 9) 0 0 0 

TOTAL CWBS 54422L 
MANHOURS 0 ") 0 0 2880 1440 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWUS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54422L 1UTR een <a 40TR TOTAL 
~ | mannours 

SENIOR PRINCIPAL B 0 1) 0 7) 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOK STAFF MEMBER 0 0 0 rt) 0 
STAFF MEMBER Q Q ry 0 0 
ASSOC « STAFF MEMBER 0 ny ft) 1) 0 
ASST « STAFF MEMBER 0 0 0 7) 0 
SECURITY OFFICER 0 0 1) 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 1) 0 0 0 
TOTAL 0 0 0 1) 0 

TOTAL CWBS 54422L 
MANHOURS ) 0 0 0 4320 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54423L 3QTR 4Q0TR 1uTR 2QTR 3QTR 40TR 
STAT 
MANHOURS 

OFFICER 0 0 0 0 0 0 
PRINCIPAL O 0 0 0 0 0 
Ske ASSOCIATE 0 0 0 0 0 112 
ASSOCIATE 0 0 0 0 0 912 
SRe CONSULT Q 0 0 O 0 432 
CONSULTANT 0 0) 0 0 0 144 
SECs WORD PROCESSOR | 0 0 0 0 0 0 
TECHNICAL ASST e 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DRAFTSMAN O 0 0 0 0 0 
TOTAL 0 0 0 0 0 1600 
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EXHIBIT 6 ’ 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 5442J3L 1QUTR 2UTR 3OTR 4QTR 1QTR 2UTR S3UTR 4UTR 
MANHOURS 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0 
Ske ASSOCIATE 201 135 0 0 0 0 0 0 
ASSOCIATE 1641 1095 Q 8) Q a 0 0 
SRe CONSULT 780 520 0 0 0 0 0 0 
CONSULTANT 258 170 0 0 0 0 0 0 
SECe WORD PROCESSOR 0 U 0 0 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 0 0 0 0 
TECH EDI7iOR 0 Uv O 0 0 0 0 0 
ENGe DKAFTSMAN 0 0 0 | 0 0 0 0 0 
TOTAL 2880 1920 0 0 0 0 0 0 
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‘EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yYUARTERS 
FISCAL YEAR 
1988 
CWBS 54423L 1QTR = =2zyTR  3QTR 4QTR TOTAL 
MANHOURS . STAT 

OFFICER 0 tt) 0 1) i) 
PRINCIPAL vO 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 448 
ASSOCIATE 0 0 0 0 3648 
SRe CONSULT’ 0 1) i) 0 1732 
CONSULTANT 0 0 0 0 572 
SEC« WORD PROCESSOR 0 0 ) 0 ) 
TECHNICAL ASST. 0 1) 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN ) tt) 0 0 4) 
TOTAL 0 uv ) 0 6400 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54423L JYTR 4UTR 1yUTR 2QTR 3VTR 4)TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 

SENIOR PRINCIPAL C 0 O 0 0 0 0 

PRINCIPAL STAFF MEMBER U 8] 0 0 0 0 

SENIOR STAFF MEMBER O 0 0 O 0 0 

STAFF MEMBER 0 O rt) . QO Q Qa 

ASSOC « STAFF MEMBER OQ 0 0 0 0 0 | ; 
ASST « STAFF MEMBER 0 0 0 0 i) 0 

SECURITY OFFICER O 07 0 0 0 0 

DRAFTSMAN 0 0 0 0 0 0 

SECRETARY 0 0 0 i) 0 0 

TOTAL 0 0 (t) 0 0 0 
TOTAL CWBS 54423L 
MANHOURS 0 0 0 0 0 1600 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423L 1QTR 20TR 3uUTR 4QTR 1QTR 2uTR 3UTR 4UTR 
STAT 
MANHOURS 
SENIUR PRINCIPAL B rt) 0 1) 0 0) 0 rt) fy) 
SENIOK PRINCIPAL C 0 1) rt) rt) oO 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 oO rt) 0 rt) 0 
SENIOR STAFF MEMBER 0 0 O 0 0 0 0 0 
STAFF MEMBER 4) 1) 0 1) rt) 0 1) 0 
ASSOC. STAFF MEMBER 0 0 rt) rt) rt) 0 0 1) 
ASSTe STAFF MEMBER (9) 0 ft) 0 8) 0 0 0 
SECURITY OFFICER re) 0 1) ft) rt) 0 i) 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 O 0 0 0 0 O 0 
TOTAL CwBS 5442J3L 
MANHOURS 2880 1920 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WYUARTERS 


FISCAL YEAR 
1988 
CWBS 54423L : 2UTR 3UTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


ASSOCe STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 OU 0 

TOTAL 0 0 0 0 0 


TOTAL CWBS 54423L 
MANHOURS 0 0 0 0 6400 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


| 1982 1983 
CWwBS 54424L S3QTR 40TR 1QOTR 2QTR IUTR 40TR 
MANHOURS 
OFFICER 0 0 0 0 0 0 
PRINCIPAL 0 0 0 v 0 0 
SRe ASSOCIATE 0 0 0 O 0 24 
ASSOCIATE 0 0 0 0 0 184 
SRe CONSULT 0 0 0 0 0 38 
CONSULTANT 0 0 0 0 0 28 
SECe WORD PROCESSOR 0 ) 0 0 0 0 
TECHNICAL ASSTe 0 O 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 O 0 0 0 0 
TOTAL 0 0 0 0 0 324 
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STAT 
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CWBS 534424L 1QUTR 
MANHOURS 
OFFICER 0 
PRINCIPAL 0 
SRe ASSOCIATE 90 
ASSGCiATE 742 
Ske CONSULT 346 
CONSULTANT 112 
SECe WORD PROCESSOR 0 
TECHNICAL ASSTe 0 
TECH EDITOR 0 
ENGe DRAFTSMAN 0 


TOTAL 1290 


2QTR 


1450 


EXHIBIT 6 


1984 
3UTR 


330 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-38 QUARTERS 


FISCAL YEAR 


4UTR 


162 


1QTR 


324 


20TR 


1985 
3QOTR 
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STAT 
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PAGE 875 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 

FISCAL YEAR : 

1988 
CWBS 544241. 1UTR 2YTR 3YTR 4YTR TOTAL 

MANHOURS STAT 

OFFICER 0 ft) tt) 0 0 
PRINCIPAL 0 0 1) 1) 0 
Ske ASSOCIATE tt) 7) 1) rt) 272 
ASSOCIATE 0 1) o- 0 2230 
SRe CONSULT 1) ) i) 't) 1040 
CONSULT ANT 0 ) 0 0 338 
SEC*e WORD PROCESSOR v 0 0 tt) 0 
TECHNICAL ASST. 0 1) 0 ) 0 
TECH EDITOR ) 0 0 0 ) 
ENGese DRAFISMAN 0 1) 1) ) 0 
TOTAL 0 ) tt) 0 3880 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54424L 3uTR 4QTR  1yrR 2QTR 3Q7TR 4yTR 
| MANHOURS 
SENIOR PRINCIPAL B 0 0 0 0 0 1) 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 v 0 0 0 8] 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER Q v 0 C 0 0 
ASSOC. STAFF MEMBER O vy) 0 0 ct) 0 
ASST. STAFF MEMBER CV] Uv 0 0 9) 8] 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFT SKAN 0 O 0 0 0 0 
SECKETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 i) 0 
TOTAL CWBS 54424L 
MANHOURS O. i) Oo 0 0 324 
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PAGE 877 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424L 4yTR 20TR 3QTR 4QTR 1Q9TR 2Q9TR 3YTR 4yTR 
| STAT 
MANHOUKS 
SENIOk PRINCIPAL. B ry ) rf) 0 0 1) 1) 0 
SENIOR PRINCIPAL C 0 0 0 0 0 1) 0 0 
PRINCIPAL STAFF MEMBER 7) 0 1) 0 0 0 0 0 
SENIOR STAFF MEMBER 0 ) ) 0 0 0 1) 0 
STAFF MEMBER 0 0 0 1) 0 7) 7) 0 
ASSOCe STAFF MEMBER 1) 0 0 0 an!) 0 rt) 0 
ASSTe STAFF MEMBER 0 0 0 1) tt) 0 0 1) 
SECURITY OFFICER 0 0 0 1) rt) 0 0 0 
DRAFTSMAN 0 O- tr) rt) 0 0 1) 0 
SECRE1 ARY 0 0 0 0 0 7) 1) tt) 
TOTAL 1) 0 0 0 0 0 0 1) 
TOVAL CWBS 54424L 
MANHOURS 1290 1450 330 162 324 0 tt) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 382-88 QUARTERS 


FISCAL YEAR 


CWBS 54424L 19078 Bene sok 4Q0TR TOTAL 
MANHOURS 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 v 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF WEMBER Q Q 0 Q Q 
ASSOC - STAFF MEMBER 0 0 0 0 0 
ASSTe« STAFF MEMBER 0 VU Q 0 0 
SECUKITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 - 0 0 O 0 
TOTAL CWBS 54424L 
MANHOURS 0 0 0 0 3880 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 54425L 1QTR 2UTR IUTR 4QTR 1QTR 2UTR 3uTR 
MANHOURS 

OFFICER 0 0 0 0 0 0 0 
PRINCIPAL 0 0 o 0 0 0 0 
SRe ASSOCIATE . 0 0 O 0 30 0 0 
ASSOCIATE 0 o o 0 230 0 0 
SKe CONSULT 0 0 0 0 110 0 0 
CONSULTANT 0 0 0 0 40 0 0 
SECe WORD PROCESSOR 0 0 O 0 0 O 0 
TECHNICAL ASST 0 0 v 0 0 0 0 
TECH EDITOR 0 0 0 0 0 9] 0 
ENGe DRAFI'SMAN 0 0 O i] 0 0 0 
TOTAL 0 0 0 0 410 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 54425L 4QTK 2yUTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 1) 0 1) i) 0 
SRe ASSOCIATE 0 0 0 0 30 
ASSOCIATE 0 0 0 0 230 
SRe CONSULT 0 ry) fr) 0 110 
CONSULTANT 1) 0 ) t) 40 
SEC« WORD PROCESSOR 0 ) 0 fT) 0 
TECHNICAL ASST. 0 1) 1) 0 0 
TECH EDITOR 0 0 0 W 1) 
ENGs DRAFTSMAN U 0 0 0 0 
TOTAL 0 0 0 0 410 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54425L 10TR 2QTR 3QTR 4yTR 1yTR 20TR 3YTR 4gTR 
STAT 
MANHOUKS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER rt 0 ry 0 0 0 0 °° oO 
STAFF MEMBER rN 0 0 0 0 0 0 0 
ASSOCs STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTs STAFF MEMBER 0 0 0 0 0 0 0 0 
SECUKI1TY OFFICER 0 0 ry 0 0 0 0 0 
DKAFUSMAN 0 0 0 0 0 0 0 0 
SECRETARY ry 0 0 0 0 0 0 0 
TOTAL 0 0 oO 0 0 0 0 0 

TOTAL CWBS 54425L 
MANHOURS 0 0 0 0 410 0 0 ry 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54425L 2uUTR 3UTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENZOR PRINCIPAL C 


PRINCIPAL STAPF KEMBER 


SENIOR STAFF MEMBER 


ASST « STAFF MEMBER uv 0 ) 0 ; 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 .F] , 0 
SECRETARY O Uv 0 0 0 

TOTAL 0 O 0 0 0 


TOTAL CWBS 54425L 
iM ANHOURS 0 0 0 0 410 
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EXHIBIT 6 
MANHOUKS BY SKILL LEVEL 
BY CWBS BY FY &2-388 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 54422M 1QTR 2QTK 3QOTR 4UTR 1Q7R 2QTR 3UTR 4UTR 
MANHOURS STAT 
OFFICER 0 ry 0 0 0 0 0 0 
PRINCIPAL O 0 0 0 0 if] 0) 0 
SRe ASSOCIATE 0 0 0 0 22 0 0 3g 
ASSOCIATE 7) 0 0 7) 183 0 0 276 
SRe CONSULT ~ 0 0 0 oO 86 0 0 129 
CONSULYANT 0 0 0 0 29 O 0 42 
SECs WORD PROCESSOR 0 0 ) 0 0 0 7) 0 
TECHNICAL ASST. 0 0 0 0 0 0 0 0 
TECH EDITOR ny o 0 0 0 0 1) 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 0 
TOTAL a) 0 0 0 320 0 0 480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54422M 1Q7R Sabie. ue 4QTR TOTAL 
MANHOURS 
OFFICER O 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 55 
ASSOGCZATE Q W o Q 459 
SR-e CONSULT 0 0 0 0 215 
CONSULT ANT 0 0 ft) 0 71 
SECe WORD PROCESSOR U 0 0 0 0 
TECHNICAL ASST e 0 ) 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 


TOTAL 0 0 0 0 800 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 54422M JQTR 40TR 1yuTR 2QTR 3uTR 4UTR 


[| MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGKAM ANALe 
COMPUTER PROGRAMMER 
ASSOC « PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCI-« 
HUMAN/FACTORS SPECe 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPEC. 
S¥Se ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PkOJe OPERATIONS -CF 
COMPe PROGe ANALe -CF 
ENGINEER ~CF 
ENGINEER TECHhe ~CF 
TOTAL 


© 
& 


eesooceccocoooocoococoaoocoqgaooc 
eececcoocooococooocoocoococo 
ecoeececooocoeooeooeoooeooocooooc coo 
©®eoocococecoocoooeoecooceooocwocoo 


soocooocoooececoocoooc°o$c 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1984 1985 
CWBS 54422K 1uTR 2UTR 3UTR 4uTR 1QGTR 2Q0TR 3UTR 4UTR 


MANHOURS 


PROJECT OPERATIONS 7SRe 
PKOJECZT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe« 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 


ENGINEER TECHNICIAN 


HUMAN/FACZTORS SCIe SRe 

HUMAN/ FACTORS SCIe 

HUMAN/FACTORS SPECe 

PROJe MGMTe SRe STAFF 

TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SYSe ANAiLe SENIOR 

SYSe« ANALYST 

SECRETARY SUPPORi 

PROJe OPERATIONS -CF 

COMP. PRUGe ANALe —-CF 

ENGINEER -~CF 

ENGINEER 1ECHe —-CF 
TOTAL 


ooo 


m & bd 
gm & 
am bh 


coococooocooos 

cocecoeoeccooecoocecoooooeesccse 
coco oO OOOO OC OCOD OoOoO OS OOOOO 
cooccooeooeoosceoosoooScoooooS 
cococoocooecscoocoecoceoscoooe 
cocoocooceeoeoooooeccooooos 
cocoooooocoooooeo oOo OoOoOCOOoOSCS 
ocooecoocecocoosooeceooeoo° 


mooooceo 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54422mu 1uUTR 2Q7R 3QTR 4Q0TR TOTAL 


STAT 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMTe SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SY¥Se ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGse ANALe —-CF 
ENGINEER —CF 
ENGINEER TECHe —-CF 
TOTAL 


& 
i) 
oi 
fon) 


eocecoscoocecoceccoocoooqooodce 
eoocooocececeoocoooooacococo 
ecooocoeeccecoocococoooococococe 
eoeeceocococoecoceococoooocoocoeocoe 


Booococcoceoceoccooecoo 


1182 


ees |\OTOVEK For Release 2007/09/04 : CIA-RDP84T00037RO000300040001-4 


Ree 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE 888 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422 3QTR 4yTR 1yTR 2QTR 3QTR 4QTR 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 i) 0 0 0 0 
SENIOR PRINCIPAL C 0 i) 0 0 0 0 
PRINCIPAL STAFF MEMBER ) 0 0 1) oO 0 
SENIOR STAFF MEMBER 0 tt) 0 i) 0 0 
STAFF WEMBER 0 0 0 Q Q 0 
ASSOC» STAFF MEMBER 0 ) 0 i) 0 0 
ASST« STAFF MEMBER 0 v 0 0 0 0 
SECURITY OFFICER ) 0 tt) i) 0 0 
DRAFTSMAN 0 0 ) 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 
TOTAL CWBS 54422M 

MANHOURS 0 0 0 933 5912 4277 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54422M LOTR 2QTR JQOTR 4Q07R 1UTR 2QTR 3QTR 4QTR 
STAT 
MANHOURS 

SENIOk PRINCIPAL 8 ) 0 0 0 0 0 0 v) 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER ) 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 4] 0 0 0 0 0 0 0 
ASSTe« STAFF MEMBER tv) 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOVAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54422M 
MANHOURS 701 O 0 0 320 0 0 480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54422 LOTR aa r 4Q0TR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 14) 
SENIOR PRINCIPAL C 0 : U 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF WEMBER G o o o o 
ASSOCs STAFF MEMBER a 0 0 0 0 
ASST e« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 , 0 0 0 
DRAFL SM AN 0 Uv tt) 0 0 
SECRETARY 0 ) 0 0 0 
| TOTAL 0 0 0 0 0 

TOTAL CWBS 54422M 
MANHOURS 0 0 0 0 12623 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 


CWBS 54423M 3QTR 40TR 1uUTR 2UTR 3UTR 4UTR 


MANHOURS 


PKOJECT OPERAIIONS,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTIORS SPECe 
PkOJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PkOJe OPERATIONS —-CF 
COMP. PROGe ANALe ~CF 
ENGINEER —-CF 
ENGINEER TECH. ~CF 
TOTAL 


eceooooecocococecoococcoce 
cooececoooocooocooe¢ocecocees 
ecoocoocooecooceocecoooococoaoosc 
eccooceococeceocoocoocooce 
eccocoocoecocecseocooococoocooce 
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STAT 
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EXHIBIT 6 
MANHOURS BY SAILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
CWBS 54425M 1yTR 2UTR 3UTR 4UTR 1QTR 2QTR 3UTR 4LTR 


== MANHOURS 


PROJECT OPERATIONS «SRe 0 
PROJECT OPERATIONS 0 
OPEKATIONS SUPPORT 0 
COMPUTER SYSTEMS SPEC. 701 700 
COMPUIER PROGRAM ANALe 4044 2334 
COMPUTER PROGRAMMER 4045 2333 
ASSOCe PROGRAMMER 0 
ENGINEER, SENIOR 0 
ENGINEER 0 
ENGINEER ASSOCIATE 0 
ENGINEER TECHNICIAN 0 
HUMAN/FACTORS SCie SRe 0 
HUMAN/FACTORS SCi-e 0 
0 
0 
0 
0 


eocoocoooo 


HUMAN/FACTORS SPECe 
PkKOJe MGM1Te Ske STAFF 
VECHe SUPVe STAFF 
SYSe ANALe SPECe 
SYSe ANALe SENIOR 0 
SYSe ANALYST 0 
SECRETARY SUPPORT 0 
PkOdJe OPERATIUNS ~CF 0 
COMP. PROGe ANALe -CF Q 
ENGINEER ~CF 0 
ENGINEER TECHe -CF 0 
TOTAL &790 


Ne ge Oeste aeeE Se eae oe 
ooocoooocooooooocooooceccoce.:s 
coococo oo oo ocoeooposcoooSCSCS 
cocoocoooccococeooesococoocos 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54423M 1Q7TR 2uTR 3QTR 40TR TOTAL 


STAT 


MANHOURS 


PkOJECT OPERATIONS ,SKe 
PROJECT OPERATIONS 
OPERAIIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOC*s PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCle SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPEC 6 
PROJe MGMT ese SRe STAFF 
TECH. SUPVse STAFF 
SYSe ANALs SPECe 
SYSs ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGs ANALe -CF 
ENGINEER -CF 
ENGINEER TECHe —CF 
TOTAL 


ce 
S 
N 
N 

“ 


eeceococeccoocooceococcccocec.se 
S€SCooveecceooocoooooocoocecceco 
eeceoeececoocoeocoecoococooocococeo 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54423M 3uTR 4QTR 1iyTR 2QTR 3LUTR 4yTR 
MANHOURS 

SENIOR PRINCIPAL B 0 ) 0 rt) ) 0 
SENIOR PRINCIPAL C 0 0 0 1) 0 1) 
PRINCIPAL STAFF MEMBER 0 1) 1) 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
SiAFF MEMBER ) o 2 Q 1) i) 
ASSOCs STAFF MEMBER 1) 0 1) 1) 0 ) 
ASST.« STAFF MEMBER ) tt) 0 0 1) 0 
SECURITY OFFICER i) 0 0 1) 0 0 
DRAFTSMAN 0 0 0 1) 1) ) 
SECRETARY ; 0 1) 0 0 1) 0 
TOTAL Oo ) 0 0 rt) 0 

TOTAL CWBS 54423M : 
MANHOURS 0 0 0 0 0 5366 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


& | Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 © 


PAGE 895 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 34423M 1QTR 2UTR 3QUTR 4QTR 1QTR 2QTR 3QTR 4UTR 
STAT 
fANHOURS 

SENIOR PRINCIPAL 8 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 7] Vy 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 1) 0 0 
SENIOR STAFF MEMBER 0 19) 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 O 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 O 0 0 0 Vv 0 O 
SECURITY OFFICER 0 U O 0 0 tH) 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 O 0 0 0 0 

TOTAL CWBS 54423M ; 
MANHOURS 8790 5367 0 0 0 Vv 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 5442J5M 1QTR 2UTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 QO v | 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF WEMBER G 0 9 0 0 
ASSOCs STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 ; 0 0 0 
SECURITY OFFICER Uv 0 0 0 0 
DRAF1 SMAN Vv 0 Y) 0 0 
SECRETARY 0 O 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 54423M 
MANHOURS 0 0 0 ~ 0 19523 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 54424 S3QTR 4VUTR 1Q0TR 2QTR 3UTR 4UTR 


STAT 
—tawnour s 


PHOJECT OPERATIONS »SRe 
PKOJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTEK SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCI. 
HUMAN/FACTORS SPECo 
PROJe MGMTe SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SY¥Se ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PRKOJe OPERATIONS -CF 
COMPse PROGe ANALe -CF 
ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 34424M 1yTR 2uUTR 3QTR 4YTR 1QTR 2QTR 3UTR 4UTR 
MANHOUES 

PROJECT OPERATIONS ,SRe 0 0 0 0 0 0 0 0 
PROJECT OPERATIONS 0 0 0 0 0 0 0 0 
OPERATIONS SUPPORT 0 0 0 0 0 if] 0 0 
COMPUTER SYSTEMS SPECe 311 234 778 466 467 0 0 Uv 
COMPUTER PROGRAM ANALa« 0 1866 2645 311 1556 O 0 0 
COMPUTER PROGRAMMER 623 2489 2022 0 1245 0 0 0 
ASSOC e PKOGRAMMER 0 0 0 0 0 0 0 0 
ENGINEER, SENIOR 0 0 0 0 O 0 0 0 
ENGINEER S$ o o 0 0 Oo Q Q 
ENGINEER ASSOCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN 0 i] 0 0 0 0 0 0 
HUMAN/FACTORS SCie SRe 0 0 0 0 0 0 0 0 
HUMAN/ FACTORS SCIie 0 0) ) 0 0 0 0 0 
HUMAN/FACTORS SPEC. 0 0 0 0 O 0 0 0 
PROJe MGMTe Ske STAFF 0 0 0 O 0 0 0 0 
TECHe SUPVe STAFF 0 0 0 0 0 0) 0 0 
SYSe« ANALe SPECe 0 0 0 0 0 0 0 0 
SYSe ANALe SENIOR 0 0 0 0 0] 0 0 0 
SYSe« ANALYST 0 0 0 0 0 O 0 0 
SECHETARY SUPPORT 0 if) 0 0 0 0 0 0 
PROJe OPERATIONS -CF 0 0 0 0 0 0 0 0 
COmPe PROGe ANALe —-CF 0 0 0 0 0 0 0 0 
ENGINEER -CF 0 0 rt) 0 0 0 0 0 
ENGINEER TECHe -CF 0 0 0 0 0 0 0 0 
TOTAL 934 4589 5445 77 3268 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54424h 1QTR <uTR 3QTR 4UTR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS ;SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PhkOGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOC e PROWRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPEC. 
PROJe MGMT e« SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS ~-CF 
COMPe PROGe ANALe -CF 
ENGINEER —-CF 
ENGINEER TECHe —CF 
TOTAL 


eceoccooococeceoocoococococ 
eeooooococoocoeceqcoccocooccoce 
ecoecoooseoooeccooooooocococo 
eSecooeoecoecoooocecoeocooocecace 


1610 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWUS 54424M 3uTR 4yTR ATR 2yTR 3QTR 4QTR 
——— tannours 
SENIOR. PRINCIPAL B 1) ty i) 0 ) 1) 
SENIOR PRINCIPAL C v 1) 1) 0 Oo 1) 
PRINCIPAL STAFF MEMBER 0 1) 1) ) uv 1) 
SENIOR STAFF MEMBER ") tt) ) ft) v tt) 
STAFF WEMBER 0 9 Q Q 1) 1) 
ASSOC. STAFF MEMBER 0 1) 0 0 1) tt) 
ASSTe STAFF MEMBER 1) 0 0 0 i) 1) 
SECURITY OFFICER 0 1) 0 o 1) 0 
DRAFTSMAN i) 1) 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 oO ; 0 0 oO 
TOTAL CWBS $4424M 
MANHOURS i) 1) Oo 0 467 622 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54424M 10TR 20TR 30TR 4yTR 1QTR 20TR 3QTR  40TR are 
MANHOURS 
SENIOR PRINCIPAL B 0 0 0 0 0 o 0 0 
SENIOR PRINCIPAL C 0 0 0 0 o 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 oO 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 1) 0 0 0 
STAFF MEMBER 0 0 0 1) 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 rT) 0 0 0 1) 0 
ASST.» STAFF MEMBER 0 0 0 0 1) 0 0 0 
SECURITY OFFICER 0 0 0 1) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 1) 0 0 0 0 0 0 0 
TOTAL 1) 0 0 0 0 0 0 0 
TOTAL CWBS 54424M 
MANHOURS 934 4589 5445 777 =—-3268 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54424 1QTR se ane 4QTR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOXk PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 6 o o Q 0 
ASST +e STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 v 0 0 0 

TOTAL CWBS 54424M 
MANHOURS 0 0 0 0 16102 
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EXHIGIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARIERS 


FISCAL YEAR 
1984 1985 
CWBS $4425 1QTR 2QTR 3OTR 4QTR 1QTR 2QTR 3QTR 40TR 


STAT 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PkKOJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPEC. 
COMPUTER PROGRAM ANAL. 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCi«e SRe 
HUMAN/FACZORS SCJ. 
HUMAN/FACTORS SPECe 
PROJe MGHMTe SRe STAFF 
TECHse SUPVe STAFF 
SYSe ANALe SPEC. 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGe ANAL « -CF 
ENGINEER -CF 
ENGINEER TECHe -CF 
TOTAL 


i 


Peoeceoeoocoeoeoceo oc ooo oe occ ce 
Seeoecoocooscoooeocoeoeoocooococococo 
~~ 

Seoeoeoeoocooococoecooaocoocococac$c 
eoeoeocecooooooceccoeoooocococo 
eccseooocoeoocooooecooocooocooocos 
eoeceooocecocooceooocoecoooeoooe 


Soeoococooooocooooococe 
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a 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54425 1Q0TR Z2QTR 3QTR 4QTR TOTAL 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC + PROGRAMMER 
ENGINEER. SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCI 
HUMAN/FACTORS SPEC. 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe ~CF 
ENGINEER -—CF 
ENGINEER TECH. ~CF 
TOTAL 


eocoo 


cocoooccecooooeocoeoseso ooo eooce 
cooceoooooooocooooocooooecocuwcwd6csesc$o 
ecooeo oo ooo ooo coo eCoooOoSCOS 
ecoocoooeooceoooeoocoooososcoe 


mooococooooooooo 
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EXHIBIT 6 
-MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
; 1984 1985 
CWBS 54425mM 1QTa 2QTR 3QTR 4Q0TR 10TR 2QTR 3QOTR 4QTR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 8) 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOK STAFF MEMBER 0 0 0 0 0 0 0G 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC e STAFF MEMBER 0 0 0 0 0 0 0 10) 
ASSTs« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 O 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 544254 
MANHOURS 0 1867 4666 0 16 0 8] 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUCRTERS 


FISCAL YEAR 


CWBS 54425M 1QTR aa 4Q71R TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 ft) it) 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER it) 0 t) rt) 0 
SENIOR STAFF MEMBER 0 | 0 0 0 0 
STAFF MEMBER ) 0 0 0 0 
ASSOU. STAFF MEMBER 0 6 6 0 o 
ASST« STAFF MEMBER 0 0 0 0 1) 
SECURITY OFFICER 0 0 1) rv) tt) 
DRAFTSMAN 0 0 0 0 tt) 
SECRETARY 0 ) 0 0 0 
TOTAL 0 0 tt) Tr) 0 

TOTAL CWBS 54425M 
MANHOURS 0 0 0 0 6549 
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EXHIBIT 6 
MANHOURS BY SKIL 
BY CWBS BY FY 82-8 


1982 
CWBS 54422N 3QTR 40TR 
MANHOURS 

SKILL LEVEL A 0 0 
SKILL LEVEL BO 0 0 
SKILL LEVEL C | 0 0 
SKILL LEVEL D 0 0 
SAILL LEVEL E 0 0 

TOTAL 0 0 
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L LEVEL 
8 QUARTERS 


FISCAL YEAR 
1983 
1QTR 22TR IOTR 4QTR 


0 i¢] 0 0 
1526 2848 2819 225 
1526 2937 2609 226 

0 316 OQ 0 

0 0 0 0 
3052 6101 5428 451 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422N 19TR 20TR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 ) 
SKILL LEVEL B rt) 0 0 rt) 7418 
SKILL LEVEL C 0 1) 0 0 7298 
SKILL LEVEL D 1) 0 0 0 316 
SKILL LEVEL E 0 0 en!) 0 7) 

TOTAL 1) f) 0 0 15032 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54422N 3Q0TR 40TR 1QTR 29TR 3QTR 4QTR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 1) 0 
SENIOR PRINCIPAL C 0 0 0 0 1) 1) 
PRINCIPAL STAFF MEMBER tt) 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 fr) 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSUCe STAFF MEMBER rt) 0 0 1) 0 rt) 
ASSTs STAFF MEMBER 0 0 0 0 rt) 1) 
SECURITY OFFICER ry rt) rt) 0 0 0 
DRAFTSMAN 0 i) 0 0 0 1) 
SECRETARY 0 0 0 i) oO 1) 
TOTAL 0 ry 0 0 0 0 

TOTAL CWBS 54422N 
MANHOURS 0 0 3052 6101 £5428 451 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54422N 10TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS 7 STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C | 0 n) 0 1) 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAKF MEMBER v 0 0 0 0 
STAFF MEMBER 1) 0 0 0 0 
ASSOC + STAFF MEMBER 0 0 0 0 0 
ASST. STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 1) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 tr) 
TOW L 0 0 0 0 0 
TOTAL CWBS 54A22N 
MANHOURS 0 0 0 0 415032 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY &2-88 QUARTERS 
FISCAL YEAR 
1982 ' 1983 
CWBS 54423N 3OTR 40TR 1oTA 2QTP SQTE 4uUTR 
STAT 
MANHOURS 
SAILL LEVEL A u 0 0 0 G t 
SKICL LEVEL B U 0 0 0 c 40¢ 
SKILL LEVEL C Vv) 0 0 0 0 1615 
SKILG LEVEL D 0 0 0 0 0 1615 
SKILL LEVEL E 0 0 0 0 0 0 
TOTAL 9 0 0 0 0 3634 
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EXHIBIT 6 
MANHCURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423N 197R 2QTR 3QTR 4QUTR 12TR 2QTR 3QOTR 4QTR 
MANHOURS STAT 
SKILL LEVEL A 0 Q re) 0 rt) ) 0 0 
SKILL LEVEL B 444 4s 262 144 0 0. rt) 0 
SKILL LEVEL C 1773 1175 1243: 290 0 0 0 rt) 
SKILL LEVEL D 1774 1422 1245 289 0 0 0 1) 
_SKILL LEVEL E 0 9) U rt) 0 ¥) rt) rt) 
TOTAL 3991 3025 2750 123 ¢) rt) ") 0 
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CWBS 54423N 


EXHI8IT 6 
MAMHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-8& QUARTERS 


FISCAL YEAR 
1984 
10TR 2OTR CQTR 40TR 


MANHOURS 
SKILL LEVEL A ft) 0 0 0 
SKILL LEVEL B OU 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 ft) 0 
SKILL LEVEL E 1) 0 0 0 

TOTAL 0 0 1) 4) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54423N 30TR 4Q7TR 1QTR 2QTR 3Q17R 4Q7R 
MANHOURS STAT 

SENIOR PRINCIPAL B ) 0 0 1) 0 0 
SENIOk PRINCIPAL C 1) tt) 0 0 0 rt) 
PRINCIPAL STAFF MEMBER 1) 0 0 0 1) 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 1) i) 0 o : oO ) 
ASSOC« STAFF MEMBER oO 0 0 0 6 ° 
ASSTe STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER ) 0 0 1) 0 0 
DRAFTSMAN 0 1) 1) 1) 0 0 
SECRETARY ; 0 tt) 0 0 0 tt) 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 54423N 
MANHOURS 0 ) tt) 0 0 3634 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54423N LOTR 2OTR 3QTR 40TR 1QTR 2QTR 3QTR 40TR 
7 STAT 
MANHOURS 

SENIOR PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 ¢) e) Oo 0 ct) 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0° 0 eC 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OF:..ICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 i) 
SECRETARY 0 0 0 0 0 it) 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54423N 
MANHOURS 3991 9025 2750 723 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54423N 1QTR Bie oak 49TR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL’ STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER v 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 G 0 6 3 
ASST s STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0  ° oO 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 54423N 
MANHOURS 0 0 0 0 14123 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54424N 1QTR oa care 40TR LOTR 
WMANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL 8 Q 0° 302 404 493 
SKILL LEVEL C 0 0 604 807 986 
SKILL LEVEL D 0 0 606 808 986 
SKILL LEVEL E 0 0 0 0 0 

TOTAL 0 0 1512 2019 2465 


1985 
2Q0TR JOTR 


0 0 
441 488 
881 332 
881 488 

0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54424N 1QTR see: aoe 4QTR TOTAL 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 2253 
SKILL LEVEL C 0 0 0 0 3610 
SKILL LEVEL D 0 0 0 0 3894 
SKILU LEVEL E 0 0 0 0 0 

TOTAL 0 0 0 0 9757 
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CHBS 54424N 


MANHOURS 


SENIOR PRINCIPAL 8B 


SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 

ASSOCe STAFF MEMBER 
ASST. STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 54424N 
MANHOURS 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
1QTR 2QTR 3OQTR 4QTR 1QTR 


0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0) 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
v) 0 1512 2019 2465 


2Q0TR 


2203 


1985 
3QTR 


1308 


4UTR 


250 
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EXHIBIT 6 
BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 54424N 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOR STAFF. MEMBER 
STAFF “EMBER 
ASSOC+« STAFF MEMBER 
ASSTe STAFF MEMBER 
SECURITY OFFICER 
DRAFTSMAN 
SECRETARY 

TOTAL 


TOTAL CWBS 54424N 
MANHOURS 


LQTR 


FISCAL YEAR 
1988 
2QOTR 3QTR 


0 0 
0 0 
0 0 
0 0 
0 0 
0 U 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 


4QTR 


TOTAL 


9757 
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CWBS 54425N 


MANHOURS 


SAILL LEVEL A 


SKILL LEVEL 8 


SKILL LEVEL C 


SKILL LEVEL D 


SKILL LEVEL & 


TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YSAR 
1984 
10TR 2QTR 3QTR 40TR 1QTR 


0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 


1985 
2QTR JOTR 


0 0 
0 115 
0 233 
0 234 
0 0 
0 582 


40TR 


226 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54425N LOTR ne caer 4QTR TOTAL 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 8) 0 161 
SKILL LEVEL C 0 0 0 0 323 
SKILL LEVEL D 0 0 0 0 324 
SKILL LEVEL E 0 0 0 0 0 

TOTAL 0 0 0 0 808 
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CWBS 54425N 
| MaNHouRS 
SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF KEMBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 
ASSUC* STAFF MEMBER 
ASST es STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
ZOTAL CWBS 54425N 
MANHOURS 


EXHIBIT 6 
MANHOURS BY “SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
1QTR 2Q7R IOQTR 4QTR 1QTR 


0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
U 0 0 0 0 
0 0 0 0 0 
0 0 0 0 OQ 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 


1985 
20TR 3QTR 


0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
_0 5 82 
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4QTR 


226 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 54425N 1QTR aia ste 4QTR TOTAL 
__ |MANHOURS 

SENIOR PRINCIPAL B 1) 0 0 0 ft) 
SENIOR PRINCIPAL C 0 0 tt) 0 ) 
PRINCIPAL STAFF MEMBER 0 1) 0 0 0 
SENIOR STAFF MEMBER 0 ) tt) 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 G 6 oc 
ASST« STAFF MEMBER 0 ft) 0 0 0 
SECURITY OFFICER ) 1) ) 0 0 
DRAFTSMAN 1) 0 0 0 0 
SECRETARY 0 0 0 0 ft) 
TOTAL ) 0 0 0 ft) 

TOTAL CWBS 54425N 
MANHOURS 0 ) 1) 0 808 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FIS« AL YEAR 
1984 1985 
CWUS 545160 19TR 2QTR  30TR 4UTR 1QTR 20TR 3QTR 40TR 
MANHOURS STAT 
SKILL LEVEL A 0 0 0 1) it) 0 0 970 
SKILL LEVEL 8B rt) 0 0 0 rr) 0 0 0 
SKILL LEVEL C 0 0 0 0 0 0 @) 0 
SKILL LEVEL D rt) 1) 0 1) 0 0 0 oO 
SKILL LEVEL E& 1) 0 0 rt) 0 0 a!) rt) 
TOTAL 0 0 Oo 0 0 0 0 970 
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"add 


MANHOURS 
BY CWBS BY 


CwBS S45100 1QTR 
MANHOURS 

SKILL LEVEL A 0 
SKILL LEVEL B 0 
SKILL LEVEL C 0 
SKILL LEVEL D 0 
SKILL LEVEL E U 
TOTAL 0 


| EXHIBIT 6 


BY SKILL LEVEL 
FY 82-88 VYUARTERS 


FISCAL YEAR 
1988 
20TR 39TR 4QTR 


0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 


/ 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


TOTAL 


970 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545100 1yTR 20TR 3Q7TR 40TR 19TR 2QTR 3yTR 4yTR 
STAT 
MAN HOURS 

OFFICER 0 0 ry 0 0 0 rt) 0 
PRINCIPAL o rt) 0 0 400 480 480 400 
SRe ASSOCIATE 0 0 rt) 0 0 0 0 1) 
ASSOCIATE 0 0 0 0 0 0 0 rt) 
Ske CONSULT _ 0 ) Oo rT) ") 0 0 i) 
CONSULTANT ry 0 0 0 0. 0 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 ry 0 
TECHNICAL ASST. 0 0 0 0 0 ry rt) 0 
TECH EDITOR 0 rt) 0 0 0 0 0 0 
ENGe DKAFTSMAN 0 rf) 1) 0 rt) 0 1) rf) 
TOTAL 0 0 0 0 400 480 480 400 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 545100 2UTR 3QTR 


MANHOURS 


OFFICER 


PRINCIPAL 


SRe ASSOCIATE 


ASSOCIATE 0 0 0 0 0 
SRe CONSULT 0 0 6 86066 0 
CONSULT ANT 0 0 0 0 0 
SECs WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 

TOTAL 0 0 0 - 0 1760 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
: 1984 1985 
CWBS 545100 1Q7R 2yTR 3QTR 4yTR 1Q0TR 2QTR 39TR 4yTR 
| Mawnours STAT 

SENIOR PRINCIPAL B 0 ) 0 0 1) 1) ) 0 
SENIOR PRINCIPAL C 0 1) ) 0 0 ) 0 ) 
PRINCIPAL STAFF MEMBER 0 0 rf) 0 ) 0 ?) 0 
SENIOR STAFF MEMBER tt) 1) 1) 0 0 0 0 0 
STAFF MEMBER 0 1) 0 0 0 ) 0 rt) 
ASSOCe STAFF MEMBER 0 1) 1) 0 0 0 0 0 
ASST.« STAFF MEMBER 0 0 ) 0 0 1) 1) ) 
SECURITY OFFICER 0 1) 0 0 0 1) 0 ) 
DRAFTSMAN rt) 0 0 1) 0 0 0 0 
SECRETARY 0 0 i) 0 1) 0 0 0 
TOTAL 0 0 1) 1) 0 ) 0 0 

TOTAL CWBS 545100 
MANHOURS 1) 0 0 0 400 480 480 1370 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY C¥BS BY FY 82-88 QUARTERS 


CWBS 545100 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 
ASSOCs STAFF MEMBER 
ASST « STAFF MEMBER 
SECURITY OFFICER 
DRAFTSMAN 
SECRETARY 

TOTAL 


TOTAL CWBS 545100 
MANHOURS 


1QTR 


FISCAL YEAR 


2QTR 


1988 
3QTR 


4QTR 


TOTAL 


2730 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545102 1QTR 2QTR 3QTR 40TR 1QTR 2Q0TR 3QTR 4UTR 
MANHOURS STAT 

SKILL LEVEL A ct] 0 0 0 0 0 0 323 
SKILL LEVEL 8B 0 0 0 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL €E 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 323 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1938 
CWBS 545102 1QTR 2gQTR 3UTR 4QTR TOTAL 
4M ANHOURS STAT 
SKILL LEVEL A ) 0 1) 0 323 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C 0 0 1) 0 i) 
SKILL LEVEL D 0 0 tt) 0 0 
SKILL LEVEL E 0 0 1) ) 0 
TOTAL 0 0 0 0 323 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545102 1QTR 20TR 3QOTR 4QTR 1Q7TR 2QTR 3QTR 40TR 
STAT 
MANHOURS 

SENIOk PRINCIPAL 8 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 _ 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 ) 0 0 0 0 0 
SECRETARY 0 O 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 545102 
MANHOURS 0 0 0 8) 0 0 0 323 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY C¥BS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545102 19TR =2QTR «= 3QTR «= 4QTR_ TOTAL 
MANHOURS | STAT 
SENIOR PRINCIPAL 8B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC +s STAFF MEMBER 0 0 O 0 0 
ASST« STAFF MEMBER 0 0 0 0 ry 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 rt) 
TOTAL 0 0 0 0 0 
TOTAL CWBS 545102 

MANHOURS 0 0 0 ° oO 323 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUAKTERS 
FISCAL Y&AR 
1984 1985 
CWBS 545103 1UTR 2Q0TR 3QTR 4QTR 1QTR 2QTR 3QTR  4QTR 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 ) 0 i) 0 
SKILL LEVEL B 0 0 0 0 0 iy 0 0 
SKILL LEVEL C 0 0 0 0 i) 0 0 323 
SKILL LEVEL D 0 0 0 0 0 0 0 646 
SKILL LEVEL E 0 0 0 Oo o 0 0. 0 
TOTAL 0 0 0 0 0 0 0 969 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 545103 1QTR 2QTR 3QTR 4QTR 1UTR 20TR 30OTR 40TR 
MANHOURS STAT 

SKILU LEVEL A t) 0 1) t) 0 rt) 6) 0 
- SKILL LEVEL 8B | 0 0 rt) mn!) 0 0 0 rt) 
SKILL LEVEL C 493 0 1) rt) 0 0 0 1) 
SKILL LEVEL D 986 0 0 ) 0 1) 0 0 
SKILL LEVEL E 0 1) 0 (t) 1) 0 0 t) 
TOTAL 1479 0 0 0 0 0 8) 0 
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CWBS 5451063 


EXHIBIT 6 


MANHOURS BY SKILL LEVSL 


BY CWBS BY FY 82-88 VYUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3QTR 


MANHOURS 
SKILL LEVEL A 0 0 0 
_SKICL LEVEL B 0 0 0 
SKILL LEVEL C 0 0 0 
SKILL LEVEL D 0 0 0 
SKILL LEVEL E 0 0 0 
TOTAL 0 0 0 
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40TR 


TOTAL 
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STAT 
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CWBS 545103 


MANHOURS 


SENIOR PRINCIPAL B 
SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOR STAFF MEMBER 
STAFF MEMBER 

ASSOC* STAFF MEMBER 
ASSTe STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 545103 
MANHOURS 


1Q0TR 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
20TR JQTR 40QTR LOTR 


0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0) 0 0 
0 0 0 0 
0 0 0 0 


1985 
2QTR 3QTR 


0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 it) 
0 0 
0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISC4L YEAR 
1986 1987 
CWBS 545103 1QUTR 20TR 3Q0TR 40TR 10TR 20TR 3QTR 40TR 
STAT 
MANHOURS 

SENIOR PRINCIPAL 8 6) 0 oO rt) rt) 0 G 0 
SENIOR PRINCIPAL C (8) 0 0 1) 0 0 o- 0 
PRINCIPAL STAFF MEMBER 1) 1) rt) 0 rt) 0 rt) 0 
SENIOR STAFF MEMBER rt) 0 rt) 9) 0 1) (s) 4) 
STAFF MEMBER rt) 0 0 1) rt) 0 rt) 0 
ASSOCs STAFF MEMBER 0 0 oO ry ry 0 fy 0 
ASSTe STAFF MEMBER rt) rt) rt) rt) 0 0 i) 0 
SECUKITY OFFICER rt) 0 1) rt) 0 ) ft) 0 
DRAFTSMAN rt) (t) rt) rt) 0 0 0 0 
SECRETARY 0 rn) rt) rt) 0 0 rt) 0 
TOTAL (a) 0 0 rt) rt) 0 0 0 

ZOTAL CWBS 545103 
MANHOURS 1479 rt) rt) 1) rt) 1) 1) t) 


iia ADproved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE 940 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTFRS 


FISCAL YEAR 
~ 1988 
CWBS 545103 1QTR 2QTR 3QTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


STAFF MEMBER 0 0 0 0 0 


ASSOC e STAFF MEMBER 0 6 tt 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 

TOTAL 0: 0 0 0 0 


TOTAL CWBS 545103 
MANHOURS 0 0 0 0 2448 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YAR 
1984 1985 
CWBS 545224 1Q9TR 2QTR 3QTR 4QTR 10TR 2QTR 3yTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 “ 0 0 ff) 0 0 O tt) 
SKILL LEVEL 8B 755 222 ) 0 0 0 0 tf) 
SKILL LEVEL C 843 220 0 0 0 1) 0 0 
SKILL LEVEL D 178 0 0 1) ) 1) 0 0 
SKILL LEVEL & 0 0 0 0 0 0 0 tt) 


TOTAL 1776 242 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 54522A LOTR 2UTR JOTR 4QTR TOTAL 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 VU 0 0 977 
SKILL LEVEL C 0 0 0 0 1063 
SKILL LEVEL D 0 0 0 0 178 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 it) 2218 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545224 10TR 20TR 3QOTR 4QTR 1QTR  2QTR 30TR 49TR 
MANHOURS STAT 
SENIOK PRINCIPAL B 0 1) 1) 1) 0 o- tt) 0 
SENIOR PRINCIPAL C 0 0 1) 0 1) 0. 0 1) 

PRINCIPAL STAFF MEMBER Q 0 ‘t) 0 1) ft) an!) ts) 
SENIOR STAFF MEMBER 0 1) 1) 0 0 0 1) i) 
STAFF MEMBER 0 1) 1) 1) rt) 0 0 0 
ASSOC. STAFF MEMBER 0 1) 0 0 0. i) 1) 0 
ASST. STAFF MEMBER 0 0 tt) 0 1) 0 0 0 
SECURI1Y OFFICER 0 1) 0 0 0 0 0 ) 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 1) ) 0 1) 0 0 0 

TOTAL CWBS 54522A . 
MANHOURS 1776 442 1) 0 0 0 0 tt) 
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EXHIBIT 6 
MANHOURS BY SKILU LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545224 1uTR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 ) 0 
PRINCIPAL STAFF MEMBER 0 1) 0 rf) 1) 
SENIOR STAFF MEMBER 0 ) 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 i) 0 0 
ASSTe STAFF MEMBER 1) 0 0 0 0 
SECURITY OFFICER 0 0 tt) 0 0 
DRAFTSMAN 4) 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 
TOTAL C¥BS 54522A 
MANHOURS i) 0 (t) 0 2218 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545234 1QTR 2QTR 3UTR 4Q0TR 1QTR 2QOTR JQOrTR 40TR 
STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 0 0 0 
SKILL LEVEL C 0 158 742 240 0 0 0 0 
SKILL LEVEL D 0 158 602 241 0 0 0 0 
SKILL LEVEL €E 0 0 0 0 0 0 0 0 
TOTAL 0 316 1344 481 0 0 ©) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 54523A 1QTR 2QTR 3QTR 4QTR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C ; 0 0 0 0 
SKILL LEVEL D 0. 0 0 0 
SKILL LEVEL E 0 0 0 0 

TOTAL 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545234 1QTR 2QTR 3QTR 4QTR 1QTR 2QTR 3QTR 40TR 
| STAT 
SENIOK PRINCIPAL B 0 0 0) 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEWUBER 0 0 0 0 0 0 0 0] 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
ASS£e STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 
TOTAL CWBS 545234 

MANHOURS 0 316 1344 481 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWHS 545234 1Q7R sear ark 4QTR TOTAL 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 Uv 
ASSOC e STAFF WEMBER 6 1) 0 6 6 
ASST .« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 oO 0 if) 0 

TOTAL C¥BS 54523A 
MANHOURS 0 0 0 0 2141 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE 948 


STAT 
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CWBS 545244 


SKILL 


SKILL 


SKILL 


SKILL 


SKILL. 
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MANHOURS 


LEVEL A 
LEVEL 8 
LEVEL C 
LEVEL D 
LEVEL & 


TOTAL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS. 


FISCAL YEAR 
1984 
1QTR 2QTR 3QTR 40TR 1QTR 


0 0 0 0 0 
0 0 0 0 0 
0 0 0 181 493 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 181 493 


1985 
20TR 3QTR 


0 0 
0 0 
266 332 
0 0 
0 0 
266 332 
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4QTR 


142 


STAT 


2 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL. 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 545244 1orR 2QTR 3QFR 4QTR 
MANHOURS 
SKILL LEVEL A 0 ) 0 0 
SKILL LEVEL B tt) 0 0 0 
SKILL LEVEL C 0 0. 0 ny 
SKILL LEVEL D ) 0 0 1) 
SKILL LEVEL E tt) 0 0 0 
TOTAL 0 0 1) 0 
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1414 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545244 1QTR 2QTR 3QTR 4QTR 1QTR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL 8 0 0 0 . 0 0 . 0 0 0 
SENIOR PRINCIPAL, C ) 0 0 0 0 0 0 't) 
PRINCIPAL STAFF MEMBER 0 0 tt) 9) 0 0 0 0 
SENIOR STAFF MEMBER 0 i) it) ft) f(t) 0 't) 0 
STAFF MEMBER 8) 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER ) 0 0 1) tt) 0 0 (1) 
ASSTe STAFF MEMBER 0 0 | 0 0 0 0 0 0 
SECURITY OFFICER 0) 0 0 0 rt) 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 1) 0 0 0 0 
TOTAL ft] 0 0 0 it) 0 0 0 

TOTAL CWBS 545244 
MANHOURS 0 0 0 181 493 266 332 142 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54524A 197TR 2QTR 30TR 40QTR TOTAL 
MAVHOURS - STAT 

SENIOR PRINCIPAL B tt) 0 ) ) 0 
SENIO2 PRINCIPAL C 0 0: 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 1) 0 0 
SENIOR STAFF MEMBER 0 0 1) 1) 0 
STAFF MEMBER 1) 0 0 1) ) 
ASSOCs STAFF MEMBER ft) 0 0 tt) 0 
ASST» STAFF MEMBER ) 0 ) 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTS AN ft) 0 ) 1) 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 54524A 
MANHOURS 0 0 0 0 1414 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 545254 10TR Bsa Agee 4oTR 10TR 
|__| wawwours | 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D rt] 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 

TOTAL 0 0 0 0 0 


1985 
20TR 3QTR 


0 0 
31 28 
64 56 
64 57 

0 0 

159 141 
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4QTR 


STAT 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


CWBS 54525A 


MANHOURS 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3QrTrR 49QTR 


Q 

i=) 
for) 
(<p) 
i+) 


s) 
> 
© 
> 
=) 


SKILL LEVEL D 0 0 0 1) 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 
STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5452ba 1oTR 2QTR 3QTR 4Q7R 1Q9TR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER . 0 0 ) 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 1) 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTs STAFF MEMBER 0 0 0 1) 0 0 ry 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 1) 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 545254 
MANHOURS 0 0 0 0 0 159 141 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CVBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545254 10TR zoOTR 3QTR 40TR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 10 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC+« STAFF MEMBER 0 0 0 0 0 
ASST» STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY | 0 0 0 0 0 
TOTAL 0 0 0 0 0 
GOTAL CWBS 54525A 

MANHOURS 0 0 0 0 300 
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CWBS 54522B 


MANHOURS 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1982 1983 
3QOTR 4Q0TR 1¢GTR 22TrR 3QTR 40TR 


SKILL LEVEL A 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 409 
SKILL LEVEL C 0 0 0 0 0 408 
SKILL LEVEL D 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 

TOTAL 0 0 0 0 0 817 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54522B 1QTR 2QTR 3QOTR 4yTR 1QTR 20TR 3QTR 40TR 
MANHOURS STAT 
SKILL LEVEL A 0 0 '*) 0 0 0 0 rt) 
SKILL LEVEL 8B 1067 196 1 Hy 2 a 0 Q 
SKILL LEVEL C 1094 196 0] 0 0 0 0 0 j 

SKILL LEVEL D 56 0 1) 0 0 0 0 8) 
SKILL LEVEL E 0 0 rt) 0 0 0 0 0 
TOTAL 2217 392 it] 0 0 0 0 0] 
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CWBS 54522B 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3QTR 4QTR 


WM ANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKICL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 


‘3426 


STAT 


Fe 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 54522B 3QTR 4QTR 1Q0TR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL 8B 0 0 0 0 0 ) 
SENIOR PRINCIPAL C 0 tt) 0 0 0 0 
PRINCIPAL STAFF MEMBER | 1) 1) 0 0 1) 0 
SENIOR STAFF MEMBER 0 0 0 0 ) 0 
STAFF MEMBER 0 it) 0 ) 0 0 
ASSOC. STA'F MEMBER 0 tt) ft) 0 0 0 
ASST. STAFF MEMBER 0 1) 0 0 0 ft) 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 1) 1) 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 rt) 1) 0 0 

TOTAL CWBS 545228 
MANHOURS 0 0 0 0 - O 817 
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EXHIBIT 6 
MANHOURS BY SKILL LIVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545228 1QTR 2Q7TR 30TR 4QTR 1QTR 20FrR 39TR 4097R 
STAT 
MANHOURS 

SENIOR PRINCIPAL B tr) 0 0 0 0 1) i) 0 
SENIOR PRINCIPAL C 0 0 Pr) 0 0 D 1) 0 
PRINCIPAL STAFF MEMBER  ——OO 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER . 0 0 rt) 0 1) 0 i) 0 
STAFF MEMBER 1) 1) 0 1) 0 0 0 1) 
ASSOCe STAFF MEMBER 0 1) ") 0 0 0 0 0 
ASST. STAFF MEMBER i) 0 1) 1) 0 1) 0 0 
SECURITY OFFICER 0 0 0 1) 0 0 0 0 
DRAFTSMAN i) 0 0 0 0 0 ) i) 
SECRETARY rt) 0 0 0 0 ny ) 0 
TOTAL 1) 0 0 0 0 0 1) 0 

TOTAL CWBS 545228 
MANHOURS 2217 392 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545228 1Q9TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 Nn) tt) 0 4) 
SENIOR PRINCIPAL C 0 0 1) 1) 0 
PRINCIPAL STAFF MEMBER 0 1) 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 ft) 
STAFF MEMBER 1) tt) 0 0 0 
ASSOCe STAFF MEMBER +) ) 0 0 0 
ASST.« STAFF MEMBER 0 tt) 0 0 0 
SECURITY OFFICER 1) 0 o oO 1) 
DRAFTSMAN tt) 0 0 0 ) 
SECRETARY tt) 1) 0 0 1) 
TOTAL 0 ft) 0 0 0 

TOTAL CW¥BS 54522B 
MANHOURS ) 1) 1) 0 3426 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 545238 1QTR 2QTR 3QTR 40rr 10TR 2QTR 3QTR 
MANHOURS 

SKILL LEVEL A 0 ' 0 0 0 0 0 0 
SKILL LEVEL 8 0 306° 276 0 , O 0 0 
SKILL LEVEL C 0 612 878 226 0 0 0 
SKILL LEVEL D 0 612 716 113 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 

TOTAL 0 1530 1870 339 0 0 0 
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40TR 


STAT 
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CWBS 54523B 


MANHOURS 


SKILL LEVEL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
10TR 2QTR 3QTR 4QTR 


A 0 0 0 0 
5 6 1] G it] 


a 
© 
> 
> 
> 


SKILL LEVEL D 0 0 0 0 
SKILG LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWB8BS BY FY 82-88 QUYARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545238 LOTR 2QTR JQOTR 40TR 1QTR 2QOTR 3QTR 40TR 
MANHOIURS STAT 

SENIOR PRINCIPAL 8B 0 0 0 0 0 0 0 i] 
| SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0] 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 (0) 0 
STAFF MEMBER 0 0 0 0 0 0 Oo - 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 i] 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 Oo 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 545238 
MANHOURS 0 1530 1870 339 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545238 1QTR 2QTR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0° 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 
ASST. STAFF MEMBER 0 0 it] 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL C¥BS 54523B 
MANHOURS 0 0 0 0 3739 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YSAR 
1984 1985 
CWBS 545248 10TR 2QTR 30TR 4QTR 19TR 2QTR 30TR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 rt) 0 0 0 
SKILL LEVEL 8 0 0 0 256 0 t] 0 0 
SKIUL LEVEL C 0 0 0 308 493 266 332 142 
SKILL LEVEL D 0 0 ry 0 0 0 0 0 
SKILL LEVEL & 0 0 0 0 0 0 ry 0 
TOTAL 0 0 0 564 493 266 332 142 
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CWBS 54524B 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3QTR 4QOTR 


MANHOURS 
SKILL LEVEL A v) 0 0 0 
SKGLLL LEVEL 8B C o 2 ° 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 


STAT 


1797 
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PAGE 969 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 545248 LOTR 2QTR 3OTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 v) 0 0 0 0 0 
STAFF MEMBER 0 oO . 0 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 U 0 0 0 
SECRETARY | 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 545248 
MANHOURS 0 0 0 564 493 266 332 142 
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EXHIBIT 6 
2A MANHOURS BY SKILL LEVEL 
7 , BY C#¥BS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54524B 109TR 2QTR 3QTR 40QTR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C tt) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 tt) 1) 
STAFF MEMBER 0 0 ) f(t) 0 
ASSOCs STAFF MEMBER 0 0 0 0 't) 
ASST« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 ) 0 
TOTAL 0 ) 0 ft) 1) 
TOTAL C¥BS 54524B 

MANHOURS 1) 0 ft) 0 1797 


' 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54525B 10TR 2QTR 30FrR 40TR 12TR 2QTR 3QTR 4QTR 
M ANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 31 27 24 
SKILL LEVEL C 0 0 0 0 ry 64 57 45 
SKILL LEVEL D 0 0 0 0 0 63 57 45 
SKILL LEVEL £ 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 158 141 114 
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CWBS 545258 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
; 1988 
1QTR 2QTR 3QTR 4Q0TR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKiLEL LEVEL B 0 u o c 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKICL LEVEL E 0 0 0 0 
TOTAL 0 t) oO: it) 
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TOTAL 
STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 

CWBS 545258 10TR 2QTR 3OTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL 8 0 0 0 0 0 0. 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 | 0 0 
PRINCIPAL STAFF MEKBER 0 0 0 0 Oo. 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST. STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 

TOTAL 0 0 0 0 0 0 0 0 
TOTAL CWBS 545258 


MANHOURS 0 0 0 0 0 158 141 114 
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EXHIBIT 6 
MANE.OURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545258 10TR 2Q0TR 39TR 40TR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER, 0 0 0 0 oOo 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER o- 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 ry 0 
TOTAL 0 0 0 0 0 
TOTAL C¥BS 54525B 

MANHOURS 0 0 0 0 413 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


e Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 ® 


PAGE 975 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54522C 10TR i 20TR 3QTR 4Q7rR 1QTR 2yTR 3QTR 4QTR 
MANHOURS . STAT 

OFFICER 0 0 1) 1) 0 0 1) ) 
PRINCIPAL 0 0 i) 1) 0 tt) 0 ) 
SRe ASSOCIATE 0 157 118 1) ) 0 0 0 
ASSOCIATE 0 1277 960 1) ) i) 1) 0 
SRe CONSULT 0 606 454 0 0 ny 0 0 
CONSULTANT 0 0 0 0 1) 0 0 1) 
SECs WORD PROCESSOR 0 0 0 1) 0 0 1) 0 
TECHNICAL ASST. 0 0 0 ) 1) 0 1) 1) 
TECH EDITOR 1) 0 0 1) ) 0 0 1) 
ENGe DRAFTSMAN 0 0 0 1) 0 0 0 0 
TOTAL 0 2040 1532 ) 0 0 1) 1) 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY C¥BS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 54522C 10TR 2QTR 3QTR 
MANHOURS 

OFFICER 0 0 ) 
PRINCIPAL 0 0 0 
SRe ASSOCIATE 0 rt) 0 
ASSOCIATE 0 0 0 
SRe CONSULT 0 0 1) 
CONSULT ANT ) ty 0 
SECs WORD PROCESSOR 0 ) 0 
TECHNICAL. ASST 0 0 0 
TECH EDITOR ") 0 0 
ENG. DRAFISMAN 0 0 ) 
TOTAL 0 0 ) 


40TR 
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TOTAL 


STAT 


3572 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54522C 10TR 2QTR 3QTR 40TR 1QTR 2QTR 3QTR 40TR 
“MANHOURS . STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL Cc 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST STAFF MEMBER 0 | 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 ; 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 54522C 
MANHOURS 0 2040 1532 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
| FISCAL YEAR 
1988 
CWBS 54522C 1QTR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 ) 
SENIOR PRINCIPAL C 1) 0. 0 tt) 1) 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 1) 1) 0 
STAFF MEMBER 1) 0 | 0 ) 0 
ASSOC. STAFF MEMBER ) 1) 1) 0 ) 
ASST. STAFF MEMBER 0 0 0 0 ) 
SECURITY OFFICER 1) 0 tt) 0 0 
DRAF1 SMAN 0 ") 0 i) 0 
SECRETARY 0 ty 1) 0 1) 
TOTAL 0 fr") tt) 0 ) 
TOTAL CWBS 54522C 

MANHOURS 0 0 ) 0 3572 
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CWBS 54523C 


[ANHOURS 


OFFICER 


PRiNCIPAL 

‘SRe ASSOCIATE 
ASSOCIATE 

SRe CONSULT 
CONSULTANT 

SECe WORD PROCESSOR 
TECHNICAL ASST. 
TECH EDITOR 

ENGe DRAFTSMAN 


TOTAL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
10TR 2QTR 3QTR 40TR 1QTR 


0 0 0 0 0 
1) 0 0 0 0 
1) 0 34 90 44 
0 0 274 731 367 
ft) 0 130 346 172 
0 0 0 0 0 
1) 0 0 0 ny) 
1) 0 0 0 0 
0 0 0 0 0 
1) 0 ) 0 0 
Oo. 0 438 1167 583 
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1985 
20QTR 3QTR 


0 0 
0 0 
11 0 
92 0 
43 0 
0 0 
0 0 
0 9 
0 0 
0 0 
146 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY C¥BS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 54523C 10TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 
OFFICER 0 0 0 1) ft) 
PRINCIPAL 1) ) 0 1) 0 
SRe ASSOCIATE 1) 0 0 1) 179 , 

ASSOCIATE 1) ) 1) 0 1464 
SRe CONSULT 0 1) 0 1) 691 
CONSULTANT tt) 0 0 1) 1) 
SEC« WORD PROCESSOR 1) ) 1) 1) 0 
TECHNICAL ASSTe 0 ) 0 1) 1) 
TECH EDITOR 0 0 0 0 0 
ENG. DRAFTSMAN 0 0 | 1) 1) 0 
TOTAL 1) 0 1) 0 2334 


e @ 
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PAGE 981 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5452J5C LOTR 2QTR 3OTR 4QOTR 1QTR 2QTR 3QTR 4Q0TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 i) 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN is! F 0 0 it) 0 0 0 0 0 
SECRE1 ARY 0 0 0 0 j 0 0 0 0 
TOTAL .. 0 0 0 0 0 0 0 0 

TOTAL CWBS 54523C 
MANHOURS 0 0 438 1167 583 146 it) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY C¥WBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 545245C 1Q9TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS | STAT 
SENIOR PRINCIPAL B 0 0 0 1) 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER i) 0 0 ft) 0 
SENIOR STAFF MEMBER 0 0 0 1) 0 
STAFF MEMBER 0 0 ft) 0 0 
ASSOC.s STAFF MEMBER ) 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 tt) 0 
SECURITY OFFICER 0 ) t) i) 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 i) 0 0 
TOTAL 0 1) 0 ) 0 
TOTAL CWBS 54523C : 

MANHOURS 0 0 0 0 2334 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QJARTERS 
| FISCAL YEAR 
1984 1985 
CWBS 54524¢C 1QTR 2QTR 3UTR 40TR 1QTR 2QTR 3QTR 40OTR 
MANHOURS OTT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0 
SRe ASSOCIATE 0 0 22 46 36 46 24 0 
ASSOCIATE 0 0 194 378 276 378 184 0 
SRe CONSULT 0 0 86 174 132 174 88 0 
CONSULTANT 0 0 | 0 0 0 0 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASST. 0; 0 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 0 
TOTAL 0 0 302 598 444 598 296 0 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 54524C 1QTR 2QTR 3QTR 
MANHOURS 

OFFICER 0 0 0 
PRINCIPAL 0 0 0 
SRe ASSOCIATE 0 0 0 
ASSOCIATE 0 0 0 
SRe CONSULT 0 0 0 
CONSULT ANT 0 0 0 
SECe WORD PROCESSOR 0 0 0 
TECHNICAL ASST e 0 0 0 
TECH EDITOR 0 0 0 
ENGe DRAFTSMAN 0 0 0 
TOTAL 0 0 0 


4QTR 


PAGE 984 


TOTAL 
STAT 


2238 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


& Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 @ 


PAGE 985 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54524C 1Q0TR 2O0TR 3QOTR 40TR 10TR 20TrR 30TR 40TR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 ¢) 1) 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 t) 
PKINCIPAL STAFF MEMBER 1) oO #) 0 ) 0 0 0 
SENIOR STAFF MEMBER rf) 0 0) rt) 1) 1) 0) 8) 
STAFF MEMBER 0 rt) #) rt) t) 0 0 0 
ASSOC« STAFF MEMBER 0° oO 0 oO. 0 0 0 0 
ASSTe STAFF MEMBER rt) 0 0 8) () 0 0 0 
SECURITY OFFICER 0 0 0 0 9) 0 0 0 
DRAFTSMAN rt) 0 0 rt) (t) 0 0 0 
SECRETARY rt) 1) ) 0 0) 0 0 1) 
TOTAL rf) rt) #) ¢) 0 0 0 0 

ZOTAL CWBS $4524C 
MANHOURS 0 ) 302 598 444 598 296 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY C¥BS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54524C 10TR 2QTR 30TR 49TR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 rr) 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 
ASST. STAFF MEMBER 0 o 86360 0 0 
SECURITY OFFICER 0 0 0 . oO 0 
DRAFTSMAN 0 1) 0 ry 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 
TOTAL CWBS 54524C 
MANHOURS 0 0 0 0 2238 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54525C 1QTR 2QTR 3Q9TR 4QTR 1QTR 2Q7TR 3OTR 4QTR 
MANHOURS STAT 
OFFICER 0 ") 1) 1) ) 0 1) 0 
PRINCIPAL i) tt) 1) | i) 0 0 tt) 0 
Ske ASSOCIATE 1) ") 0 1) 1) i) 16 13 
ASSOCIATE ) 0 1) 0) ) ) 129 102 
SRe CONSULT ty ) ft) i) Oo. 0 61 48 
CONSULTANT 1) tt) 1) ft) ) 0 1) 0 
SECe WORD PROCESS9& ") 0 1) 0 0 0 ) 0 
TECHNICAL ASST. 0 ) ) 0 0 0 1) 1) 
TECH EDITOR ) oO 1) 0 ) 0 ty 1) 
ENGe DRAFTSMAN 1) 0 1) 0 ) 0 0 1) 
TOTAL 1) 0 ) i) 0 0 206 163 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54525C 1QTR 2QTR 3QTR 40TR TOTAL 
MANHOURS STAT 
OFFICER ft) 1) 0 rt) i) 
PRINCIPAL 0) 0 ‘) 1) 0 
SRe ASSOCIATE 0 0 0 0 29 
ASSOCIATE 0 0 it) 0 231 
SRe CONSULT 0 tt) tt) 0 109 
CONSULTANT 0 0 ft) rt) 0 
SECs WIRD PROCESSOR ) 0 0 0 0 
TECHNICAL ASST 0 8) ft) 0 0 
TECH EDITOR H) 0 0 0 0 
ENGe DRAFTSMAN 1) 0 1) 0 0 
TOTAL 0 0) 0 8) 369 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QJARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54525C 1QTR 2QTR 3OTR 40TR 1QTR 20TR 3QTR 4QTR 
£4ANHOURS STAT 

SENIOR PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0. oO. | 0 0 ft?) 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 | 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe« STAFF MEMBER 0 0 i) 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

ZOTAL CWBS 54525C 
MANHOURS 0 0 0 0 0 0 206 163 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 54525C 1Q0TR 2QTR 30TR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C “9 0 0 0 0 
PRINCIPAL STAFF MEMBER Oo 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 
ASST» STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 54525C 
MANHOURS 0 0 0 0 369 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


3 
oO 
oO 
> 
uu 
QO 
Lu 
cc 
<x 
= 
Qa 
oc 
<{ 
= 
© 
vt 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 


CWBS 546100 3OTR 4QTR 1QTR 20TR 3JOTR 4QTR 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTIRS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMTe SRe STAFF 
TECHe SUPVe STAFF 

SY¥Se ANALe SPECe 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —-CF 


aS 
oO 
mwooooocooconoocececocooooeoocoso 


» 

oa 
wpooococoocoeooonocoocoooce@ecodooooce 

© 
moooooccoooceuwvcedcoeococeccoooeoo 

a 

ive} 
@SBooooeoceodoewocococecceoococoodco 


@ 
° 
mooooooooomooooeceooocococo 


ENGINEER —-CF 
ENGINEER TECH. ~CF 
TOTAL 30 46 46 69 69 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LSVEL 

BY CWBS BY FY 82-88 QUARTERS 

FISCAL YEAR 
1984 1985 
CWBS 546100 1QTR . 2QTR JOTR 40TR 1QTR 20TR 3QTR 40TR 
STAT 


MANHOURS 


PkOJECT OPERATIONS, SRe 1) ) t) rt) 0 0 0 0 
PROJECT OPERATIONS 0 0 () 0 0 0 i) 0 
OPERATIONS SUPPORT rt) 0 0 0 0 0 0 0 
COMPUTER SYSTEMS SPECe 0 0 0 0 0 0 0 0 
COMPUTER PROGRAM ANALe 1) 0 0 0 0 0 0 0 
COMPUTER PROGRAKMER 0 0 0 0 0 0 ft) 0 
ASSOC *« PROGRAMMER 0 0 (4) 0 0 0 0 0 
ENGINEER, SENIOR 0 0 0 0 0 0 0 0 
ENGINEER 0 0 0 0 0 0 0 (0) 
ENGINEER ASSOCIATE 2 o 0 o o o Q 0 
ENGINEER TECHNICIAN rt) 0 0 1) 0 0 0 0 
HUMAN/FACTORS SCiIe SRe 0 0 0 0 0 0 0 0 
HUMAN/FACTORS SCIe 0 0 0 0 rt) ) 0 0 
HUMAN/FACTORS SPECe 0 0 0 0 0 0 0 0 
PROJe MGMT SRe STAFF 693 693 694 693 0 0 0 0 
TECHe SUPVe STAFF 0 0 0 0 0 0 0 0 
SYSe ANALe SPECe 0, 0 0 0 0 0 0 0 
SYSe ANALe SENIOR 0 0 0 0 : 0 0 0 0 
SYSe ANALYST 0 0 0 0 0 0 0 a) 
SECRETARY SUPPORT 0 1) ?) 0 0 0 0 0 
PROJe OPERATIGNS -CF 0 0 ?) 0 0 0 0 0 
COMPse PROGe ANALe -CF 8) 0 0 0 0 0 0 0 
ENGINEER -CF rt) 0 0 1) 0 0 0 0 
ENGINEER TECHe -CF 0 0 a) 0 0 0 a) (8) 

TOTAL 693 693 694 693 0 0 't) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546100 1VTR 2QTR 3QTR 40TR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS »SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT oe SRe STAFF 
TECHe SUPVe STAFF * 
SYSe ANALe SPECe 

SYSe ANAL. SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJ» OPERATIONS -CF 
COMP. PROGe ANALe ~-CF 


608 


eoooocooeocoooeocoeooooocoooocnodco 
eooooceoooooece@eooocooeooececoocoo 
©CoOOCCSCOCOCOOCO OOOO OOO OCOCOOCCSCO 
mPoodogocoocooortooooooooooo0oode 


ENGINEER —-CF 
ENGINEER TECHe ~CF 
TOTAL 608 


CODTOODDODDOCOCOCOOCOCOOCOCOOOOOSO 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546100 3QTR 4QTR 1QTR 20TR 3QTR 40TR 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 | 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC+e STAFF MEMBER 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 it) 
DRAFTSMAN .O 0 0 0 0 0 
SECRETARY 0 0 0- 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 546100 
MANHOURS 308 462 462 693 693 693 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546100 10TR 2QTR 3QTR 4Q9TR 1QTR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL 8 i) ) 0 1) 0 ) 0 0 
SENIOR PRINCIPAL C 1) 0 0 1) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 1) 1) ty 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 1) tr) 
STAFF MEMBER 1) 0 0 0 0 0 1) 0 
ASSOC. STAFF MEMBER tr) 0 ) ") 0 ) 1) 1) 
ASST. STAFF MEMBER 0 0 0 1) 0 0 1) 1) 
SECURITY OFFICER ty 0 1) 0 ft) tt) 0 0 
DRAFTSMAN 0 0 0 0 0 ) 1) 1) 
SECRETARY 0 ty 0 0 0 0 0 0 
PITAL 1) 0 0 ) 0 ny 0 0 

TOTAL CWBS 546100 
MANHIURS  —° 693 693 694 693 0 1) 1) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546100 1QTR 2QTR JOTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL 8B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC es STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0. - 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 546100 
MANHOURS 0 0 0 1] 6084 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 546250 3Q7TR 4QTR 1QTR 2aTR 3QTR 
MANHOURS 

SKILL LEVEL A 0 rt) 0 0 34 
SKILL LEVEL B 0 Oo 0 0 180 
SKILL LEVEL C tt) 0 0 0 0 
SKILL LEVEL D 1) 0 0 0 0 
SKILL LEVEL E 0 0 0 0 | 0 

TOTAL 1) ft) 0 1) 214 
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4QTR 


125 


138 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 546250 1QTR 2QTR 3QTR 4QTR 
wawHouRS 

SKILL LEVEL A 0 0 0 0 
SKici LEVEL B & G c c 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 

TOTAL 0 0 0 0 
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TOTAL 


352 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546250 3QTR 40TR 1QTR 2QTR 3QTR 4QTR 
STAT 
MANHOURS 
SENIOR PRINCIPAL B r) 0 ¢) 0 0 0 
SENIOR PRINCIPAL C 1) rt) rt) 0 tt) (0) 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 oO. o |. 0 0 
STAFF MEMBER 0 0 rt) Oo | 0 0 
ASSOCe STAFF MEMBER rt) 9) rt) rt) rt) 8) 
ASST « STAFF MEMBER 0 0. 0 0 0 0 
SECURITY OFFICER rt) 0 0 0 1) 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRB@ARY ¢) 0 0. 0 0 (1) 
TOTAL 0 Q 0 0 0 0 
TOTAL CWBS 546250 
MANHOURS 0 0 0 . 0 214 138 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY C¥BS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CKBS 546250 1QTR 2QTR 3QTR 4QTR TOTAL 
— antours STAT 

SENIOR PRINCIPAL B 0 0 0 0 ) 
SENIOR PRINCIPAL C 0 1) 1) 0 0 
PRINCIPAL STAFF MEMBER ) 1) 1) 1) 0 
SENIOR STAFF MEMBER 1) 0 1) 1) 0 
STAFF MEMBER 0 0 0 1) ) 
ASSOCe STAFF MEMBER 0 1) 0 1) 1) 
ASST« STAFF MEMBER ~ 0 1) i) 1) 0 
SECURITY OFFICER 0 ) 1) 1) i) 
DRAFTSMAN 0 i) 0 7) 0 
SECRETARY 0 1) 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 546250 
MANHOURS 0 0 0 0 352 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546213 3QTR 4Q7R 1QTR 2QTR 3QTR 4QTR 
MANHOURS STAT 
SKILL LEVEL A 0 7 0 1) 0 0 
SKILL LEVEL B 517 716 0 0 0 0 
SKILL LEVEL C 336 448 0 rt) ) 0 
SKILL LEVEL D 0 0 0 0 1) rt) A] 
SKILL LEVEL E 0 0 0 0 0 0 
TOTAL 853 1164 0 0 0 1) 
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CWBS 546213 


MANHOURS 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 


FISCAL YEAR 
1988 
1QOTR 2Q0TR 3QTR 40TR 


SKILL LEVEL A 0 O 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 

TOTAL 0 0 i) | 0 
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TOTAL 


2017 


STAT 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


MANHOU 


EXHIBIT 6 
RS BY SKILL LEVEL 


BY CWBS BY FY 82-88 YUARTERS 


CWBS 546213 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


STAFF MEMBER 


ASSOC. STAFF MEMBER 


ASSTe STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 546213 
MANHOURS 


JOTR 


853 


FISCAL YEAR 
1982 1983 
40TR 10TR 2QTR  3QTR 


0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 0 0 0 
0 i) tt) 0 
0 0 0 0 
1164 0 0 0 


40TR 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR | 
1988 
CWBS 546213 LOTR 2QTR 3QTR 4QTR TOTAL 
MANHOURS . STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 1) 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 1) 1) 0 
STAFF MEMBER 1) 0 0 0 0 
ASSOCe STAFF MEMBER 0 ry ry 0 0 
ASST « STAFF MEMBER 0 rT) 0 0 0 
SECURITY OFFICER ) 0 0 0 0 
DRAFTSMAN oO 0 0 7) 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 Q 0 0 0 

TOTAL CWBS 546213 
MANHOURS 0 0 rf] 0 2017 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 & 


PAGE1005 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546214 3QTR 4yTR 1yTR 2yTR 3QTR 4QTR 
MANHOURS STAT 
SKILL LEVEL A 0 0 0 rT) 0 rt) 
SKILL LEVEL B 0 448 1) 0 0 0 
SKILL LEVEL C 0 0 0 0 0 0 
SKILL LEVEL D rt) 0 0 0 0 0 
SKILL LEVEL E ry ry 0 0 0 0 
TOTAL | 0 448 0 0 0 0 
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CWBS 546214 


MANHOURS 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3uUTR 4QTR 


SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 ry 0 
SKILL LEVEL D 0 0 0 0 
SKIuL LEVEL E 0 U 0 0 

TOTAL 0 0 0 0 
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TOTAL 


448 


448 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 546214 30OTR 40TR LOTR 20TR 3QTR 40TR 
| | wansours 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER ‘0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 t 0 0 
STAFF MEMBER 0 0 0) 0) 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 
SECUKITY OFFICER ) 0 0 0 0 0 
DRAFTSMAN 0 0 O 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TO1AL CWBS 546214 
MANHOURS 0 448 0 0 0 0 
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ae iad 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS. BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546214 1Q7TR 2uUTR JOTR 4QTR TOTAL 
| uawnours STAT 

SENIOk PRINCIPAL B 0 0 0 0 0) 
SENIOk PRINCIPAL C 0 0 0 0 0 
PKINUIPAL STAFF MEMBER 0 0 0 0 0 
SENIOX STAFF MEMBER 0 V) 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER i) 0 0 0 i) 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAF12 SHAN 0 0 0 0 0 
SECRETARY 0 Oo 0 0 0 
TOTAL Q 0 0 0 0 

TOTAL CWBS 546214 
MANHOURS 0 0 0 0 448 
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CWBS 546225 


MAN HOURS 


SKILL LEVEL 


SAILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-8 


1982 . 
3QTR 40TR 


D 0 0 


E 0 O 


TOTAL 0 ) 
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8 QUARTERS 


FISCAL YEAR 
1983 
1uTR 2QTR 3UTR 


¢) 0 0 
184 441 488 
) 0 0 
0 0 0 
0 0 0 
184 441 488 
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40TR 


STAT 


SS ———————— eee nnn 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1010 © 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546225 10TR 2yuTK 3QTR 4QTR TOTAL 
MANHOURS STAT 

SAILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 1113 
SAILL LEVEL C 0 8) 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 U 0 0 0 

TOTAL 0 0 0 0 1113 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 546225 JQTR 40TR 1QOTR 2QTR 3QTR 4QTR 
MANHOURS tet 

SENIOR PRINCIPAL B 0) 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC+s STAFF MEMBER 0 0 0 0 0 0 
ASST .« STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 U 0 
DRAFTSMAN 0 0 0 ¢) 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 346225 
MANHOURS 0 0 184 441 488 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546225 1yTR 2UTR 3QTR 40TR fOTAL 
MANHOURS STAT 

SENIOk PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C : 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 1] 0 ) 0 
STAFF KEMBER 0 0 O 0 0 
ASSOC « STAFF MEMBER 0 0 . 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 QO 0 0 0 
DRAFT SM AN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 546225 
MANHOURS O 0 0 0 1113 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 346245 


MANHOURS 


SKILL LEVEL A 


SKILL LEVEL B 


SKILL LEVEL C 


SKILL LEVEL D 


SKILL LEVEL E 


TOTAL 


a  CCCCC_C_CUAcpproved For Release 2007/09/04 : CIA-RDP84T00037RO00300040001-4 


3QTR 


1982 
4Q0TR 


FISCAL YEAR 
1983 
1QTR 2uTR IOTR 


0 0 0 
338 157 332 
155 284 156 

0 0 0 

0 0 0 
493 441 488 


4QTR 


448 
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STAT 


a Soha SAS, 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546245 1yTR 2QTR 3QTR 40TR 1QTR 2uTR 3QTR 4Q0TR 
MANHOURS STAT 

SKILL LEVEL A 0 0 ) .0 1) 0 0 0) 
SKILL LEVEL B 338 165 332 323 17 4) 0 1) 
SKILL LEVEL C 155 284 156 125 0 ) rt) 0 
SKILL LEVEL D rt) 0 U 0 rt) 1) i) rt) 
SKILL LEVEL E 0 0 0 rt) 0 8) rt) 0 
TOTAL 493 449 488 448 q7 re) rt) 0 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 546245 1QTR 2QTR 3OTR 
| | MANHoURS 

SKILL LEVEL A 0 0 0 
SKILL LEVEL B 0 0 0 
SKILL LEVEL C 0 0 0 
SKILL LEVEL D 0 1) 0 
SKILL LEVEL E 0 0 0 

TOTAL 0 0 0 


4Q0TR 
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TOTAL 


3825 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


STAT 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1016 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546245 3QTR 4UTR 1yTR 2QTR  3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 t) 1) ft) 0 0 
SENIOK PRINCIPAL C 0 0 ft) 0 0 tt) 
PRINCIPAL STAFF MEMBER i) 0 1) rt) 0 it) 
SENIOR STAFF MEMBER 0 0 rt) 0 ft) 0 
STAFF MEMBER 0 O 0 0 0 't) 
ASSOCe STAFF MEMBER | 0 rt) 1) ) 1) 0 
ASST« STAFF MEMBER 0 1) t) 0 1) 0 
SECURITY OFFICER 0 rf) 0 0 ) ft) 
DRAFTSMAN 0 0 ) 0 0 0 
SECRETARY 0 0 i) 0 ) 1) 
TOTAL — 0. 0 0 0 0 0 

TOTAL CWBS 546245 
MANHOURS 0 1) 493 441 488 448 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 546245 1yTR 2UTR 3QTR 4QTR 1QTR 2Q07R 3QTR 4QTR 
“ANHOURS STAT 

SENIOR PRINCIPAL B ft) 0 0 ) 1) 0 0 ft) 
SENIO“ PRINCIPAL C 0 ) 0 1) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 ) 1) 0 0 0 0 
SENIOK STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER ) 0 0 1) ft) 0 0 0 
ASSOC. STAFF MEMBER rt) tt) tf) 0 0 0 0 ft) 
ASST« STAFF MEMBER rt) 0 0 1) rt) 0 0 W) 
SECURITY OFFICER (t) 0 t) ft) 0 0 tf) 0 
DRAFTSMAN 1) 0 0 ft) 0 0 ) ft) 
SECRETARY 0 0) 0] 0) 0 0 0) 0 
TOTAL 0 0 0 0 0 0 0 0 

ZOTAL CWBS 546245 
MANHOURS 493 449 458 448 77 0 0 0) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546245 1QTR 2UTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOCse STAFF MEMBER 0 0 0 0 0 
ASST e« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 U 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 546245 
MANHOURS 0 0 0 0 3825 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546253 IUTR 40TR 1uTR 2QTR 3UTR 4Q0TR 
MANHOURS . STAT 
SKILL LEVEL A 0 0 0 0 0 34 
SKILL LEVEL B 0 0 0 0 0 181 
SKILL LEVEL C 0 0 155 157 0 0 
SKILL LEVEL D 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0) it) 0 0 
TOTAL 0 0 155 157 0 215 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546253 LOTR 2QTR 3QOTR 4uUTR 1QTR 2QTR 3QOTR 40TR 
MANHOURS STAT 

SKILL. LEVEL A 16 0 0 (?] 0 0 0 0 
SKILL LEVEL B 154 4) rt) 0 0 1) 0 0 
SKILL LEVEL C 0 rt) 0 0 0 rt) rt) 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILu LEVEL E o 0 rt) 0 rt) ) 0 0 
TOTAL 170 1) ‘0 0 0 ¢) 0 0 
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CWBS 546253 


MANHOURS 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1yTR 2QTR 3OTR 4QTR 


SKILL LEVEL A O 0 0 0 
SKILL LEVEL B 0 0 if) 0 
SAILL LEVEL C 0 O 0 0 
SKILL LEVEL D 0 O 0 0 
SKILL LEVEL E 0 0 0 0 

TOTAL 0 O 8) 0 
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TOTAL 


697 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 546253 3UTR 40TR 1QTR 29TR 3QTR 4YTR 
| MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER o 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER . 0 0 0 0 0 0 
ASSOC +e STAFF MEMBER 0 0 0 0 0 0 
ASST +s STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 546253 
MANHOURS 0 0 155 157 0 215 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546253 1QTR 2QTR 3UTR 4Q0TR 1QTR 2QTR 3QTR 40TR 
——— |danwnours STAT 

SENIOk PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 Oo 0 0 0 0 0 
SENIOR STAFF MEMBER 0 VU 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC+e« STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSfe STAFF MEMBER 0 0 0 0) 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 Q 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

1OTAL CWBS 546253 
MANHOURS 170 0 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546253 AvyTR 2yTR 3QTR 4QTR TOTAL 
| | wannours STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 i) 
PRINCIPAL STAFF MEMBER ) i) 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 i) 0 0 0 
ASSOC. STAFF MEMBER ) o . oa o 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 ) i) i) 
DRAFTSMAN 0 0 0 ) 0 
SECRETARY 0 0 0 0 0 
TOTAL 1) Wy) 0 0 0 

TO1AL CWBS 546253 
MANHOURS 1) 0 0 0 6$7 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QWYUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 546254 3QTR 4UTR 1QTR 2UTR 3UTR 
MANHOURS 

SAILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 154 109 0 
SKILL LEVEL C 0 0 155 175 0 
SKILL’ LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 

TOTAL 0 0 309 284 0 
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4QTR 


125 


125 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546254 1QTR 2JTR 3QTR 4UTR 1QTR 2Q0TR 3QTR 40TR 
MANHOURS STAT 
SKILL LEVEL A 0 O 0 0 0 0 0 0) 
SKILL LEVEL B 0 109 0 125 0 0 0 0 
SKILL LEVEL C 154 0 152 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKI«il LEVEL E 0 ) 0 F) 0 0 0 0 
TOTAL 154 109 152 125 0 0 0 0 
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CWBS 546254 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3OTR 4UTR 


TOTAL 0 0 0 0 
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TOTAL 


1258 


STAT 


SS ees 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 546254 3QTR 4QTR 1yTR 2QTR 3QTR 4yTR 
« ANHOURS | STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER v 0 0 0 0 0 
SENIOR STAFF MEMBER 0 ) 0 0 0 i) 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 oO 0 0 0 0 
ASST e STAFF MEMBER 0 1) 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFT SMAN v . 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 

TOTAL 0 0 0 0 0 0 
TOTAL CWBS 546254 


MANHOURS 0 0 309 284 0 125 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CHBS 546254 1QOTR 2Q0TR 3QTR 40TR 1Q7R 2QTR 3QTR 4UTR 
STAT 
MANHOURS 

SENIOR PRINCIPAL B v) OQ 0 0 0 0 0 0 
SENIGK PRINCIPAL C 0 0 0 0 Uv 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEUBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 O 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0) 0 0 0 
DRAFTSMAN 0 0 0 0 Uv 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 546254 
MANHOURS 154 109 152 125 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546254 iypTR 2yTR 3eTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 ry 0 ry 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC + STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER , 0 1) 0 tt) 0 
DRAF1SMAN 0 0 0 0 0 
SECRETARY 0 0 0 1) 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 546254 
MANHOURS ' 0 0 0 0 1258 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 546255 3UTR 4QTR 1QTR 20TR 3QTR 
MANHOURS 

SAILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 
SAILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 0 
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142 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546255 1Q9TR 2QT7R 30TR 4QTR 1Q0TR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 rt) 0 0 0 rt) 0 
SKIiL LEVEL B 155 165 156 142 1) o 0 0 
SKILL LEVEL C 0 rt) rt) 0 rt) 0 0 0 
SKILL LEVEL D 0 rt) O rt) 0 0 rt) 0 
SKILL LEVEL E 0 rt) rt) 0 1) 0 rt) 0 
TOTAL 155 165 156 142 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 5460255 1QTR 2UTR 3UTR 4Q0TR 
 MANHOURS 

SKILL LEVEL A 0 tv) 0 0 
S&AIcL LEVEL B 0 0) 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SAILL LEVEL E 9) 0 0 0 

TOTAL 0 O 0 O 
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TOTAL 


760 


760 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR | 
1982 1983 
CWBS 546255 3UTR 40TR 1yTR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFT SMAN o Oo 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL ChBS 546255 
MANHOURS 0 0 0 0 0 142 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 546255 1UTR 2Q0TR 3uUTR 4uTR 1QTR 2UTR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENZOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 O 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 546255 
MANHOURS 155 165 156 142 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546255 1yTR 2uTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 07 0 0 ) 0 
SENIOR PRINCIPAL C 0 1) 0 1) 0 
PRINCIPAL STAFF MEMBER 0 rt) 0 tt) 0 
SENIOKX STAFF MEMBER rt) rt) 0 1) 0 
SIAFF MEMBER 0 0 1) 0 0 
ASSOC. STAFF MEMBER 0 V) 0 1) tt) 
ASSTe STAFF MEMBER ) 0 0 ) 0 
SECUKITY OFFICER 0 1) 1) 0 1) 
DRAFTSMAN 0 ft) 0 0 0 
SECRETARY 0 0 0 rt) 0 
TOTAL 1) 1) 0 0 0 

TOTAL CWBS 546255 
MANHOURS 0 0 0 0 760 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546256 LOTR 22TR 3QOTR 4UTR 1QOTR 2UTR 3OTR 40TR 
STAT 
MANHOUKS 
SKILL LEVEL A 35 11 0 0 0 0 r?) 0 
OKILL LEVEL B 184 109 0 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 Q 0 O 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 10) 0 0 0] 0 0 0) 
TOTAL 219 120 0 0 0 0 0 0 
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CWBS 546256 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 


FISCAL YEAR 
1988 
1QOTR 2QOTR IUTR 40TR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL rv) 0 Oo 0 
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TOTAL 


293 


339 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 546256 1uTR 2QTR 3QTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 tt) 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 iy) 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 tt] 0 0 0 
ASSOC.e STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAtF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
LOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 546256 
MANHOURS 219 120 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILU LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 546256 LOTR 2OTR 3UTR 40TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOk PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 O 
SENIOR STAFF MEMBER 0 0 0 . 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 it) 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 it) 
SECRETARY ) 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 546256 
MANHOURS 0 0 0 0 339 
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4.7 HARDWARE DEV (IOC) - 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547100 LOTR ZQTR 3QTR 4UTR 10TR 2QTR 3QTR 40TR 
MANHOURS STAT 


PROJECi UPERATIONS «SRe 
PROJECT OPERA IONS 
OPEKATIONS SUPPORT 
COMPUTER SYSTEMS SPEC 
COMPUTER PROGRAM ANAL-« 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/FACTORS SCI 
HUMAN/FACTORS SPECe 
PROJe MGMTe Ske STAFF 
TECHe SUPVe STAFF 
SYSe ANALs SPEC. 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROde OPERATIONS -CF 
CUMPse PRUGe ANALe —CF 


Oo 
00 
oooceceocectocoeocoocoocecoocoo 


on 
ice] 
eooeooceoeoooeoceoooeoocecoonoeoo 


» 
oO 
eooocooooceceooooocoecoooccocrmcewmcCo coolc€ 


eooocooccooeoocoeocecocoocecoooodco 
Spe Se ety nS Say Oe Se arte, Se ee a eee 
eooooccoooocococoocoeoocwowoooooocs 
eooocoooooocecooeoooooooo 
a 
moooococococo0ooewceoccoecoceocooooe 


ENGINEER —-CF 
ENGINEER TECHe -CF 
TOTAL 68 63 46 15 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547100 1QTR Z2uTR 3UTR 4uTR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PHKOJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOC e PRKOGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCI«e SRe 
HUMAN/FACTORS SCic 
HUMAN/FACTORS SPECe 
PKOJe MGMT e Ske STAFF 
TECHe SUPVse STAFF 

SY¥Se ANALe SPECe 

SY¥Se« ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGe ANALe —CF 


199 


coooceoecocooocoococoocoocecocuuc(a 
Srey age a. a rane Pere nee ee 
cooocoocoocoocoocoecocoecooooo 
eooocooooqcooooeococeooooecoeooooo 
mwNoocooocoocconocococoooooceocn“a 


ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 199 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChHBS 547100 1Q7TR 2QTR 30TR 4Q0TR 1QTR 20TR 3QTR 4yTR 
{ANHOURS 

SENIUOR PRINCIPAL B 0 0 rt) 0 0 0 0 ¢) 
SENIOR PRINCIPAL C rt) rt) rt) 0 0 0 rt) 0 
PRINCIPAL STAFF MEMBER rt) 0 rt) 1) rt) 0 0 ¢) 
SENIOR STAFF MEMBER a) 0 0 ¢) 0 0 0 ) 
STAFF MEMBER rt) 0 0 0 rt) 0 1) 0 
ASSOC.s STAFF MEMBER 0 rt) 0 rt) 0 0 0 0 
ASSIe STAFF MEMBER 1) O rt) 0 rt) 0 0 0 
SECURITY OFFICER 1) 0 rt) rt) 1) 0 0 0 
DRAFTSMAN 0 rt) ) 0 rt) 0 1) 0 
SECRETARY ) *) rt) 0 rt) 0 0 0 
TOTAL 0 0 1) rt) 0 0 0 0 

TOTAL CWBS 547100 
MANHOURS 0 0 rt) rt) 689 690 460 153 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547100 1uTR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 rt) 0 0 1) | 
SENIOR PRINCIPAL C 1) 1) 0 0 tt) 
PRINCIPAL STAFF MEMBER 0 1) 0 0 1) 
SENIOR STAFF MEMBER 7) 0 ft) 0 rc) 
STAFF MEMBER ) 0 0 ) 0 
ASSOC e+ STAFF MEMBER 0 0 ) 0 0 
ASSTe« STAFF MEMBER 0 1) 0 0 0 
SECURITY OFFICER 0 1) 0 1) 1) 
DRAFTSMAN 0 1) 0 0 ) 
SECRETARY 1) 0 ff) 0 0 
TOTAL ) 0 0 0 | 0 

TOTAL CWBS 547100 

MANHOURS 0 0 0 0 1992 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547250 10TR 2QTR 3QTR 4QTR 1QTR 20TR 3QTR 40TR 
MANHOURS STAT 

SKILL LEVEL A 0 35 16 0 0 1) 0 1) 
SKILL LEVEL B 0 175 152 0 0 rn) 1) 0 
SKILL LEVEL C 1) 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 1) 0 0 0 0 0 
TOTAL 0 210 168 0 rt) 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547250 10TR 2Q0TR 3QTR 4QTR TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 0 0 0 51 
SKILL LEVEL B 0 0 ) 0 327 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 378 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547250 19TR 2yTR 3QTR 4yTR 1QTR 2QTR 3QTR 4UTR 
|_| ManHours STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SEN1OR PRINCIPAL C 0 0 1) 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 1) 
SENIOR STAFF MEMBER 0 0 0 1) 0 0 0 tr) 
| STAFF MEMBER 0 0 4) 1) 0 ) 0 0 
ASSOCs STAFF MEMBER 1) 0 oO 0 0 0 0 1) 
ASST. STAFF MEMBER 0 0 0 0 0 0 0 ) 
SECURITY OFFICER 0 0 1) 0 0 0 0 1) 
DRAFTSMAN 1) 0 0 ) 0 0 0 0 
SECRETARY 0 0 o | rr 0 0 1) ry 
TOTAL 0 0 0 0 U 0 0 0 

TOTAL CWBS 547250 
MANHOURS 0 210 168 0 0 0 0 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~—88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547250 1QTR 2QTR 3yTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 o 0 a) 0 
SENIOk PRINCIPAL C 0 0 0 0 1) 
PRINCIPAL STAFF MEMBER a!) tt) 0 0 0 
SENIOR STAFF MEMBER 0 1) 0 0 0 
STAFF MEMBER rt) 0 0 1) i) 
ASSOC e« STAFF MEMBER 1) 0 0 0 ft) 
ASST « STAFF MEMBER ft) ) ft) ) 0 
SECURITY OFFICER 0 0 0 1) ft) 
DRAFTSMAN ) 1) 0 1) ft) 
SECRETARY ) 0 ) 0 ft) 
TOTAL rt) ) i) 0 0 

TOTAL CWBS 547250 
MANHOURS 1) 0 0 0) 378 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547245 1QTR 2yTR 39TR 4yTR 19TK 2UTR 3Q9TR 40QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 ry 0 ry 0 
SKILL LEVEL B 0 ry 0 0 261 157 332 142 
SKILL LEVEL C 0 0 0 0 155 284 156 216 
SkILt LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 o 0 
TOTAL 0 0 0 0 416 441 488 358 
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CWBS 547245 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1uTR 20TR 3UTR 4QTR 


MANHOURS 

SKILL LEVEL A 1) 0 1) 1) 

SKILL LEVEL B 0 0 0 1) 

SKILL LEVEL C 7) tt) 1) 1) 

SKILL LEVEL D 1) 1) 0 0 

SKILL LEVEL E 0 1) tr) 0 
TOTAL 0 1) 0 0 
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TOTAL 


1703 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yYUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547245 1yTR 2vTK  3YTR 40TR 1QTR 2yTR 3QTR 4QTR 
MANHOUKS STAT 
SENIOR PRINCIPAL B 0 1) 0 0 0 0 0 ft) 
SENIUR PRINCIPAL C 0 0 1) 0 1) 1) f(t) 6) 
PRINCIPAL STAFF MEMBER ) 0 0 rt) 0 0 t) 0 
SENIOR STAFF MEMBER 1) 0 0 1) 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER ~ 0 0 9) t) 0 0 0 0 
ASSTe STAFF MEMBER 0 1) 0 9) 0 0 0 1) 
SECUKITY OFFICER o . oO 1) 0 ) 0 0 1) 
DRAFTSMAN 0 0 0 ft) 0 0 0 0 
SECRETARY 0 ) 0 1) 0 0 0 0 
TOTAL 0 0 0 0 0 0 (8) 0 
1UTAL CWBS 547245 
MANHOURS 0 0 0 0 416 441 488 358 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547245 1QTR 2yTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B tt) 0 1) tt) 0 
SENIOR PRINCIPAL C 0 0 1) 1) 0 
PRINCIPAL STAFF MEMBER 1) 1) tt) ft) 0 
SENIOR STAFF MEMBER 1) ) 1) 1) 0 
STAFF MEMBER 0 0 1) tt) ) 
ASSOC. STAFF MEMBER 1) 1) tt) 1) 0 
ASST « STAFF MEMBER 0 0 ft) 0 0 
SECURITY OFFICER tt) 0 1) 1) 1) 
DRAFTSMAN ) ") 1) 1) 0 
SECREZARY 1) i) 1) 1) 0 
TOTAL i) 0 tt) 1) 1) 

TOTAL CWBS 547245 
MANHOURS ) 0 1) 0 1703 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547253 1yUTR 2uTR 3QTR 4UTR 1QTR 2QTR 3Q0TR 40TR 
MANHOURS STAT 

SKILL LEVEL A t) rt) 34 13 0 0 0 0 
SKILL LEVEL B 0 0 180 125 (1) 0) (t) ct) 
SAILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 rf) ") 0 - 0 0 0 0 
SKILL LEVEL E 0 0) 0 0 (1) t) (1) ct) 
TOTAL 0 0 214 138 0 0 0 0 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


CWBS 547253 


SKILL 
SKILL 
| SKILL 
SKILL 


SKILL 
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MANHOURS 


LEVEL 


LEVEL 


LEVEL 


LEVEL 


LEVEL 


Tor 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1UTR 2QTR 3QTR 40TR 


A 0 0 0 0 
B 0 0 0 0 
Cc 0 0 0 0 
D 0 0 0 0 
E cv) 0 O 0 
AL 0 0 0 0 
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TOTAL 


305 


352 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547253 10TR 2Q0TR 3Q0TR 4QTR 1Q97TR 2QTR 3QTR 4yTR 
STAT 
MANHOURS 

SENIUR PKINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 ry o- 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 ry 0 0 0 0 0 0 
SENIOR STAFF MEMBER ry 0 0 ry 0 0 0 0 
STAFF MEMBER 0 0 ry 0 ry 0 0 0 
ASSOC.s STAFF MEMBER 0 0- 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 uv ry ry 0 0 0 0 
SECURITY OFFICER 0 0 0 ry 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 ry 0 0 0 0 0 0 

ZOTAL CWBS 547253 
MANHOURS 0 0 214 138 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547253 1vuTR 2UTR 3QTR 4QTR TOTAL 
STAT 
MANHOURS 

SENIOK PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C . oO 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 Oo 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 8) 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 O 0 0 
TOTAL 0 0 0 Q 0 

TOTAL CWBS 547253 
MANHOURS 0 0 0 0 352 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547256 1UTR 2Q7R 3QOTR 4UTR 1UTR 2Q0TR 3QOTR 40TR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 19 16 0 0 0 
SKILL LEVEL B 0 0 0 181 154 0 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 200 170 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547256 1QTR 20QTR 3UTR 4QTR TOTAL 
STAT 
MANHOURS 
SkILL LEVEL A 0 6) rt) 0 35 
SKILL LEVEL B 0 i] 0 0 335 
SKILL LEVEL C T) 0 rt) 0 0 
SKILL LEVEL D 0 ¢) 0 rf) 0 
SKILL LEVEL E an) 1) 0 0 0 
TOTAL 0 0 0 0 370 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 547256 19TR«s«-2QTR)-ss BQTR) Ss 4QTR) «= 1QTR = 2QTR Ss: BYTR = 4QT R 
MANHOURS STAT 

SENIOK PRINCIPAL B 0 0 oOo 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOK SLAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC. STAFF MEMBER o 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAF1SMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 o 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

1UTAL CWBS 547256 
MANHOURS 0 0 0 200 170 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 547256 1yTR 2Q0TR 3QTR 4QTR TOTAL 
MANHOURS | STAT 

SENIOX PRINCIPAL B O° 9) ) 1) 0) 
SENIOn PRINCIPAL C 1) rt) 1) ) ft) 
PRINCIPAL STAFF MEMBER 7) tt) 0 0 0 
SENIOR STAFF MEMBER 0 rt) 0 fy) ft) 
STAFF MEMBER 0 0 it) ) ) 
ASSOC. STAFF MEMBER 0 0 1) 0 1) 
ASST « STAFF MEMBER 0 rt) 1) 0 0 
SECURI1Y OFFICER 0 0 1) 0 0 
DRAFT SM AN 1) 0 0 1) 0 
SECRETARY ) 0 0 1) 0 
TOTAL 0 ft) 0 0 0 

TOTAL CWBS 547256 
MANHOURS 0 i) 0 1) 370 


( 
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4.8 HARDWARE DEV (FOC) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 548100 lyTR  2yTR 3Q0TR 4yTR 1yTR 29TR 3QTR 4Q7R 
MANHOURS STAT 


PROJECT OPERATIONS »SRe 
PROJECT OPEKATIONS 
OPEKATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOC +e PkKOGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTOKS SCie SRe 
HUMAN/FACTORS SCI 
HUMAN/FACTORS SPECe 
PROJe MGMT. SRe STAFF 
TECHe SUPVe STAFF 

SY¥Se ANALe SPECe 

SYSe« ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -—-CF 
COMP. PROGe ANALe —-CF 


& 
—) 
eoooocoooocoocooccoecoooeceocoococnecocdoo 


eoocoococoeocecoeoococoocoocococo 
2 SS SS SS SS SSS SS ee SO See 
eooooocecoooecoeocoooooocooocdce 
qoooooocoooococeoooooceoce 
eoooodocooecoooocoeoceocoooooccecooe 
eooooooocoocooqoocooeoooe*owoooodco 
ooooooccoocecoooeocoeoocococoOmcUOCcOlc Om 


ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 30 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 548100 10TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS . STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPEC« 
COMPUTERK PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGse ANALese —-CF 


® 
© 
eooocooocoocoocoococoococeoocqoceoco 


eoccooocococooccocoecoeooecoddcuomcocmce 
ecocoococcoooceccoooooqooqoce coc 
eoocooeoocoocecoocooccoooceoqoooceocdcosa 
ecocooooooooecococooooooqoocecse 


ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 30 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 548100 1Q0T& 2QTR 3UTR 4UTR 1QTR 2Q0TR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 ") 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRiNCIPAL STAFF MEMBER 0 0 i) v) 0 0 0 0 
SENIOR STAFF MEMBER 0 , 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0) 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

ZOTAL CWBS 548100 
MANHOUKS 0 0 0 0 0 0 0 300 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 548100 1Q9TR 2yTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B ) 0 rf) tt) tt) 
SENIO« PRINCIPAL C 0 0 0 1) 0 
PRINCIPAL STAFF MEMBER 0 0 0 ) 1) 
SENIOR STAFF MEMBER rt) 1) 1) ) 1) 
STAFF “MEMBER 0 0 0 ) 0 
ASSOCe STAFF MEMBER 0 ) rt) 0 0 
ASST « STAFF MEMBER TF) 0 0 1) 0 
SECURIVY OFFICER 1) 0 ) tf) 0 
DRAFTSMAN ) 0 0 0 0 
SECRETARY 0 1) 1) tt) ) 
TOTAL 0 0 0 0 0 

TOTAL CWBS 5481U0 
MANHOURS i) 1) 0 1) 300 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yYUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 548250 1UTR 2 JTR 3UTR 40TR 1QTR 2QTR 3QTR 40TR 
| STAT 
MANHOURS 

SKILL LEVEL A 0 0 0 0 35 11 0 0 
SKILL LEVEL B 0 0 0 0 339 109 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SAILL LEVEL D 0 0 0 0 0 O 0 0 
SAILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 374 120 0 0 
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CWBS 548250 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 


FISCAL YEAR 
1988 
1QTR 2UTR 3WTR 40TR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKIiL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 


448 


494 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 548250 4uTR 2QTR 309TR 4yTR 10TR 2y7R 3Q7TR 40TR 
STAT 
wANHOURS 

SENIOR PRINCIPAL B 0 0 ry 0 rt) 0 0 1) 
SENIOK PRINCIPAL C 1) v ) 0 i) ) 0 0 
PRINCIPAL STAFF MEMBER 0 ry 0 rt) 0 fr) rt) 0 
SENIOR STAFF MEMBER 0 ) ‘0 0 ) i) 0 0 
STAFF MEMBER 0 rt) ) 1) 0 0 rt) 1) 
ASSOCe STAFF MEMBER 0 tr) ry 0 rt) 0 0 1) 
ASSTe STAFF MEMBER 0 ry 0 1) rf) r) 0 ) 
SECURITY OFFICER 0 i) 0 0 rt) 0 0 rt) 
DRAFTSMAN 0 0 ry 0 tf) ) 1) 1) 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 ry 0 ry rt) ry 1) ty 

TOTAL CWBS $48250 
MAN HOURS 0 0 0 0 374 120 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 548250 1yTR 2yTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 1) 0 0 0 
SENIOR PRINCIPAL C 1) 1) 0 0 0 
PRINCIPAL STAFF MEMBER v ) 0 1) 0 
SENIOR STAFF MEMBER 1) 0 ) 0 ct) 
STAFF MEMBER 1) 0 fF) 't) 0 
ASSOC « STAFF MEMBER rt) 9) 1) 0 0 
ASST STAFF MEMBER 0 0 0 0 0 
SECUkITY OFFICER ) tf) 0 ft) 0 
DRAFT SM AN 0 0 0 0 0 
SECRETARY 1) ) 1) ft) 0 
TOTAL 0 0 0 0 “0 

TOTAL CWBS 548250 
MANHOURS 0 ) ft) 1) 494 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 548253 1QTR 2QTR 3QTR 40TR 1QTR 2QTR 3QOTR 40TR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 34 16 0 
SAILL LEVEL B 0 0 0 0 0 332 152 0 
SAILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 G 0 0 0 0 0 0 
TOTAL 0 it) 0 0 0 366 168 0 
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CWBS 548253 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 
1988 
1UTR 2QTR 3QTR 4QTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 ) 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 


484 


534 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 

CWBS 548253 1yTR 2UTR 3QTR 4UTR 1QTR 2QTR 3YUTR 4QTR 

| |annours STAT 
SENIOR PRINCIPAL B tH) 0 t) 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 9) 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 (¢) 0 0 tt) rt) (¢) 
SENIOR STAFF MEMBER (¢) 1) 0 1) 0 ) 0 0 
STAFF MEMBER 0 0 (@) rt) 0 ft) 0 0 
ASSOCe STAFF MEMBER 0) 0 0 0 i) 0 0 ft) 
ASSTe« STAFF MEMBER 0) 1) 0 t) 0 0 0 ft) 
SECURITY OFFICER 0 0 0 0 1) 0 0 t) 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 ) 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

2OTAL CWBS 548253 

MANHOURS 0 0 0 0) 0 366 168 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 548253 1yTR 2yTR 3QTR 4QTR TOTAL 
|| MaNHOURS STAT 

SENIOR PRINCIPAL B 0 0 Oo 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER  _—O 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC« STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAF7 SM AN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL i) 0 0 0 0 

TOTAL CWBS 548253 
MANHOURS 0 0 0 0 534 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 548256 LUTR 2QJTR 3UTR 4Q0TR 1yuTR 2Q0TR 3QOTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 34 13 
SKILL LEVEL B 0 0 0 0 0) 0 336 113 
SKILL LEVEL C 0 0 0 8) 07 0 0 0 
SKILL LEVEL D 0 0 U 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 370 126 
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PAGE1074 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 548256 1QTR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 0 0 0 47 
SKILL LEVEL B if) 0 0 0 449 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 496 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAK 
1984 1985 
CWBS 548256 1QTR 2UTR 3QTR 4QTR 1yu7TR 2UTR 3QOTR 4Q0TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 : 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 548256 
MANHOURS 0 0 0 0 0 0 370 126 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 548256 1Q0TR = 2QTR 3YTR 40QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 ) 0 
SENIOR PRINCIPAL C ) 0 0 0 0 
PRINCIPAL STAFF MEMBER ) ) 0 1) 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 i) ft) 
ASSOC + STAFF MEMBER ) 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 fT) 
SECURITY OFFICER ty 0 i) 1) 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 ) 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 548256 
MANHOURS 0 0 0 0 496 
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4.9 ADPE 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 549100 3QTR 4QTR 1iyTR 2Q0TR 39TR 4QTR 
MAN HOURS 

SKILL LEVEL A 180 125 0 0 0 267 
SKILL LEVEL B 0 323 0 0 ?) 323 
SKILL LEVEL C 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0] 0 0 
SKILL LEVEL E 0 0 0 0] 0 0 
TOTAL 180 448 0 0 0 590 
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STAT 
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CwBS 549100 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 


FISCAL YEAR 


1988 
1QTR 2QTR IQTR 40TR 


D 0 0 0 0 


E 0 0 0 0 


TOTAL i) 0 0 0 


7 


PAGE1078 


TOTAL 


1218 
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PAGE1079 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 549100, 30TR 4QTR 1pTR 2QTR 3Q7R 4QTR 
STAT 
MANHOURS 
SENIOR PRINCIPAL B 7) oO ) 1) 0 rt) 
SENIOR PRINCIPAL C 0 rt) rt) rn) 1) 1) 
PRINCIPAL STAFF MEMBER 0 rt) 0 0 0 0 
SENIOR STAFF MEMBER Oo 0 ) 0 0 0 
STAFF MEMBEK rf) 0 0 0 rt) 0 
ASSOC « STAFF MEMBER | 1) rr) 1) 0 0 rt) 
ASST e STAFF MEMBER 0 0 0 1) 0 0 
SECURITY OFFICER 0 rt) 1) 0 1) 1) 
DRAFISMAN 0 (4) 0 rt) 0 1) 
SECRETARY rF) 0 0 0 0 0 
TOTAL 0 0 1) 0 0 0 
TOTAL CWBS 549100 
Mu ANHOURS 180 448 o 0 rt) 590 
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PAGE1080 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 549100 10TR 2QTR 3QTR 4Q7TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B ft) 0 1) 0 0 
SENIOR PRINCIPAL C tt) 0 1) 1) 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 tt) ft) tt) 1) 
STAFF MEMBER 0 0 0 0 1) 
ASSOC« STAFF MEMBER 0 0 ) 0 0 
ASSTe STAFF MEMBER 0 0 1) 0 0 
SECURITY OFFICER 0 0 0 0 i) 
DRAFT SM AN 0 0 0 0 0 
SECRETARY V) ) ff) 0 i) 
TOTAL 1) 0 0 0 0 

TOTAL CWBS 549100 
MANHOURS 0 1) 1) Oo 1218 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 549101 30TR 40TR 1yTR 20TR 3QTR 4yTR 
MANHOURS STAT 
SKILL LEVEL A 0 O 0 it] 0 0 
SKILL LEVEL B 180 448 493 109 0 0 
SKILL LEVEL C ) 448 493 441 488 448 
SKILL LEVEL D V) ) 0 1) 0) 1) 
SAILL LEVEL E 0 0 0 0 0 0 
TUTAL 180 896 986 550 488 448 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 549101 1QTR 2QUTR 3JUTR 4UTR 1QTR 2uTR 3QTR 40TR 
STAT 
ANHOURS 
SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL 8 0 0) 0 0 0 0 0 0) 
SKILL LEVEL C 493 0 152 125 154 109 152 125 
SKILL LEVEL D 0 0 0 O 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 493 0 152 125 154 109 152 125 
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CWBS 549101 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
' 1988 
1QTR 2UTR 3QTR 4QTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 O 
SKILL LEVEL E 0 t) 0 0 
TOTAL 0 0 0 0 
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TOTAL 


4858 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 549101 SOTR 4UTR LOTR 2UTR 3QTR 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 
PRINCIPAL STAFF MEMBER 
SENIOK STAFF MEMBER 


STAFF MEMBER 


ASSOC. STAFF MEMBER 0 0 0 0 0 0 
ASSITe STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 

TOTAL 0 oO 0 0 0 0 


TOTAL CWBS 549101 
MANHOURS 180 896 986 550 488 448 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 549101 10TR 2yTR 3yTR 4QTR 19TR 2Q0TR 397TR 49TR 
STAT 
MANHOURS - 

SENIOR PRINCIPAL B i) an? 0 i) 0 0 1) 0 
SENIOK PRINCIPAL C 0 0 0 ry rt) 0 1) 0 
PRINCIPAL STAFE MEMBER 0 0 0 rh) 0 0 rt) 0 
SENIOR STAFF MEMBER 0 0 0 1) 0 0 0 0 
STAFF MEMBER ry 0 ry 0 0 0 ) ) 
ASSOCe STAFF MEMBER ry 0 0 0 0 0 0 ry 
ASST. STAFF MEMBER o 0 ) 0 0 0 0 0 
SECURITY OFFICER ry 0 0 1) 0 0 0 0 
DRAFTSMAN 0 0 0 Pr) 0 0 0 rt) 
SECRETARY 1) 0 rt) rt) 0 0 0 0 
TOTAL ry 0 0 rn) 0 0 rt) 0 

TOTAL CWBS 549101 
MANHOURS 493 ry 152 125 154 109 152 125 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 549101 1QTR =2yTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B . ) oO 0 0 1) 
SENIOR PRINCIPAL C 1) 1) oO 1) 0 
PRINCIPAL STAFF MEMBER 0 1) 0 1) 1) 
SENIOR STAFF MEMBER 0 0 1) 1) 1) 
STAFF MEMBER ) 0 0 0 0 
ASSOC « STAFF MEMBER 1) 0 ) 1) 1) 
ASST. STAFF MEMBER rT) 1) 1) 1) 1) 
SECURITY OFFICER 0 1) 1) 1) 0 
DRAFTSMAN 1) 0 0 0 0 
SECRETARY 1) 0 1) 1) ) 
TOTAL i) ) 0 0 tt) 

TOTAL CWBS 549101 


MANHOURS 0 0 0 0 4858 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 549102 3QTR 4UTR 1UTR 2Q0TR 3QOTR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 v) 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 0 
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4QTR 


362 


362 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 549102 1yTR 2QTR 30TR 4uTR 1yUTR 2QTR 30QTR 40TR 
MANHOUKS STAT 

SKILL LEVEL A 0 0 1) 1) rt) 0 0 rt) 
SAILL LEVEL B 308 ) 0 0 1) 1) rt) rt) 
SKILL LEVEL C 1) 0 0 rt) r) rr) 1) 0 
SKILL LEVEL D rt) *) 0 1) 0 1) 0 0 
SKILL LEVEL E ) 0 0 0 0 rt) 0 0 
TOTAL 308 1) 0 0 0 0 (1) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1988 
CWBS 549102 1QTR 2Q0TR 3OTR 4UTR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SAILL LEVEL D 0 0 0. 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 


670 


670 


STAT 
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CWBS 549102 


MANHOUKS 


SENIOR PRINCIPAL B 


SENIOn PKINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOK STAFF MEMBER 


STAFF MEMBER 


ASSOC e STAFF MEMBER 


ASST « STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOVAL CWBS 549102 
MANHOURS 


EXHIBIT 6 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 


1982 
3UTR 40TR 


0 0 
0 0 
0 0) 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 


FISCAL YEAR 
1983 
LOTR 2QTR 3QOTR 


0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 


4QTR 


362 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 549102 10TR 2yTR 3QTR 4YTR 1QTR 2yTR 3QTR 4YTR 
MANHOURS STAT 

SENIOk PRINCIPAL B 1) 0 0 0 ) tt) 0 0 
SENIOR PRINCIPAL C 0 0 i) 0 0 ) 0 0 
PkKINCIPAL STAFF MEWBER 0 1) 1) ) ft) 0 0 0 
SENIOK STAFF MEMBER 0 0 0 ) 0 0 0 0 
STAFF MEMBER 0 1) 0 0 ) tt) 0 ft) 
ASSOCe STAFF MEMBER 0 0 0 1) ) 1) 0 0 
ASST se STAFF MEMBER 0 1) 0 tt) 7) 0 tt) 0 
SECURIZY OFFICER 0 0 0 0 0 tt) 0 0 
DRAFTSMAN 0 i) 0 0 0 0 1) 0 
SECRETARY ft) ff) 1) 1) ) 1) 0 0 
TOTAL 0 ) 0 ) 0 *) 0 i) 

TOTAL CWBS 549102 
MANHOURS 308 0 0 ) 0 tt) 0. 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 549102 10TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 
ASST + STAFF MEMBER 6 0 0 0 0 
SECURITY OFFICER | 0 v 0 0 0 
DRAFTSMAN 0 ) 0 0 0 
SECRETARY . 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 549102 
MANHOURS 0 0 7) 0 670 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-858 QUARTERS 


1982 
ChWBS 549301 3OQTR 4 
MANHOURS 

SKILL LEVEL A 0 
SKILL LEVEL B 0 
SAILL LEVEL Cc 0 
SKILL LEVEL D 0) 
SKILL LEVEL E 0 
TOTAL 0 


OTR 


362 


362 


FISCAL YEAR 
1983 
10oTR 2QTR 3QTR 


0 0 0 
308 0 361 
0) 0 0 
0 0 0 
0 0 0 
308 0 361 
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4QTR 


251 


251 
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CWBS 549301 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3UTR 40TR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E U 0 0 0 


TOTAL 0 0 0 0 
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TOTAL 


1282 


1282 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 549301 3UTR 4UTR LOTR 20TR 3QOTR 4QOTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL S@&AFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 1U 0 0 
ASSOC se STAFF MEMBER 0 0 tv) 0 0 0 
ASST e STAFF MEMBER 0 0 0 0 0 0 
SECURIZY OFFICER 0 0 0 0 0 0 
DRAFT SHAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CwBS 549301 
MANHOURS 0 362 308 0 361 251 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1988 
CWBS 549301 10TR 2yTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PKINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER o- 0 0 0 0 
ASSOC* STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 549301 
MANHOURS 0 0 0 0 1282 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 YUARTERS 


CWBS 541010 


MANHOURS 


SAILL LEVEL A 


SKILL LEVEL B 


SKILL LEVEL C 


SKILL LEVEL D 


SKILL LEVEL E 


TOTAL 


3UTR 


492 


492 


1982 
4UTR 
0 
1219 
0 
0 
0 
1219 


1uTR 


647 


647 


FISCAL YEAR 


1983 
2QTR + 3YTR 


0 0 
354 488 
i) 0 
0 0 
0 0 
354 488 
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4QTR 


289 


289 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541010 1UTR 29TR 3yTR 4yTR 19TR 29TR 3yTR 4QTR 
4 AN HOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 246 0 0 0 0 0 0 0 
SkIuL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 ry 0 0 
SKILL LEVEL E 0 oO 0 0 ry 0 0 0 
TOTAL 246 0 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 
FISCAL YEAR 
1988 
CWBS 541010 1QTR 2QTR 3JTR 4QTR TOTAL 
" Juanaours STAT 
SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 3735 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL 0 0 0 0 3735 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541010 3yUTR 40TR 1QTR 2QTR 3uUTR 4QTR 
MANHOURS STAT 
OFFICER 1) tt) 1) 0 0 ft) 
PRINCIPAL 277 417 139 0 0 139 
SRe ASSOCIATE 34 53 847 1246 1136 703 
ASSOCIATE 70 660 3127 4221 3856 2448 
SRe CONSULT 70 103° 2783 4122 3763 2389 
CONSULTANT 0 *) 1) 0 1) 0 
SECe WORD PROCESSOR 0 0 rt) 0 0 0 
TECHNICAL ASST. 0 #) ft) 0 0 ft) 
TECH EDITOR 0 ft) 0 0 0 0 
ENGe DRAFISMAN 0 't) 0 0 1) 0 
TOTAL 451 1233. 6896 95823 8755 5679 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY &2-88 YUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541010 1JTR 2UTR 3GTR 40TR 1Q0TR 2UTR 3UTR 40TR 
MANHOURS STAT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 417-278 0 0 0 0 0 0 
SKs ASSOCIATE 524 0 0 o- 0 0 0 0 
ASSOCIATE 1713 0 0 o- 0 0 0 0 
SK. CONSULT 1672 0 0 0 0 0 0 0 
CONSULTANT 0 ) 0 0 0 0 0 0 
SECe WORD PROCESSOR 0 ) i] 0 0 0 0 0 
TECHNICAL ASSTe 0 0) 0 rt) 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0] 0 0 0 0 0 0] 
TOTAL 4326 278 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541010 1QTR 2QTR 3yTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER 0 ) 0 0 0 
PRINCIPAL ft) 0 1) 0 1667 
SRe ASSOCIATE 0 rt) 0 0 4543 
ASSOCIATE 0 0 i) 0 16095 
SRe CONSULT 0 0 0 QO 14902 
CONSULT ANT 0 ff) 0 1) 0 
SECs WORD PROCESSOR 0 0 1) 0 0 
TECHNICAL ASST « 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 1) 0 0 0 
TOTAL 0 0 0 QG 37207 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541010 3QTR 4QTR 1Q0TR 2QTR 3Q7R £4QTR 
MANHOURS STAT 

PROJECT OPERATIONS ,SRe u 1) 0 0 0 0 
PKOJECT OPERATIONS ) ) 0 0 0 0 
OPERATIONS SUPPORT tt) 0 rt) 0) 0 tt) 
COMPUTER SYSTEMS SPECe 228 184 0 137 46 0 
COMPUTER PROGRAM ANALe 46 412 504 413 320 275 
COMPUTER PROGRAMMER ) 46 137 274 138 229 
ASSOC « PROGRAMMER ff) 0 rt) 0 0 0 
ENGINEER, SENIOR 0 1) 0 0 0 0 
ENGINEER 0 0 0 0 0 0 
ENGINEER ASSOCIATE 1) 0 0 1) 0 1) 
ENGINEER TECHNICIAN 1) 1) O 0 0 tt) 
HUMAN/FACTORS SCIe SRe tt) ) 0 7) 0 1) 
HUMAN/FACTORS SCIe 1) 0 1) 0 0 1) 
HUMAN/FACTORS SPEC. ") 1) rt) 7) 0 fy) 
PROJe MGMIe SRe STAFF 0 0 0 1) 1) 1) 
TECHe SUPVs. STAFF ft) 1) 0 0 0 ft) 
SYSe ANALs SPECe 0 1) 0 rt) 7) 0 
SYSe ANALs SENIOR ) ) 1) 0 0 0 
SYSe ANALYST ) 1) 0 0 0 0 
SECRETARY SUPPORT 1) 1) 0 0 1) ft) 
PROJse OPERATIONS -CF 0 ft) 1) 0 0 0 
COMP. PROGs ANAL. -CF 7) ft) 1) 0 1) i) 
ENGiNEER -CF 0 0 1) ) 1) 1) 
ENGINEER TECH. -CF ) 1) 1) 0 0 ) 

TOTAL 274 642 641 824 504 504 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CwBS 541010 10TR 2uTR 3UTR 4U0TR 1QTR 2UTR 3uTR 4uUTR 
MANHOURS STAT 

PKOQJECT OPERATIONS ,SRe t) 0 t) 0 0 0 0 0 
PROJELT OPERATIONS t) 0 0 v) 0 0 0 0 
OPERATIONS SUPPOki 0 0 *) 0 0 0 0 0 
CUMPUTER SYSTEMS SPECe 0 0 0 0 f) 0 0 0 
COMPULER PROGRAM ANAL« 367 46 Oo 0 0 0 0 0 
COMPUTER PKOGRAMMER 366 0 0 0 0 0) 0 0 
ASSOC « PKOGRAMMER t) 0 0) 0 0 ¢) 0 0 
ENGINEER, SENIOR 0 0 ft) 0 O 0 0 0 
ENGINEER 0 0 (t) 1) oO 0 9) (a) 
ENGINEER ASSOCIATE 0 0 t) 0 0 0 0 (a) 
ENGINEER TECHNICIAN 0 0 0 0 0 0 0 0 
HUMAN/ FACTORS SCIe« SRe 0 0 0 0 1) O t) 0 
HUMAN/FACTORS SCIe 0 0 0 0 0 0 (¢] 0 
HUMAN/FACTOKS SPECe 1) 0 0 0 0 0 rt) 0 
PROJe UGUTe Ske STAFF 0 0 0 0 0 0 0 0 
TECHe SUPVe STAFF 0 0 0 0 0 0] 0 0 
SYSe ANALe SPECe 0 0 0 0 O 0 0 0 
SYSe ANALe SENIOR 0 ) 0 oO 0 0 0 0 
SYSe ANALYST 0 0 0) a) 0 0 0 0 
SECRETARY SUPPORT 0 0 (t) ?) 0 1) 0 0 
PROJe OPERATIONS -CF Ct) 0 0 0 ft) t) 0 0 
COMPe PROGe ANALe —CF 0 0 ¢) 0 0 0 0 0 
ENGINEER —-CF 0 0 0 0 0 0 0 0 
ENGINEER TECHe -CF 0 0 0 0 0 0 t) 0 

TOTAL 733 46 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541010 10TR 2QTR 3Q9TR 4QTR TOTAL 
MANHOURS STAT 

PROJECT OPERATIONS _SRe 1) 0 0 1) ft) 
PROJECT OPERATIONS 1) 0 0 7) 0 
OPERATIONS SUPPORT 0 1) 1) 0 ) 
COMPU1ER SYSTEMS SPECe 1) 7) 0 1) 595 
COMPUTER PROGRAM ANALe 1) rh) 1) 0 2383 
COMPUTER PKOGRAMMER 0 0 0 Oo 1190 
ASSOC* PROGRAMMER 1) 0 0 1) 0 
ENGINEER, SENIOR 1) 1) 0 1) 1) 
ENGINEER ) 0 0 0 0 
ENGINEER ASSOCIATE 1) 1) 0 1) 0 
ENGINEER TECHNICIAN 0 0 0 1) 0 
HUMAN/FACTORS SCIe SRe 1) 1) 0 ) 1) 
HUMAN/FACZORS SCI« 0 ) rt) 0 1) 
HUMAN/FACTORS SPEC « 0 rt) 0 0 7) 
PROJe MGMT « SRe STAFF rf) 0 0 0 rt) 
TECHe SUPVs STAFF ry rf) 0 1) 1) 
SY¥Se ANALe SPECe 0 0 0 0 0 
SYSe ANAL. SENIOR ) 1) 0 1) 0 
SYSe ANALYST 0. 1) 0 0 0 
SECRETARY SUPPORT 1) 0 7) 0 oO 
PROJs OPEKATIONS -CF ry 7) 0 0 0 
COMP. PROGe ANALe —CF fr) ") oO 0 0 
ENGINEER -CF ) 0 0 1) ) 
ENGINEER TECHe« -CF ") 1) 0 0 0 

TOTAL rt) 7) 1) 0 4168 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
| FISCAL YEAR 
1982 1983 
CWBS 541010 3uTR 4QTR 1QTR 2QTR  3QTR 4QTR 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 ) 0 rt) ) 0 
SENIOR PRINCIPAL C 0 0 1) 0 1) ) 
PRINCIPAL STAFF MEMBER 0 1) i) 1) 1) 0 
SENIOR STAFF MEMBER ) tf) 0 rt) 1) 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC.e STAFF MEMBER 0 rt) 0 0 0 1) 
ASST e« STAFF MEMBER 0 0 rt) 0 0 0 
SECURITY OFFICER 0 0 ) 0 ) 0 
DRAFTSMAN 0 1) ft) 0 0 i) 
SEChETARY 0 0 0 rt) 0 ft) 
TOTAL 0 0 ft) 1) ) 0 


TOTAL CWBS 541010 ‘ 
MANHOURS 1217 3094 8184 10767 9747 6472 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541010 1yYTR 2UTK 3YUTR AYTR 197R 2Q7R 3QTR 4UTR 
MANHOURS Shar 

SENIOKX PRINCIPAL B 6) ) 0 0 (t) 0 fe) 0 
SENIOk PRINCIPAL C it) 0 ) 0 0 0 0 0 
PRINCIPAL STAFF MEMBER W) 0 ¢) rf) 0 o- 0 0 
SENIOk STAFF MEMBER 0 0 0 ) ¢) 0 0 (a) 
STAFF MEMBER 0 f) 0 0 0] 0 0 0 
ASSOC. STAFF MEMBER 0 ) 0 0 oO 1) 0 0 
ASSTe« STAFF MEMBER ¢) v rt) 0 0 0 0 0 
SECURITY OFFICER re) 0 0 0 0 0 0 0 
DRAFTSMAN 0 ' 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOVAL 0 ) 0 v) rf] 0 0 0 

TOTAL CWBS 541010 
MANHOURS 5305 324 0) Oo 0 0 ‘t) 8] 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541010 1Q0TR 2yTR 3QTR 4Q7TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) ) ) 0 0 
SENIOR PRINCIPAL C 0 0 1) 0 0 
PRINCIPAL STAFF MEMBER ) o oO 0 1) 
SENIOR STAFF MEMBER 0 0 0 0 1) 
STAFF MEMBER 0 1) ) tt) 0 
ASSOC. STAFF MEMBER 0 0 Oo 0 1) 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 1) 7) 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 ) 0 0 
TOTAL 0 0 0 1) 1) 

TOTAL CWBS 541010 
MANHOURS 0 1) 0 0 45110 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 


CWBS 541020 3QOTR 40TR 1QTR 20TR 3UTR 40TR 


MANHOUKS 


PROJECT OPERATIONS ;SRe 
PROJECT OPEKATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC se PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCI-« 
HUMAN/FACTORS SPECe 
PHOJe MGMT e Ske STAFF 
TECHse SUPVe STAFF 
SY¥Se ANALe SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PKOJe OPERATIONS -CF 
COMPe PRUGe ANALe —CF 
ENGINEER —-CF 
ENGINEEK TECHe ~CF 
TOTAL 
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ooo 
oa 
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~~ 
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i) 
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nn 
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@ 


eocooococeccooocoecoocoocecoce 
eocoococooocoocococeocooececoo 
moocooqoooqooocoooooeocoonanocoodcoeo 


wooocooceooocoooocooos 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541020 1UTR 2UTR 3QTR 4UTR 1uTR 2UTR 3Q0TR 40TR 
MANHOURS STAT 

PROJEC2’ OPERATIUNS SRe 0 0 rt) 0 0 tt) 0 6) 
PROJECT OPERATIONS 62 0 0 ft) 0 0 rt) 0 
OPERATIONS SUPPOKT t) 0 4) rt) 0 re) t) 0 
COMPUTER SYSTEMS SPECe 92 0 rt) 0 0 rt) 0 (0) 
COMPUTER PROGRAM ANAL« 321 0 rt) 0 0 0 rt) 0) 
CUMPULER PROGKAMMER 641 0 rt) 1) 0 1) ¢) rt) 
ASSOC e PROGRAMMER 0 0 0 rt) 0 rt) 0 rt) 
ENGINEER, SENIOR 39 0 0 0 0 *) 0 0 
ENGINEER rt) 0 rt) 0 0 ‘) 1) ¢) 
ENGINEER ASSUCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 1) 0 0 1) 1) 1) 
HUMAN/FACTORS SCie SRe (0) 0 0 rt) 0 ) 8) (8) 
HUMAN/ FACTORS SCIe rt) 0 0 0) 0 0 0 0 
HUMAN/FACTORS SPEC (1) 0 rt) ) 0 0 rt) 0 
PhOJe MGMTe SRe STAFF t) 0 rt) 0 0 rt) 0) 0 
LTECHe SUPVe STAFF 1) 0 0 0 0 1) 0 0 
SYSe ANALe SPEC. rt) 0 0 0 rt) ) rt) 0 
SYSe ANALe SENiOK 1) 0 1) re) 0 0 rt) 1) 
SYSe ANALYST 0 0 rt) 0 0 0 0) 0 
SECKETARY SUPPORT 0 0 0 t) 0 0 0 (6) 
PkUJe OPERATIONS —-CF ) 0 1) 1) 0 0 0 0 
COMPe PROGe ANAL« ~—CF 0 0 0 #) 0 0 0 0 
ENGINEER -CF 0 0 0 0) 0 0 4) 0 
ENGINEER TECHe —CF rt) 0 rt) 0 0 0 t) ) 
5 0 0 0 0 0 4) 0 


TOTAL 115 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 54102U 1UTR 2UTR 3QTR 4UTR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPEC. 
COMPUTEK PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEEK ASSOCIATE 
ENGINEER VECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCi-e 
HUMAN/FACTORS SPEC e 
PROJe MGMTe« SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPEC. 
SYSe ANALe SENIOR 
SY¥Se ANALYST 
SECRETARY SUPPORT 
PROJs OPERATIONS -CF 
CUMPe PROGe ANALe —CF 
ENGINEER ~CF 
ENGINEER TECHe —-CF 
TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CwBS 541020 3UTR 40TR 10TR 2QTR 3QTR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B TH 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEVUBER 0 0 0 0 0 0 
SEN@LOk STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASSTe STAFF MEMBER . 0 0 0 - 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFi SMAN 0 0 0 0 it) 0 
SECRETARY 0 0 i) 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 541020 
MANHOURS 0 0 138 502 779 1657 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
. 1984 | 1985 
CWBS 541020 1vTR «=. 2yTR =o ByTR = 4QTR =: 19TR =: 2QTR=Ss BUTR— ATR 
MANHOURS STAT 

SENIOR PRINCIPAL B o vu 0 0 0 0 0 rt) 
SENIOk PKINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 °° oO 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC+« STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

ZOTAL CWBS 541020 
MANHOURS 1155 0 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541020 1UTR 2YTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 ty 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 7) 0 
ASST « STAFF MEMBER 0 0 o- 1) 0 
SECURITY OFFICER rT) 0 1) 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 1) 0 0 0 ry 

TOTAL CWBS 541020 
MANHOURS 0 0 7) 0 4231 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541030 3QTR 40TR 1QTR 2UTR S3QUTR 4JTR 
MANHOURS STAT 
OFFICER 0 0] 0 0 ¢] 9] 
PRINCIPAL 0 0 0 0 0 0 
SRe ASSOCIATE 0 0 218 18 51 125 
ASSOCIATE 0 0 732 60 183 429 
SRe CONSULT | 0 0 718 61 183 419 
CONSULTANT Q 0 0 0 0 0 
SECe WORD PROCESSOR f) 0 0 0] 0 O 
TECHNICAL ASST O 0 0 0) 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 
TOTAL 0 0 1668 139 417 973 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 541030 1QTR 2eTR 3QTR 4yTR 1yTR 20TR 3QTR 4QTR 
| wannours STAT: 

OFFICER 0 0 0 0 0 0 1) 0 
PRINCIPAL 0 i) 0 0 0 o | tt) 0 
Ske ASSOCIATE 160 180 0 0 0 0 0 0 
ASSOCIATE 553 612 1) 0 0 ) 1) i) 
Ske CONSULT 537 597 i) 0 0 0 0 0 
CONSULTANT 0 0 0 0 0 0 0 0 
SECs WORD PROCESSOR o 0 rt) 0 0 ) 0 0 
ZECHNIUAL ASSTe 1) 0 0 0 0 0 tt) ) 
TECH EDITOR 0 0 ) 0 1) tt) oO. 0 
ENGe DRAFTSMAN 0 0 0 i) ) i) 0 0 
TOTAL 1250 1389 1) 0 ft) ) 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541030 19TR 2QTR 3QTR 4QTR TOTAL 
MANHOUKS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 rr 0 0 7152 
ASSOC LATE 0 0 0 0 2569 
SRe CONSULT 0 0 0 0 2515 
CONSULTANT 0 0 0 s 0 
SEC* WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST « 0 0 0 0 0 
TECH EDITOR 0 Oo. 0 0 0 
ENGse DRAFTSMAN 0 0 0 0 0 
TOTAL —_——O 0 0 0 5836 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 541030 3QTR 40TR 1QTR 2QTR 3QOTR 4UT 


MANHOURS 


PROJECT OPERATIONS «SRe 
PROJECT OPEKATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC «e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTOKS SPEC. 
PROJe MGMT« SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —-CF 
ENGINEER ~CF 
ENGINEER TECH. —-CF 
TOTAL 


ry 
© 
& 
a 
14) ] 
«J 
NO 
~ 


0 
611 1833 160 


eonrocoacnocoocooceocecooeococooeooocneooec 
ecoooceocooocoocococoooooocwucwmcomcmcOcm 
eoocooeoooceceoeoocooooqoooooeooo°o 


wNoocococoececococoeco.osa 


i? 4) 
on 


182 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


R 


mBoooceoeodcoso 


wBoooceccococoocoqcocoooo 


PAGE1118 


STAT 


é Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 @ 


PAGE1119 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 541030 1QTR 2uTR 3UTR 40TR 1QTR 2uUTR 3QTR 40TR 
MANHOURS STAT 

PROJECT OPERAZZONS »SRe rt) 0 0 0 t) 0 8) t) 
PROJECT OPERATIONS 221 1) r) 7) 1) 0 0 rt) 
OPERATIONS SUPPORT rt) 0 1) (4) 8) 0 8) 0 
COMPUTER SYSTEMS SPECe rt) 0 0 0 0 rt) e) (6) 
COMPUZER PROGRAM ANALe 137 1) 0 0 re) 0 0 rt) 
COMPUTER PROGRAMMER ¢) 0 0 0 t) 0 rt) 0 
ASSOC « PROGRAMMER 0 0 0 0 i) 1) 0 0 
ENGINEER, SENIOR 1604 0 0 0 (8) 0 rt) rt) 
ENGINEER 0 0 O 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 rt) 0 0 0 0) rt) 
ENGINEER TECHNICIAN 1) 0 0 *) 0 0 rt) 0 
HUMAN/ FACTORS SCIe SRe 0 0 rt) rt) rt) 0 0 rt) 
HUMAN/ FACTORS SClie re) 0 0 0 rt) 0 0 0 
HUMAN/ FACTORS SPECe« 0) 0 ) rt) 8) 0 0 8) 
PkhOJe MGMTe SRe STAFF 0 0 0) 0 0 0 0 0 
TECHe SUPVe STAFF 0 1) 0 0 0) 1) 0 0 
SYSe ANALe SPECe 0 0 0 0 0 0 (¢] 0 
SYSe ANALe SENIOR 0 0 0 8) rt) 1) 0 rt) 
SYSe ANALYST rt) 0 0 0 0 0 t) 0 
SECRETAKXY SUPPORT rt) 0 1) rt) (t) ) 0 0 
PROJe OPERATIONS -CF 0 0 rt) 0 rt) 0 0 (0) 
COMPe PROGse ANALes -CF rt) 0 rt) rt) 1) 0 rt) a) 
ENGINEER —CF 0 0 0 0 0 0 rt) 0 
ENGINEER TECHe -CF rt) ) ) rt) rt) 0 rt) 0 

TOTAL 1962 O 0 0 0 0 8] 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541030 1uTR 2uTR 3QTR 4QTR TOTAL 


_ ManHouRS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe« 
COMPUTEK PROGRAMMER 
ASSOC e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCI 
HUMAN/FACTORS SPEC. 
PROJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 
SY¥Se ANALe SPECe 
SYSe ANALe SENIOR 
SY¥Se ANALYST 
SECRETARY SUPPORT 
PkOGJe OPERATIONS —-CF 
COMP. PROGe ANALe ~-CF 
ENGINEER —-CF 
ENGINEER TECHe ~CF 
TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541030 3UTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0) 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASSIe STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER ) 0 0 0 0 0 
DRAFT SMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 541030 
& ANHOURS 0 0 1668 991 2998 2795 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541030 1y9TR §=2yTR 3QTR 4Q0TR 1Q9TR 20TR 3QTR 4QTR 
MANHOURS STAT. 

"SENIOR PRINCIPAL B 0 0 O 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 Oo. o |. 0 0 
PRINCIPAL STAFF MEMBER 0 . 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER W) 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 tt) 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST.s STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 YY) i) 0 0 0. 0 0 
DRAFTSMAN 0 U 0 0 0 0 0 0 
SECRETARY 0 0 0 i) 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541030 
MANHOURS 3212 1389 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541030 10TR 2QTR 3yTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 1) 0 rt) 0 
SENIOR PRINCIPAL C tt) 0 fr?) 0 ft) 
PRINCIPAL STAFF MEMBER _ 0 1) 0 0 0 
SENIOR STAKF MEMBER 0 tt) 1) 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC + STAFF MEMBER 0 0 0 0 0 
ASST» STAFF MEMBER | 0 1) 0 1) 0 
SECURITY OFFICER ) 7) 0 0 0 
DRAFTSMAN 0 1) 0 1) tt) 
SECRETARY 0 1) 1) 0 0 
TOTAL tt) 1) ft) 0 0 

TOTAL CWBS 541030 
MANHOURS 1) 0 1) 0 13053 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541040 1yUTR 2Q0TR 3QOTR 40TR 1QUTR 2QTR 3QTR 4UTR 
MANHOURS | STAT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 Q 0 0 0 0 0 0 
SRe ASSOCIATE 182 362 0 0 0 0 0 0 
ASSOCIATE 611 1222 1) 0 0 0 0 0 
SRe CONSULT 597 1195 0 0 0 0 0 0 
CONSULTANT 0 Vv 1] 0 0 0 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
ZECHNICAL ASSTe 0 0 0 0 0 ¢) 0 0 
TECH EDITOR 0 0 1) o oO 0 ° 0 1) 
ENGe DKAFi1SMAN 0 0 CV] 0 0 0 0 0 
TOTAL 1390 2779 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541040 1Q0TR 2YuTR 3QTR 4QTR TOTAL 
MANHOURS : STAT 

OFFICER 0 tt) rt) 0 0 
PRINCIPAL 1) 0 0 0 0 
SRe ASSOCIATE 0 0 1) 0 544 
ASSOCIATE 0 0 it) 0 1833 
SRe CONSULT 0 0 0 0 1792 
CONSULT ANT tt) 1) 0 7) 0 
SECs WORD PROCESSOR 0 0 0 1) 1) 
TECHNICAL ASST. 0 0 0 0 tt) 
TECH EDizOR +) 0 1) 0 0 
ENGse DRAFTSMAN 1) ) 0 1) 1) 
TOTAL 0 O it) 0) 4169 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541040 1QTR 20TR 3UTR 4QTR 1QTR 2UTR 30TR 4UTR 
MANHOURS STAT 

PROJECT OPERATIONS ySRe 0 0 1) 0 0 0 t) 0 
PROJEC2 OPERATIONS 245 0 ) 0 0 0 0 0 
OPERATIONS SUPPORT #) 0 0 1) 0 0 0 0 
COMPUTER SYSTEMS SPEC. O 0 rt) 0 1) rt) 0 6) 
COMPUTER PROGKAM ANALe 0 0 1) 0 0 ) rt) 0 
COMPUTER PROGRAMMER 8) 0 0 0 0 0 0 1) 
ASSOC « PROGRAMMER rt) 0 8) 0 0 1) 0 t) 
ENGINEER, SENIOR 152 G 0 0 0 0 0 ft) 
ENGINEER rt) 0 tt) 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 9) rt) 0 f) 0 0 
ENGINEER TECHNICIAN (1) 0 ) 1) 0 0 0 rt) 
HUMAN/ FACTORS SCIe SRe 1) 0 rt) 0 0 0 0 rt) 
HUMAN/FACTORS SCIie 0 0 ) 1) 0 t) 0 ) 
HUMAN/ FACTORS SPEC. tt) 0 0 rt) 0 0 0 0 
PxUJe MGMTe SRe STAFF rt) O- 0 rt) 0 ) 0 0 
TECHe SUPVe STAFF 0 0 0 0 0 0 0 0 
SYSe ANALe SPECe 0) 1) 0 rt) rt) rt) 1) 0 
SYSe ANALe SENIOR 0 0 ) 0 0 rt) 0 1) 
SYSe ANALYST rt) 0 *) 0 0 0 0 6) 
SECRETARY SUPPORT ¢) 0 0 0 0 1) 0 (6) 
P&kOJe OPERATIONS -CF 0 0 0 0 0 0 4) 9) 
COMPe PROGe ANALe —CF rt) 0 0) 0 0 0 1) 0 
ENGINEER -CF rt) 0 0 0 rt) ) rt) 0 
ENGINEER TECHe —CF Oo 0 0 ft) 1) rt) 0 0 
TOTAL 397 0 rt) 0 0 rt) 0) 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541040 1UTR 2UTR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPEHKATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PKOGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC e« PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIre 
HUMAN/FACTORS SPEC. 
PRGJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECKETARKY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —CF 
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ENGINEER —CF 
ENGINEER TECHe —CF 
TOTAL 39 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541040 1QTR 2QOTR 3QTR 40TR 1QTR 2uTR 3GTR 40TR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 V 0 0 UV 0 it] 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 8] 0 0 0 
SENIOK STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER O 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER O 0 0 OQ. 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 ¢] 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
1 OTAL 0 0 0 0 0 0 0 0 

ZOTAL CWBS 541040 
MANHOURS 1787 2779 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541040 1yTR 2uTR 3yTR 4QTR TOTAL 
M ANHOURS STAT 

SENIOR PRINCIPAL B 0 ) 0 0 0 
SENIOR PRINCIPAL C 0 0 0 ft) 0 
PRINCIPAL STAFF MEMBER ) ) 0 0 fy) 
SENIOR STAFF MEMBER 0 ) 0 1) 0 
STAFF MEMBER 0 8) ) 9) 0 
ASSOC « STAFF MEMBER 0 0 tt) (t) rt) 
ASST « STAFF MEMBER 0 0 0 rt) 0 
SECURITY OFFICER 0 0 0 ) rt) 
DRAFTSMAN 1) 0 0 tt) 0 
SECRETARY 0° 0 0 rt) 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541040 
MANHOURS 0 ff) 1) 0 4566 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR : 

1982 1983 

CWBS 541110 3UTR 4UTR 1QTR 2uTR 3UTR 4UTR 
MAN HOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 
SKILL LEVEL B 0 tv) 0 265 391 289 
SKILL LEVEL C 0 ) 0 0 0 0 
SKILL LEVEL D 0 tv) 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 
TOTAL 0 0 0 265 391 289 
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4.11 TEST&VER (10C) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541110 1UTR 20TR 3QTR 4UTR 1QTR 2UTR 3QTR 4Q0TR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 393 674 732 514 584 309 398 63 
SAILL LEVEL C rt) 0 0 0 7) rt) rt) 0 
SKILL LEVEL D 1) 0 1) 0 @©=©=—S 0 rf) 7) 1) 
SKILL LEVEL E 0 Q- ¢) rt) *) 0) 0 0 
TOTAL 393 674 732 514 584 309 398 63 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 


FISCAL YEAR 


1988 
CWBS 541110 1uTR 2UTR 3QTR 40TR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 
SKItL LEVEL B 0 0 it) 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0 OQ 0 

TOTAL 0 0 0 0 
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TOTAL 


4612 


4612 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-38 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541110 3UTR 4QTR 19TR 20QTR 3g7TR 4QTR 
MANHOURS STAT 
OFFICER tt) 1) ) 0 0 tf) 
PRINCIPAL ") 0 1) 0 0 1) 
SKe ASSOCIATE 0 i) 0 ) 1) ft) 
ASSOCIATE 1) 0 it) rt) 0 ft) 
Ske CONSULT 0 0 0 0 0 0 
CONSULTANT 1) rt) ) 0 0 0 
SECe WORD PROCESSOR 0 rt) ) 0 0 1) 
TECHNICAL ASST. ) Oo ) 0 396 916 
TECH EDITOR 0 rt) 0 0 1338 3100 
ENGe DRAF?SMAN 0 1) 0 0 1221 2950 
TOTAL ) 0 0 0 2955 6966 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 JUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541110 1QTR 2QTR 3UTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

‘OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 138 414 414 414 276 1) 0 
ORe ASSOCIATE 0 0 0 0 287 0 0 0 
ASSOCIATE 0 0 0 0 975 0 0 0 
SRe CONSULT 0 0 0 0 950 0 0 0 
CONSULTANT it) Qo; 0 0 0 0 0 0 
SECe« WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASSTe 845 1222 1312 1197 214 0 0 0 
TECH EDITOR 2856 4076 4442 4350 7134 0 0 0 
ENGe DRAFTSMAN 2797 3983 4340 3744 712 0 0 0 
TOTAL 6498 9419 10508 9705 4286 276 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541110 1yTR 2Q7TR 3QTR 4QTR TOTAL 
MANHOURS . STAT 

OFFICER tf) i) 0 t) 0 
PRINCIPAL ) rt) 0 0 1656 
SRe ASSOCIATE 0 ) 0 0 287 
ASSOCIATE 0 0 0 0 975 
SRe CONSULT 7) 0 0 0 950 
CONSULT ANT rt) 0 0 0 0 
SEC« WORD PROCESSOR 0 rf) 0 0 0 
TECHNICAL ASST. re) i) 1) 0 6102 
TECH EDITOR rt) ) 0 0 20896 
ENGe DRAFTSMAN 7) 1) rf) 0 19747 
TOTAL ) 0 0 0 50613 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541110 1UTR 2QTR 3QTR 4uUTR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

PKOJECT OPERATIONS ,Ske 0 0 0 0 0 0 0 0 
PROJECT OPERATIONS it 0 0 1310 1968 1966 0 0 
OPERATIONS SUPPOKT 0 0 0 0 0 0 1 0 
COMPUTER SYSTEMS SPECe 0 0 0 0 0 0 0 0 
COMPUTER PROGRAM ANAL« ) 0 0 0 2287 7163 0 0 
COMPUTER PROGHKAMMER 0 0 0 0 2289 763 0 0 
ASSOCe PROGRAMMER ct) 0 0 0 0 0 0 tt] 
ENGINEER, SENIOR 0 0 0 305 455 458 0 0 
ENGINEER 0 0 0 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 0 0 0 0 0 0 
HUMAN/FACTORS SCIe SRe 0 0 rH) 0 0 0 0 0 
HUMAN/ FACTORS SCie 0 0 0 0 0 0 0 0 
HUMAN/FACTORS SPEC. 0 0 0 0 0 0 0 0 
PHOJe MGMTLe SRe STAFF 0 0 0 0 0 0 0 0 
TECHe SUPVe STAFF 0 0 0 0 0) 0 0 0 
SYSe ANALe SPEC. 0 0 0 0 0 0 0 i) 
SYSe ANALe SENIOR 0 0 0 0 0 0 0 0 
SYSe ANALYST 0 0 0 0 0 0 0 0 
SECKETARY SUPPORT 0 0 0 0 0 0 0 0 
PROJs OPERATIONS -CF 0 0 0 0 1) 0 0 0 
CUMPe PROGe ANALe —CF 0 0 0 0 0 0 0 0 
ENGINEER -CF 0 0 0 0 0 0 0 0 
ENGINEER TECHe -CF i?) 0 0 0 0 0 0 0 
TOTAL 0 0 0 1615 6999 3950 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541110 1QTR 2QTR 3OTR 40TR TOTAL 


M ANHOURS . STAT 


PROJECT OPERATIONS sSRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPEC« 
COMPUTER PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SY¥Se ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —CF 
ENGINEER —CF 
ENGINEER TECHe —CF 
TOTAL 


= 
& 
-_ 
[v6] 


coooooooooqooqooacoooocjcoeoooccoo 
eooocoocecooocoocooocococoo 
eocoeceooocoeocooocecoeooceceo 
eocoooooooocoocoeooocoeocecoo 


emPoocoeocoooeooooceoo 


1256 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541110 I3QOTR 4UTR 1QTR 2QTR 3QOTR 40T7R 
STAT 
MANHOURS 
SENIOR PRINCIPAL B 0 0 0 (?] 0 0 
SENIOR PRINCIPAL C 0 ¢] 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC +e STAFF MEMBER 0 0 0 0 0 0 
ASST. STAFF MEMBER 0 0 0 0 rt) 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 . Oo 0 0: 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 
TOTAL CWBS 541110 
MANHOURS 0 0 0 265 3346 7255 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-388 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541110 109TR 2Q7TR 3QTR 40TR 1QTR 2Q7R 3yuTR 40TR 
MANHOURS STAT 

SENIOK PRINCIPAL B 0 rt) 0 0 0 0 i) 0 
SENIOR PRINCIPAL C 1) ) 0 tt) rt) 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 1) rt) 0 tt) 0 0 
SENIOR STAFF MEMBER 0 U 0 tt) 0 0 0 ) 
STAFF MEMBER 0 0 0 i) it) 0 it) tf) 
ASSOCe STAFF MEMBER 0 1) - 0 0 1) 0 t) 0 
ASST « STAFF MEMBER 0 0 ff) Y) f(t) 0 (t) 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAF2.SMAN 0 0) 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541110 
MANHOURS 6891 10093 11240 11834 11869 4535 398 63 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541110 10TR 2Q0TR 3Q9TR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC + STAFF MEMBER 0 0 0 0. 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN . 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541110 
MANHOURS 0 0 0 0 67789 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54112U 10TR 2QTR <3QTR 4uTR 1QTR 2QTR 3yTR 4QTR 
MANHOURS . STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 0 0 180 125 0 0 i) 0 
SKILL LEVEL C 0 0 0 ) 0 0 i) 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 ) 0 ) 0 0 0 0 
TOTAL 0 0 180 125 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 541120 1QTR 2QTR 3UTR 4QTR 
MANHOURS 

SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C U 0 0 0 
SKILL LEVEL D 0 0 0 0 
SKILL LEVEL E 0 0) 0 0 

' TOTAL 0 0 0 0 
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TOTAL 


305 


305 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541120 1luTR 20TR 3QOTR 4QTR 1uUTR 2UTR 3QTR 40TR 
MANHOUKS STAT 

PROJECT OPERATIONS ;SRe 0 0 0 0 0 0 0 0 
PROJECT OPERATIONS 0 0 0 195 195 130 0 0 
OPERATIONS SUPPORT 0 0 0 0 0 0 0 0 
COMPUTER SYSTEMS SPECe 0 0 rf) 0 2287 762 0 0 
COMPUTER PROGKAM ANALeo 0 0 0 0 4575 162 0 0 
COMPUTER PROGRAMMER 0 0 0 0 4574 762 0 0 
ASSOCe PKOGRAMMER i) 0 0 0 0 0 0 0 
ENGINEER, SENIOR 10) 0 0 229 229 153 0 0 
ENGINEER i) 0 0 0 0) 0 0 0 
ENGINEER ASSOCIATE 0) 0 O 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 0 8) it) 0 0 0 
HUMAN/ FACTORS SCIe SRe 0 0 0 0 0 0 0 0 
HUMAN/ FACTORS SCIe« 0 0 0 O 0 0 0 0 
HUMAN/FACTORS SPECe 0 0 0 0 ie) 0 0 0 
PkOJe MGMie SKe STAFF 0 0 8) (0) i) 0 0 0 
LECHe SUPVe STAFF 0 0 0 0 0) 0 0 0 
SYSe ANALe SPECe 0 if) 0 0 0 0 0 0 
SYSe ANAL«e SENIOR 0 0 0 0 0 0 0 0 
SYSe ANALYST Y) 0 0 0 0 0 0 0 
SECKETARY SUPPORKI 0 0 ¢) 0 0 0 0 0 
PkOJe OPERATIONS —-CF 0 0 O 0 0) 0 0 0 
COMPe PROGe ANALe —CF 0 0 0 0 e) 0 0 0 
ENGINEER -CF 0) 0 0 ct] 0 0 (t) 0 
ENGINEER TECKHe ~CF 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 424 11860 2569 0 0 
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MANHOURS BY SKILL LEVEL 


EXHIBIT 6 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 541120 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTEK PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSOCe PKOGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPECe 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SYSe ANALe SENIOR 

SY¥Se ANALYST 
SECRETARY SUPPORT 
PHOJe OPERATIONS -CF 
COMPe PROGe ANALe —-CF 


ENGINEER ~CF 
ENGINEER TECH. —CF 
TOTAL 
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1yuTR 


eooocecocoococccocoocooocoecco 


FISCAL YEAR 


2yTR 


eoccocoooceccocoococooooce 


1988 
3UTR 


eoooocoooqcoooocececooceoeoooco 


40TR 


eocococooocoocoececooooooonooo 


TOTA 


1485 


L 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54112U 1VUTR 2Q07TR 3UTR 407R 197TR 2UTR 30TR 4UTR 
MANHOUKS STAT 

SENIOk PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PKiNCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 1) 0 0 0 O 0 0 
STAFF UEKBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF HEMBER 0 0 0 0 0 0 0 0 
SECURI1IY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

ZOVAL ChWBS 54112U 
MANHOURS 0 0 180 549 11860 2569 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541120 1QTR 2QTR 3QOTR 40TR TOTAL 
STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0) 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 
ASST« STAFF MEMBER v 0) 0 0 0 
SECURITY OFFICER . U 0 0 0 0 
DRAFTSMAN ' 0 V) 0 - 0 ) 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541120 
MANHOURS 0 0 0 O 15158 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541130 1QTR 2UTR IOTR 4uUTR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0) 
SRe ASSOCIATE 0 35 159 287 646 0 0 0 
ASSOCIATE 0 121 549 801 2189 0 0 0 
She CONSULT 0 121 536 778 2153 0 0 0 
CONSUL7VANT 0 ; 0 0 0 0 0 0 0 
SECe WURD PROCESSOR 0 0 0 0 0 0 0 0 
ZECHNICAL ASSTe 0 U 0 0 0 0 0 0 
TECH EDI1VOkK 0 0 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 0 
TOTAL 0 277 1244 18606 4988 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541130 10TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER it) Vv) 0 0 0 
PRINCIPAL rt) ) 0 1) i) 
SRe ASSOCIATE 1) tt) 0 oO 1127 
ASSOCIATE rt) 7) 1) 0 3660 
SRe CONSULT 0 0 0 0 3588 
CONSULT ANT 0 ) 0 0 1) 
SECe WORD PROCESSOR 1) ) 1) 0 1) 
TECHNICAL ASST. 1) 0 1) 0 ) 
TECH EDITOR 0 ft) 1) 0 0 
ENGe DRAF1SMAN 0 0 0 i) 0 
TOTAL t) 0 0 0 8375 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541130 1UTR 2UTR 3QTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

PKOJECT OPERATIONS ,SkKe 0 0 0 0 0 0 0 i) 
PROJECT OPERATIONS 0 0 274 412 412 0 0 0 
OPERATIONS SUPPORT 0 0 0 0 0 0 0 0 
COMPUZER SYSTEMS SPECe 0 0 0 0 0 0 0 0 
COMPUTER PKOGRAM ANALe 0 0 0 0 2288 762 0 0 
COMPUTER PROGRAMMER 0 0 0 0 1524 1525 0 0 
ASSOCe PKOGRAMMER 0 0 v) 0 0 0 0 0 
ENGINEER, SENIOR 0 it) 610 914 916 0 0 0 
ENGINEER 0 0 0 0 458 0 0 0 
ENGINEER ASSOCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 0 rt) 0 0 0 0 
HUMAN/FACTORS SCIe SRe 0 0 0 0 0 0 0 0 
HUMAN/FACTORS SCie« 0 0 0 0 0) 0 0 0 
HUMAN/FACTORS SPEC« 0 0 0 0 0 0 0 0 
PROJe MGMTe Ske STAFF 0 0 0 0 0 0 0 0 
TECHe SUPVe STAFF 0 0 1) ) ¥) 0 0 0 
SYSe ANALe SPECe 0 0 18) 0 0 0 0 0 
SYSe ANALe SENIOR v0 ) 0 0 0 0 0 0 
SYSe ANALYST 0 0 0 0 0 0 0 0 
SECKETARY SUPPOKT 0 0 i) 0 O 0 0 0 
PKOJe OPERATIONS <-CF 0 O 0 0 0 0 0 0 
COMPe PRUGe ANALe -—CF 0 0 0 0 0) 0 0 0 
ENGINEER —-CF 0 0 0 0 0 0 0 0 
ENGINEER 1ECHe -CF 0 0 0 0 0 0 0 0 
TOTAL 0 0 884 1326 5598 2287 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541130 1Q7TR 2UTR 3QTR 40TR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEUS SPECe 
COMPUTER PROGRAM ANALe 
CGMPUTER PROGRAMMER 
ASSOC+e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 
SY¥Se ANALe SPECe 
SYSe ANALe SENIOR 
SY¥Se ANALYST 
SECRETARY SUPPORT 
PROJ. OPERATIONS —-—CF 
COMPe PROGe ANALe -CF 
ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541130 1Q7R 2QTR 3QTR 4UTR 1QTR 20TR 3QTR 4yTR 
MANHOURS STAT 

SENIOk PRINCIPAL B 1) rf) 0 0 0) 1) ) 1) 
SENIOR PRINCIPAL C 8) 0 t) 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 1) 0 1) 0 0 0 0 
SENIOR ‘STAFF MEMBER ft) 0 W) 9) 0 i) 0 rt) 
STAFF MEMBER 0 ) 0 1) ft) 0 0 0 
ASSOCe STAFF MEMBER 7) 0 ) tt) ) 0 0 0 
ASSTe STAFF MEMBER 0 0 0 ft) 0 ) 0 0 
SECURITY OFFICER 0 0 re) 1) ft) 0 W) ‘t) 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 f) ) 1) . 0 0 0 't) 
TOTAL 0 rt] 0 0 0 0 0 0 

TOTAL CWBS 541130 
MANHOURS 8) 277 2128 3192 10586 2287 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541130 1Q7TR 2QTR 3UTR 4QTR TOTAL 
MANHOURS STAT 

SENIOK PRINCIPAL B 0 0 0 ft) 0 
SENIOR PRINCIPAL C 0 0 rt) 0 0 
PRINCIPAL STAFF MEMBER 0 ) ft) 0. 0 
SENIOR STAFF MEMBER 0 0 t) t) fe) 
STAFF MEMBER ) O ) 0 0 
ASSOCe STAFF MEMBER 0 1) ) 1) ) 
ASST « STAFF MEMBER 0 0 0 1) 0 
SECURITY OFFICER 0 1) 0 ) ) 
DRAFTSMAN | 0 ) 9) 7) 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 Oo 0 0 

TOTAL CWBS 541130 
MANHOURS 0 Oo 0 0 18470 


4 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 341140 1yUTR 2QOTR 3UTR 4QOTR 1Q07TR 2UTR 3QTR 40TR 
MANHOURS STAT 
OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0] 179 |. 179 0 0 
ASSOCIATE 0 0 0 0 609 608 0 0 
SRe CONSULT 0 0 0 0 595 595 0 0 
CONSULTANT 0 0 0 0 0) 0 ] 0 
SECe WORD PROCESSOR 0 OQ 0 0 0 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 0 0 0 
TECH EDiIZOR 0 0] 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 8] 
TOTAL o 0 0 0 1383 1382 0 0 
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EXHIBIT 6 
. MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1988 
CWBS 541140 1UTR 2QTR 3UTR 4Q0TR 
MANHOURS 
OFFICER 0 VU 0 0 
PRINCIPAL 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 
ASSOCIATE 0 0 0 0 
SRe CONSULT 0 0 rt) 0 
CONSULT ANT 0 0 0 0 
SECs WORD PRUCESSOR 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 
TECH EDITOR 0 0 0 0 
ENGe DRAFTSMAN 0 t) 0 0 


TOTAL | 1) O 1) i) 
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TOTAL 


2765 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
CWBS 541140 10TR 2UTR 3O0TR 40TR 10QTR 2UTR 3QTR 40TR 


| | MANHOURS STAT 


PkKOJECT OPERATIONS «SR. 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANAL-e 
COMPUTER PROGHAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/ FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMTe SRe STAFF 
TECHe SUPVe STAFF 
OYSe ANALe SPEC. 

OoYSe ANALe SENIOR 

SYSe ANALYST 
SECKETARY SUPPORT 
PkOJe UPERATIONS -CF 
COMPe PRKGGe ANALe —CF 
ENGINEER —CF 
ENGINEER TECH« —-CF 
TOTAL 


iS) 
rs 


~ 
oa 


ecocoocooeceocoeoocooocooooooo 
eoceocoooocoocoocococooco¢co$do 
eceocooocoooecoeocecoooecocoocnono 
oeoooooooqooeoceocoooecooocn@eoooocco 
ecooooooocqooooceocooooocooeoo 
noocoooocoocmcCceooooeooNnoooooueo 
qeoooooocoocoqooqoococeococoooococdoo 
oooocooocoeocoeooocoeocooooeooooco 


ie) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541140 1QTR 2UTR 3QTR 40TR TOTAL 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PROJECT UPERATIGCNS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe« 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/FACTORS SCIie 
HUMAN/FACTORS SPECe 
PROJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 
SY¥Se ANALe SPECe 

SY¥Se ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGe ANALe —-CF 


NO 
ny 


eocooooececnccocoeocdocecoooconoo 
eceocooooooooococcocoeocoeoecoo°o 
qoeeooooocooocoococoeococoeoococooco 
ececoocoooooocoooecooeoecoooooeocoo.s 
i 
on 
~oooooocooooceocoeoncococoourc 


ENGINEER ; —CF 
ENGINEER TECHe —-CF 
TOTAL 39 
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STAT 


CWBS 541140 


MANHOUKS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


STAFF MEMBER 


ASSOCe STAFF MEMBER 


ASSTe STAFF MEMBER 


SECUAITY OFFICER 


DRAFiSMAN 
SECKETARY 
TOTAL 
TOTAL CWBS 5341140 
MANHOURS 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
1UTR 2Q0TR 309TR 4UTR 1QTR 


tt) 1) 1) 0 1) 
0 f) 0 0 0 
0 tt) 0 0 ‘0 
) rt) tt) 0 1) 
0 1) ) 0 tt) 
0 1) *) 0 0 
7) ) 0 0 0 
) ) 1) i) 1) 
0 0 0 0 rf) 
0 0 1) 0 tf) 
1) ) 0 0 0 
0 ) 1) 0 1383 
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1985 
2¢GTR 3UTR 


0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
1779 0 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541140 1QTR 2UTR 3QOTR 40TR TOTAL 
| MaNHOUKS 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C i) ) 0 i) i) 
PRINCIPAL STAFF MEMBER 0 0 0 1) 0 
SENiOKk STAFF MEMBER tt) tt) rt) O 0 
STAFF MEMBER 0 0 0 1) 0 
ASSOC+ STAFF MEMBER 0 0 0 0 0 
ASS£e STAFF MEMBER 0° 0 0 0 0 
- SECURITY OFFICER i) ) 0 0 0 
DRAF1 SMAN 1) 0 0 0 0 
SECRETARY 1) 0 ff) 0 0 
TOTAL rf] 8) 0 0 0 

TOTAL CWBS 541140 
MANHOURS ) 1) 0 0 3162 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 541210 3JTR 4UTR 1uUTR 2UTR 3QTR 40TR 
MANHOURS 

SKILL LEVEL A 0 if) 0 0 0 0 
SKILL LEVEL B 0 0 0 35 97 180 
OAITLL LEVEL C 0 0 0 0 0 0 
S&AILL LEVEL D O 0 0 f) 0 0 
SKILL LEVEL E 0 0 0 0 0 0 

TOTAL 0 0 0 35 97 180 
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CWHBS 541210 


MANHOURS 


SKILL LEVEL A 


SKILL LEVEL B 


SKILL LEVEL C 


SKILL LEVEL D 


SKILL LEVEL E 


TOT AL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 JUARTERS 


FISCAL YEAR 
1984 
lyTR 2QTR 3OTR 40TR 1QTR 


0 0 0 v 0 
344 674 732 514 419 
0 0 0 0 0 
0 0 #) 0 0 
0 0 0 0 O 
344 674 732 514 419 


1985 
2Q0TR 3UTR 


0 0 
309 939 
0 0 
0 0 
0 0 
309 939 
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4uTR 
STAT 


1157 


1157 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541210 1QTR 2QTR 3OTR 4UTR 19TR 2UTR 3QTR 40TR 
MANHOURS STAT 

SKILL LEVEL A ) 0 1) rt) 0 0 0 #) 
SKILL LEVEL B 986 882 976 896 493 441 488 0 
SKILL LEVEL C 0 0 rt) 0 1) rt) 0 re) 
SKILL LEVEL D 1) rt) 1) 0 t) 0 0 0 
SKILL LEVEL E rt) 0 0 0 1) 0 rf) 8) 
TOTAL 986 882 976 896 493 441 488 rt) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1988 
CWBS 541210 10TR 2UTR 3UTR 4UTR 
MANHOURS 

SAILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SAILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SAILL LEVEL E Uv U 0 0 

TOTAL 0 0 0 0 


\ 
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TOTAL 


10562 


10562 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541210 3OTR 4¥TR 1yTR 2QTR 39TR 4QTR 
MANHOURS STAT 

SENIOR PKINCIPAL B 0 rt) 0 0 0 0 
SENIOR PRINCIPAL C 0 Oo 1) 0 o- 7) 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 rt) 
SENIOR STAFF MEMBER uv 0 rt) rt) 0 rt) 
STAFF MEMBER 0 0 rt) ") 0 0 
ASSOCs STAFF MEMBER 0 0 ry 1) 0 0 
ASST« STAFF MEMBER rn rt) ry 0 0 0 
SECURITY OFFICER - 0 0 0 0 0 i) 
DRAFTSMAN 0 0 ) 0 0 rt) 
SECKETARY 0 ry ry rt) 0 rt) 
TOTAL 0 0 rt) ty 0 rt) 

TOTAL CWBS 541210 
MANHOURS 0 ry ry 35 97 180 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541210 1UuTR 2Q07R 3OTR 4Q0TR 10TR 2QTR 3QTR 4UTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 U O 0 0 0 0 
SENIOKk STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe« STAFF MEMBER 0 U 0 0 if) 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 it) 0 0 0 0 0 
SECHETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 if) 0 0 

TOTAL CwBS 541210 
MANHOURS 344 674 732 514 419 309 939 1157 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
| FISCAL YEAR 
1986 1887 
CWBS 541210 iyTR 2QTR 3yTR 4QTR 19TR 2yTR 3QTR 40ETR 
if ANHOURS STAT 

SENIOR PRINCIPAL B 0 v 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 ry 0 0 0 
PHINCIPAL STAFF MEMBER 1) 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCs STAFF MEMBER 0 0 0 0 o oO 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 v 0 0 
SECURITY OFFICER 7) 0 0 0 0 0 ) 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 ) 0 0 fy) 0 

TUTAL CWBS 541210 
MANHOURS 986 882 976 896 493 441 4388 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541210 19TR 2Q97R 30TR 4QTR TOTAL 
| MANHOURS ; STAT 

*Y dong poneeRINeT ean 0 0 0 0 0 

SENIOR PRINCIPAL C 0 0 0 0 0 

PRINCIPAL STAFF MEMBER 0 0 0 0 0 

SENIOR STAFF MEMBER 0 0 O 0 0 

STAFF MEMBER 0 0 0 0 0 

ASSOC « STAFF MEMBER 0 0 0 0 0 

ASST + STAFF MEMBER 0 0 0 0 0 

SECURILY OFFICER 0 0 0 0 0 

DRAFTSMAN 0 0 0 0 0 

SECRETARY 0 0 0 0 0 

| TOTAL 0 0 0 0 0 
TOTAL CWBS $41210 

MANHOURS 0 0 0 0 10562 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1982 1983 

CWBS 541320 3Q0TR 4yTR 10TR 2QTR 3QTR 4QTR 
MANHOURS STAT 

OF FICER tt) rt) 0 0 0 0 
PRINCIPAL ) 0 0 ) 0 tt) 
SRe ASSOCIATE 0 ) ft) U 0 0 
ASSOCIATE 152 153 153 152 651 154 
Ske CONSULT 123 122 123 123 515 122 
CONSULTANT tf) o 0 rv) 0 0 
SECs WORD PROCESSOR 0 0 0 0 0 ) 
TECHNICAL ASST -« 0 o 0 0 0 ') 
ZECH EDITOR 0 0 rv) 0 0 0 
ENGe DKAFTSMAN 0 0) 1) 0 1) 0 
TOTAL 275 275 276 275 1166 276 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1988 
CWBS 541320 10TR 29TR 3QTR 4QTR TOTAL 
MANHOUKS | STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
Ske ASSOCIATE 0 0 0 0 0 
ASSOCIATE 0 0 0 0 1415 
SRe CONSULT 0 0 0 0 1128 
CONSULT7' ANT 0 0 0 0 0 
SECs WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST 0. 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 2543 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541420 1QTR 2uUTR 30TR 4QTR 1QTR 20TR 30TR 40TR 
MANHOURS STAT 


PROJECT OPERATIONS »Ske 0 0 0 it) 0 0 0 0 
PROJECT OPEKATIONS 0 0 0 0 0 0 0 0 
UPERATIONS SUPPORT 0 8) 0 0 0 0 0 0 
COMPUTER SYSTEMS SPEC. 0 0 0 0 0 0 0 0) 
COMPUTER PROGRAM ANAL« 0 0 0 0 0 0 0 0 
CUMPUTER PROGKAMMER 0 0 0 0 0 0 0 0 
ASSOC se PKOGRAMMER 0 0 0 0 0 0 0 0 
ENGINEER, SENIOR 0 O 0 0 0 0 0 0 
ENGINEER 170 171 0 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 0 0 0 0 0 0 
HUMAN/ FACTORS SCiIe Ske 0 0 0 0: 0 0 0 0 
HUMAN/FACIORS SCIe 0 0 0 0 0 0 0 0 
HUMAN/ FACTORS SPECe 0 0 0 0 0 0 0 0 
PkhOJe MGMTe SRe STAFF 0 0 0 0 0 0 0 0 
TECHe SUPVe STAFF 0 0 7) 0 0 0 0 0 
oYSe ANALe SPECes 0 0 0 0 0 0 0 0 
SY¥Se ANALe SENIOR 0 0 0 0 0 0 0 0 
oYSe ANALYST 0 0 0 0 0 ) 0 0 
SECRETARY SUPPORT 0 0 0 0 0 0 0 0 
PhOJe OPERATIONS —-CF 0 0 0 0 0 0 0 0 
COMPe PROGe ANALe —-CF 0 0) 8) 0 0 0 0 0 
ENGINEER —-CF 0 0 0 0 0 0 0 0 
ENGINEER TECHe —-CF 0 0 0 0 0 0 0 0 

TOTAL 170 171 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 541320 


MANHOURS 


PKOJECT OPERATIONS ,SkRke 
PKOJECT OPERATIONS 
OPEKATIONS SUPPORT 
COMPUIER SYSTEMS SPECe 
COMPUTER PKOGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/FACTORS SCi-e« 
HUMAN/FACTORS SPECe 
PROJe MGMT ¢ SRe STAFF 
TECHe SUPVe STAFF 

SY¥Se ANALe SPECe 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PkOJe OPERATIONS —-CF 
COMPe PROGe ANALe -—CF 


ENGINEER —CF 
ENGINEER TECHe ~CF 
TOTAL 
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FISCAL YEAR 
1988 
3QOTR 


1yUTR 2QTR 


ooooococooocoooceoocoecocooe 
eoooocooooooceooeceoccoocoo 
eooocoooeooqooeooocoocececeoooceoo 


40TR 


eoooooooceoccococoocoeooooecoeooso 


TOTAL 


i) 
>» 


& 
rs 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILu LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541320 3QTR 49TR 1yTR’ 2QTR 3Q9TR 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBEK 0 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 0 
ASST» STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

1O01AL CWBS 541320 
MANHOURS 275 275 276 275 1166 276 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541320 1vyTR 2yTR 3QTR 4QTR 1QTR 2Q0TR 3yTR 4QTR 
MANHOURS STAT 

SENLOK PRINCIPAL B 0 0 0 1) 0 0 ) ry 
SENIOR PRINCIPAL C 0 0 “0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 1) 0 0 ) 0 0 0 0 
SENIOR STAFF MEMBER r) 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 o 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 rr) 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 ) 0 0 0 0 
DRAFTSMAN 0 0 0 0. 0 0 0 0 
SECRETARY 1) 0 0 ) 0 0 1) 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541320 
MANHOUKS 170 171 0 0 0 0 0 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541320 10TR 2YTR 3yTR 4Q0TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 ) 1) 0 1) 
SENIOR PRINCIPAL C 1) ff) O 0 rt) 
PRINCIPAL STAFF MEMBER rt) 0 ) ) 0 
SENIOR STAFF MEMBER 1) 0 1) 0 0 
STAFF MEMBER tt) 0 0 0 0 
ASSOC e STAFF MEMBER 1) 0 ) 0 0 
ASST. STAFF MEMBER i) ) 7) 0 0 
SECURITY OFFICER 0 1) f) 0 4) 
DRAFT SUMAN 0 o 0 0 0 
SECRETARY TY) 1) 0 0 1) 
TOTAL 0 fT) tf) 0 0 

TOTAL CWBS 541320 
MANHOURS 0 0 ft) 0 2884 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FiSCAL YEAR 
1982 1983 
CWBS 541530 3UTR 4QTR 1QTR 2QTR 3yTR 4QTR 
MANHOUKS STAT 
OFFICER 0 0 0 0 0 0 
PHKINCIPAL 0 0 0) 0 0 0 
SRe ASSOCIATE 0) 0 0 0 0 v) 
ASSOCIATE 153 153153 0 0 765 
SRe CONSULT 12% 123 122 0 0 612 
CONSULTANT 0 0 0 0 0 0 
SECs WORD PROCESSOR 0 0 0 0 0 ) 
TECHNICAL ASST « 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 


TOTAL 275 276 275 0 0 1377 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541330 1uTR 2Q0TR 3yTR 40TR 10TR 2Q07R £3QTR 4QTR 
MANHOURS STAT 

OFFiCER 0 0 W) tt) 1) 1) 0 0 
PRINCIPAL 1) ") 0 ) 0 0 0 0 
SKe ASSOCIATE 1) 1) 1) 0 7) 0 0 ) 
ASSOCIATE 458 4744 1530 1) 0 1) 0 0 
Ske CONSULT 368 3792 1224 0 0 0 0 0 
CONSULTANT 0 tt) 0 0 1) 0 0 0 
SECe WORD PROCESSOR 1) 0 0 0 0 Oo” 0 0 
TECHNICAL ASST. 1) 0 0 0 0 0 0 0 
TECH EDITOR | 1) 1) ") 1) 1) i) 0 i) 
ENGe DKAFISMAN 1) 0 1) 0 0 0 0 ) 
TOTAL 826 8536 2754 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKiILi LEVEL 
BY CWBS . BY FY 82-88 QUARTERS 
FISCAL YEAR 

| 1988 

CWBS 541330 1QUTR 2UTR JOTR 4UTR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL O 0 0 -| 0 0 
SRe ASSOCIATE 0 0 0 0 . ¢] 
ASSOCIATE 0 0 0 0 7956 
Ske CONSULT 0 0 0 cf] 6363 
CONSULT ANT 0 0 0 0 0 
SECe WORD PROCESSOR 0 0) 0 0 0 
TECHNICAL ASST e 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0] 
ENGe DkAFTSMAN 0 0 Oo 0 0 
TOTAL 0 0 0 0 14319 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


@ Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1177 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
CWBS 541330 1QTR 2UTR 3OTR 40TR 1QOTR 2QTR 3UTR 40TR 


MANHOURS STAT 


PROJECT OPERATIONS «SR. 0 0 0 0 0 0 0 0 
PRUJECi1 OPERATIONS O 0 0 0 0 0 0 0 
OPEKATIONS SUPPORT tv) 0 0 0 0 0 0 0 
COMPUTER SYSTEMS SPECe 0 0 0 0 0 0 0 0 
CUMPUIER PROGRAM ANALe 0 0 684 0 0 0 0 0 
COMPUTER PROGRAMMER 0 O 0 0 0) 0 0 0 
ASSOC e PROGRAMMER 0 i?) 0 0 0 0 0 0 
ENGINEER, SENIOR 0 0 0 0 0 0 0 0 
ENGINEER 0 0 513 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN Oo 0) 0 0 0 0 0 0 
HUMAN/FACTORS SCI« SRe 0 0 0 0 0 0 0 0 
HUMAN/FACTOKS SCIe 0 0 v) 0 0 0 0 0 
HUMAN/FACTORS SPECe 0 U 8) 0 0 0 0 0 
PKOJe MGMTe SRe STAFF 0 0 0 0 0 0 0 0 
ZECHe SUPVe STAFF 0 0 0) 0 0 0 0 0 
SYSe ANALe SPECe 0 0 0 0 0 0 0 0 
SYSe ANALe SENION 0 0 0 0 0 0 0 0 
SYSe ANALYST 0 0 0 0 0 0 0 0 
SECRETARY SUPPORT 0 0 0 0 0 0 0 0 
PROJe OPEKATIONS —-CF 0 O O 0 0 0 0 0 
COUMPe PROGe ANALe —-CF 0 0 0 0 0 0 0 0 
ENGINEER —-CF 0 O 0 0 0 0 0 0 
ENGINEER TECHe —-CF 0 ¢) 0 0 0 0 0 0 

TOTAL 0 0 1197 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILU LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 541330 


MANHOURS 


PROJECT OPERATIONS ,Ske 
PKOJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PHKHOGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCIe 
HUMAN/F ACTORS SPECe 
PROJe KGMT eo SRe STAFF 
TECHe SUPVse STAFF 

SYSe ANALe SPEC. 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECKETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGe ANALe —CF 


ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 
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FISCAL YEAR 
1988 
3UTR 


1Q0TR 2UTR 


eocoeocoeoceoocecoocoooceocce 
eooococooceceooceccoccoooco.c[c 
ecoooooecccococeccooocecoocoooce 


40TR 


eoeoocoocecocooceoccococoooeooeoo 


TOTA 


on oO 
_ co 


sswooocoocoeoocoeoooccooqocoocenmho oo] 


p= 
pea 
£© 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541330 3QTR 40TR 1ypTR 2QTR 3YyTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) ) 0 0 0 0 
SENIUR PRINCIPAL C 1) i) 0 ) 0 0 
PKINCIPAL STAFF MEMBER 0 0 ft) 0 0 0 
SENIOR STAFF MEMBER 0 ) 1) 0 0 0 
STAFF MEMBER Y) 1) 0 0 0 0 
ASSOC e STAFF MEMBER 0 tt) 0 0 *) 1) 
ASST e STAFF MEMBER 0 0 rt) 0 0 0 
SECURITY OFFICER 0 ) 0 rt) 0 ) 
DRAFTSMAN 0 0 rt) 0 0 0 
SECRETARY 0 0 1) rt) 0 0 
TOTAL 0 1) ft) 0 tt) ) 

TOTAL CWBS 541330 
MANHOURS 275 276 275 0 0 1377 
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PAGE1180 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54133U 1UTR 2UTR 3UTR 4UTR 1QTR 2QTR 3QTR 4UTR 
. STAT 
MANHOURS : ; 
SENIVR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF W#EMBER 0 0 0 ) 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 i) 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSfe STAFF MEMBER 0 0 0 0 0) 0 0 0 
SECURITY OFFICER 0 V 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0. 0 0 0 0 0 0 
TOTAL CWBS 541330 
MANHOURS 826 8536 3951 0 0 0 0 0 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 - CIA-RDP84T00037R000300040001-4 @ 


PAGE1181 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1988 
CWBS 541330 1QTR 2UTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOk PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER ) V] 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC e STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0) 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541330 
MANHOURS 0 0 0 0 15516 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 

ChBS 541340 1UTR 2J7TR 3QOTR 40TR 1QTR 2QTR 3QTR 
MANHOURS 

UFFICER 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 
SRe ASSOCIATE 0) (9) 0 0 0 0 rt 
ASSOC1ATE 0 1530 165 0 0 0 0 
Ske CONSULT 0 1224 °& 611 0 0 0 0 
CONSULTANT 0 0 0 0 0 0 8] 
SECe WORD PROCESSOR 0 0 O 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 0 0] 0 
TECH EDI10R 0 0 0 o 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 
TOTAL 0 2754 1376 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

7 1988 

CWBS 541340 109TR 2Q0TR 3QTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER 0 . Oo 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 
ASSOCIATE 0 0 0 0 2295 
SRe CONSULT 0 0 0 0 1835 
CONSULTANT 0 0 0 0 0 
SECs WORD PROCESSOR 0 u 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGs DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 4130 
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CWBS 541340 1QTR 


MANHOURS 


PKOJECT OPERATIONS «SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPU1TER SYSTEMS SPEC« 
COMPUTER PROGRAM ANAL« 
COMPUTER PROGRAMMER 
ASSUCe PKOGRAMMEK 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTOKS SCie SRe 
HUMAN/FACTOKS SCIe 
HUMAN/FACTOKS SPEC« 
PkOJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPEC« 

OYSe ANALe SENIOR 

SYSe« ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS —-CF 
COMPe PROGse ANALe —CF 


oooooqooocoococc;coococooooonooco 


ENGINEER —-CF 
ENGINEER TECH. ~CF 
TOTAL 


EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS 


2U7R 


ooooocooocoeooooooeoceceoooonoo°oc¢c 


BY FY 82-88 QUARTERS 
FISCAL YEAR 

1984 
JOTR 4UTR 1QTR 


o od 
oe c& 
moooooocooooooocoor Oo Coho ood 


eoocecececocooocecooceceocoooce 
ecooocooooooeocoeooeoceceoceocoonce 


ry 
w& 
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20TR 


oooocoooecoooqooececoeoooecooooceo 


1985 
3Q7TR 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541340 1QTR 2QTR 3QTR 4YTR TOTAL 
MANHOURS STAT 


PHOJECT OPERATIONS 1Ske 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPU1ER PROGRAMMER 
ASSOC « PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT eo Ske STAFF 
TECHe SUPVse STAFF 

SYSe ANALe SPECe 

SY¥Se ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS —-CF 
COMP. PROGe ANALe —-CF 


a o 
@ ira) 


SPSS 2k See a Se eS = See See 
eoooocooococoococoocococcocco 
ceocoocoocoeocoeccococcococeco 
eoooocooooeoocceoooococ“c“wcuswomococoeol 8 
moooooooooocoooooorrRo oon ooond 


ENGINEER —~CF 
ENGINEER TECHe ~CF 
TOTAL 136 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541340 1UTR 2UTR 3UTR 40TR 1QTR 2QTR 3OTR 40TR 
STAT 
MANHOUKS 
SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 iV) 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER Oo 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 
ZOTAL CWBS 5413490 
MANHOURS 0 2754 2744 0 0 0 0 0 
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“ EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541340 1UTR 2UTR 3OTR 40TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 i) 0 0 0 
SENIOk PRINCIPAL C 0 0 O 0 0 
PRINCIPAL STAFF MEMBER t) 0 0 0 0 
SENIOKX SIAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 1) 0 O 0 0 
ASSOC e STAFF MEMBER O 0 0 0 0 
ASST « STAFF MEMBER O 0 0 ie) 0 
SECURITY OFFICER | 0 0 0) 0 0 
DRAFT SMAN 0 0 0 0 0 
SECRETARY 0 0 O 0 0 
TOTAL O 0 0 0 0 

TOTAL CWBS 541340 
MANHOURS 0 0 0 0 5498 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYWUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541350 3UTR 40TR 1QTR 2UTR 3QTR 40TR 
MAN HOURS STAT 
SAILL LEVEL A 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 409 
SKILL LEVEL C 1) 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 O 0 
SKILL LEVEL E 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 409 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


. 1984 1985 
ChBS 5414550 1QUTR 2UTR 3QTR 4U’TR lyTR 2QTR 3OTR 
MANHOURS 

SKILL LEVEL A 0 oO 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 154 0 0 
SAILU LEVEL C O 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 , 0 0 0 0 
TOTAL 0 0) 0 0 154 0 0 
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4QTR 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yYWUARTERS 


FISCAL YEAR 
1988 
CWBS 541350 2QTR JQTR 


MANHOURS 


SKILL LEVEL 


SKILL LEVEL B 0 0 0 0 563 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E QO - 0 0 0 0 


TOTAL 0 0 0 0 563 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VWUARTERS 

FISCAL YEAR 

1984 1985 
CWBS 541350 1QTR 2uTR 3QTR 4UTR LOTR 2UTR 3UTR 4VUTR 

| MaNHours STAT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 0 0 0 
ASSOCIATE 0 0 385 0 0 0 0 0 
Ste CONSULT 0 0 281 0 0 0 0 0 
CONSULI ANT 0 0 0 0 0 0 0 i) 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 0 0 
ENGe DRAFTSMAN v) if) 0 0 0 0 0 0 
TOTAL 0 0 666 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 


FISCAL YEAR 


CWBS 541350 1QTR age 40TR TOTAL 
MANHOURS 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 oO 0 0 0 
ASSOCIATE 0 0 0 0 385 
SRe CONSULT 0 7) ry 0 281 
CONSULT ANT 0 0 0 0 0 
SEC« WORD PRUCESSOR 0 0 0 0 0 
TECHNICAL ASST « O- 0 0 1) 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 666 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 


CWBS 541350 1QTR 2QTR 3QOTR 40TR 1uTR 2Q7R 3QTR 


MANHOURS 


PROJECT OPERATIONS «SRe 
PROJECT OPEKATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGHKAMMER 
ASSOC e PROGRAMHEK 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/ FACTORS SCIe SRe 
HUMAN/FACTZORS SCIie 
HUMAN/FACTORS SPEC. 
PROJe MGM1e SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPEC. 

SYSe ANAL«e SENIOR 

SYSe« ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —CF 


ry 
~] 


mooocecocoooeocococooococormooceo 
& 
rs 


i) 
a 


eocococoeoceceoocooocoeoocoeocoocos 
eooocoeocoeoorcocoeooeoocnooocnoc$o. 
POCOCOCOCCOCOCOCOSCCESOCOCNOOONO OCS 
oeooooooooqoocoocoeooqocoeooqocooococe 
ecoocooqooooceooceoceooeocnooce 


ENGINEER —-CF 
ENGINEER TECHe -CF 
TOTAL 17 68 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 \YUARTERS 
FISCAL YEAR 
1988 
CWBS 541350 10TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPEC. 
COMPUTER PROGRAM ANAL « 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe | 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPEC « 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SY¥Se ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —-CF 


Oo 
- 


coococoocococoococococuowcuewcOoOceoCcoOcoO OOo 
coooocooocooocoocoeocoeooococo 
eococooooococoeococococooooooco 
ecooocoooooococecoocoeoocoooocococo 
rs 
Nnoogoooocooocooocooonooowooce 


ENGINEER —CF 
ENGINEER TECHe —CF 
TOTAL 85 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBbS 5414350 3QTR 40TR 1cTR 2Q0TR 3QTR 4Q0TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER Uv 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 
ASST « STAFF MEMBER O 0 0 0 0 0 
SECURITY OFFICER ¢) 0 0. 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY OQ 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 541350 
MANHOURS 0 0 0 0 0 409 
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CWBS 541350 


MANHOUKS 


SENIOR PRINCIPAL B 


SENIOXk PRINCIPAL C 


PRINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


STAFF MEMBER 


ASSOC. STAFF MEMBER 


ASSTe STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
GOTAL 
ZOTAL CWBS 541350 
MANHOUKS 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
1QTR 20TR 3QTR 4QTR 1QTR 


0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 0 0 0 
0 0 837 684 154 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541350 14yTR =82QTR 3YyTR 4QYTR TOTAL 
MANHOURS STAT 

SENIOk PRINCIPAL B ) 0 0 0 ) 
SENIOR PRINCIPAL C ) ft) 0 0 0 
PRINCIPAL STAFF MEMBER ) 1) 0 0 ) 
SENIOR STAtF MEMBER 0 *) 0 tt) ) 
STAFF MEMBER 0 tt) tt) 0 1) 
ASSOC. STAFF MEMBER 0 1) 0 0 i) 
ASST « Sf AFF MEMBER ") 1) 0 0 0 
SECURITY OFFICER f) 1) 0 1) ft) 
DRAFTSMAN ) tt) | 0 0 1) 
SECRETARY ) 0 0 0 1) 
TOTAL — 0 0 1) 0 0 

TOTAL CWBS 541350 
MANHOURS ) 1) 0 0 2084 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541360 10TR 2Q7R 3Q0TR 4yTR 1QTR 2QTR 3QTR 4YTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 o 0 0 ry 0 0 
SKILL LEVEL B 493 0 0 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 1) 0 0 
SKILL LEVEL E 0 0 0 0 0 ry 0 0 


TOTAL 493 0 0 0 0 ) 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 

1988 

CWBS 541360 1QTR 2uTR 3QTrR 4uTR TOTAL 
STAT 
MANHOURS 

SKILL LEVEL A 0) 0 1) ) rt) 
SKILL LEVEL B 0 #) 0) 0 493 
SKILL LEVEL C rt) ¢) 0 (t) 0 
SKILL LEVEL D t) 0 t) ' 0 0 
SAILL LEVEL E 0 0 0 ¢) 0 
TOTAL ) 0 rt) 0 493 
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CWBS 541360 


PRINCIPAL 
ASSOCIATE 


ASSOCIATE 


CONSULTANT 

WORD PROCESSOR 
VECHNICAL ASST. 
TECH EDIZOR 


ENGe DRAFTSMAN 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


3QTR 


16 


10 


26 
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FISCAL YEAR 


1QTR 


32 


26 


58 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541360 1yTR aah Gon 40TR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 
ASSOCIATE 0 0 0 0 48 
SRe CONSULT 0 0 0 0 36 
CONSULT ANT 0 0 0 0 0 
SECs WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASSTe 0 V) 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 84 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541360 LuTR 2UTR 3OTR 40TR 1QTR 2uTR 3QTR 4UTR 
MANHOURS STAT 


PkKOJECT OPERATIONS ,SRe t) fF) 0 t) 0 0 0 8) 
PKOJECT OPERATIONS t) 0 0 0 0 0 a) a) 
OPEKATIONS SUPPORT? 0 0 ) 0 rt) 0 0 0 
COMPUTER SYSTEMS SPECe 0 0 0 0 0 0 0 8) 
COMPUTER PROGRAM ANALe 0 0 0 342 0 0 a) 0 
COMPUTER PROGHKAMMER 0 0 (8) 0 0) 0 0 0 
ASSOC se PROGRAMMER 0 0 0 (t) (1) 0 0 8) 
ENGiNEER, SENIOR 0 0 rt) 0 1) 0 0 0 
ENGINEER 0 0 0 171 ¥) 0 (t) 0 
ENGINEER ASSOCIATE 0 U ¢) 0 0 0) rt) 0 
ENGINEER TECHNICIAN 0 0 0 8) 0 0 0 0 
HUMAN/FACTORS SCie SRe 0 0 0 1) 0 rf) 0 8) 
HUMAN/FACI0RS SCI« 0 0 0 (t) 0 0 0 0 
HUMAN/FACTORS SPEC« rt) 0 0 0 0 0 0 0 
PROJe MGM7Ve SRe STAFF 0 0 0 t) 0 0 0 0 
TECHe SUPVe STAFF 0 0 ¢) 1) 0 0 0 0 
SYSe ANALe SPECe 0 0 0 0 0 0 0 0 
SYS« ANALe SENIOR 0 0 ¢) 0 0 0 0 t) 
SYSe ANALYST 0 0 0 0 0 0 0 i) 
SECRETARY SUPPORT 0 0 0 (1) rt) a) 4) 0 
PKOJe GPERATIZONS —-CF 0 0 0 rt) 0 0 0 8) 
COMPe PROGe ANALe —-CF 9) 0 0 a) 0 0 0) t) 
ENGINEER -CF 0 0 rt) 0 ) 0 0 0 
ENGINEER TECH. -—CF 0 0 0 0 1) 0 0 ft) 

TOTAL 0 v 0) 513 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541360 1QTR 2yuTR 3yTR 4QTR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC e PKOGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPEC« 
PROJ» MGMT « SRe STAFF 
TECHe SUPVs STAFF 

SYSe ANALe SPECe 

SYSe ANALe SENIOR 

SY¥Se ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROG. ANALe —CF 


& 
» 


eooceccooceococeocoooceoeooco 
eoeceoooocoocecooococococeoocoeo 
eooooocooooooocoeooceoocqcnroccoce co 
ecoooooooooocococeocoeooooodce 
a 
a] 
Goocececoococdccoorooonoeoce 


ENGINEER ~CF 
ENGINEEK TECHe —CF 
TOTAL 51 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 3541360 1QTR 2QOTR SUTR 4UTR 1¢TR 2QTR 3QOTR 4VTR 
MANHOURS STAT 
SENITOK PRINCIPAL 8B 0 0 0 0 0 0 0 0 
SENZOR PRINCIPAL C 0 0 0) 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOK STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC. STAFF MEMBER 0 0 0 0 0 0 0 0 
4SSTe STAFF MEMBER 0 6 0 0 0 0 ct) 0 
SECURITY OFFICER 0 0 0 0 1) 0 0 0 
DRAFTSMAN 0 0 0 0 0 it) 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 oO 0 0 0 0 0 
ZOLZAL CWBS 54136U | 

MANHOURS 493 0 26 513 58 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS ; 
FISCAL YEAR 
1988 
CWBS 541360 10TR 2yTR 3yTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 1) 0 
SENIOR PRINCIPAL C 0 0 0 rt) 0 
PRINCIPAL STAFF MEMBER rt) 0 rt) ) 0 
SENIOR STAFF MEMBER tt) 0 0 0 0 
STAFF MEMBER 1) 7) ) 1) ) 
ASSOC e STAFF MEMBER 0 ) 0 0 0 
ASST« STAFF MEMBER tt) 1) ) 0 0 
SECURITY OFFICER tt) 1) ) 0 0 
DRAF1 SMAN ) 1) 0 0 tt) 
SECRETARY 1) 0 ft) 0 0 
TOTAL 0 0 1) 0 0 

TOTAL CWBS 541360 
MANHOURS 0 0 0 ) 1090 


4a, ADDroved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


EXHIBIT 6 


MANHOUKS BY SKILL LEVEL 


BY CWBS BY FY 82-8 


1982 

CWBS 541420 3yUTR 4QTR 
MANHOURS 

OFFICER , 0 0 
PRINCIPAL 0 rt) 
SRe ASSOCIATE 1) 0 
ASSOCIATE 0 tt) 
SRe CONSULT i) 0 
CONSULTANT 0 0 
SECe WORD PROCESSOR 0 9) 
TECHNICAL ASST-« 0 0 
TECH EDITOR 0 re) 
ENGe DkKAFTSMAN 0 0 
TOTAL 0 0 


8 QUARTERS 


FISCAL YEAR 


1Q0TR 2UTR 


0 0 
0 0 
0 0 
0 196 
0 157 
0 40 
0 0 
0 0 
0 0 
0 0 
0 333 


1983 
3QTR 


157 


392 


4UTR 
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STAT 
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4.14 IC&T (10C) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 541420 1yuTR 2QTR SOTR 4QTR 1QTR 2Q07R 3QTR 40TR 
MANHOURS STAT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 0 0 0) 
ASSOCIATE 0 0 0 0 0 589 0 0 
SRe CONSULT 0 0 0 0 0 471 0 0 
CONSULTANT 0 0 0 0 0 118 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 1178 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 
FISCAL YEAR 
1988 
CWBS 541420 1QTR 2UTR 3QOTR 40TR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL O 0 0 0 0 
SRe ASSOCIATE O i?) 0 0 0 
ASSOCIATE - 0 0 0 0 281 
SRe CONSULT 0 Yi) 0 0 785 
CONSULT AN1 0 0 0 0 197 
SECe WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 
TECH EDITOR 0 - 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 1963 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChBS 541420 1QTR 20TR 3uTR 4yTR 1Q9TR 20TR 30TR 40TR 
MANHOURS STAT 


PROJECT OPERATIONS ,SRe 0) 0 0 0 0 0 0 0 
PKOJECT OPERATIONS 0 0 0 0 ) 0 0 0 
OPERATIONS SUPPORT 0 0 0 8) 0 0 0 0 
COMPUTER SYSTEMS SPECe O 0 0 0 0 0 0 0 
COMPUTER PROGRAM ANAL-« 0 0 0 0 0 0 0 0 
COMPUTER PROGHKAMMER 0 0 0 0 0) 0 0 0 
ASSOCe PROGRAMMER O 0 0 O° 0 0 0 0 
ENGINEER, SENIOR 0 0 0 0 0 0 0 0 
ENGINEER 0 0 0 0 0 165 0 0 
ENGINEER ASSOCIATE 0 0 0 (t) 0 0 0 0 
ENGINEER TECHNICIAN O 0 0 0 0 0 0 0 
HUMAN/FACTORS SCIe SRe 0 0 0 #) (¢] i) 0 0 
HUMAN/FACTORS SCI. Oo 0 0 1) 0 0 1) 0 
HUMAN/FACiORS SPEC. 0 0 0 0 0 0 0 0 
PROJVe MGMT e Ske STAFF 1] QO 0 0 ¢] 0 0 0 
TECHe SUPV«s STAFF 0 0 0 0 0 0 0 0 
SYSe ANALe SPECe OQ 0 O 0 0 0 0 0 
SYS« ANALe SENIOR 0 0 0 ry 0 0 0 0 
SYSe ANALYST 0 0 0 O 0 0 0 0 
SECHETARY SUPPORT 0 0 0 0 0 0 0 0 
PROJe OPERATIONS -CF 0 0 0 0 O 0 0 0 
COMP. PROGe ANALe -CF 0) 0] 0 0 0 0 0 0 
ENGINEER -CF 0 0 0 0 0 0 0 0 
ENGINEER TECH. -CF 0 Q 0 (8) O 0 0 0 

TOTAL 0 v 0 0 0 165 0 0 
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EXHIBIT: 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 YUARTERS 


CWBS 541420 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COUPUTER PROGRAM ANALe« 
COMPUTER PROGRAMMER 
ASSOC e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPECe 
PHOJ« MGMT e SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -—CF 
COMPe PROGe ANALe —-CF 


ENGINEER —CF 
ENGINEER TECHe ~CF 
TOTAL 
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FISCAL YEAR 
1988 
3QOTR 


1QTR 20TR 


ocoococoocooeoocecoocecoe 
eceoeoecoooocooecocoeooocooococo 
eooooooocooccececoeooocecooocoo 


4U7TR 


eooeooo0ocooocececcooocoeocoocooodoe 


TOTAL 


~ 
ao 


mooeoocoocooooeoceocomoonoocooceo 


- 
an 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 
FISCAL YEAR 
1982 1983 
CWHS 54142u 3UTR 4~TR 1QgTR 2QTR 3Q7TR 4yTR 
MANHOURS STAT 

SENIOR PRINCIPAL B U 0 0 1) 0 i) 
SENIOR PRINCIPAL C 0 1) 0 tt) 0 1) 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOK STAFF MEMBER 1) 0 ) 1) 0 0 
STAFF MEMBEK o..©~©6FrCi<— oo . O 0 1) 
ASSOC « STAFF MEMBER 0 ) 0 ) ft) 4) 
ASST + STAFF MEMBER 0 1) 1) ) 0 tt) 
SECURITY OFFICER 0 o oO 0 0 0 
DRAFT SMAN 1) 1) 0 1) 0 0) 
| SECRETARY 0 1) My) 1) 0 1) 
TOTAL 0 1) 1) 1) 0 4) 

10TAL CWBS 541420 
MANHOURS 0 0 1) 393 392 1) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
ChHBS 541420 1QTR 2yTR 3QTR 4UTR 1QTR 2uTR 3QTR 4UTR 
“ ANHOURS STAT 

SENiOR PRINCIPAL B 0 0 0 0 0 0 0. (a) 
SENIOk PRINCIPAL C 0 0 ) 0 0 0 0 0 
PKINCIPAL STAFF MEMBER 0 0 rf) 0 - 0 0 0 fe) 
SENIOR SfAFF MEMBER © re) ff) #) 0 ft) 1) 0 (t) 
STAFF MEMBER 0 0 #) oO 9) ) 0 a) 
ASSOCe STAFF MEMBER 0 0. 0 0 0 0 0 0 
ASST se STAFF MEMBER 0 - 0 1) tt) 0 tt) 0 0 
SECURITY OFFICER 0 0 ) 0 v) 0 0 0 
DRAFTSMAN 0 0 1) 1) ) 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL re) 0 0) 0 0 0 0 0 

TOTAL ChBS 541420 
MANHOURS 0 0 0 0 0 1343 0 0 


Approved For Release 2007/09/04 - CIA-RDP84T00037RO000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1213 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541420 1Q7R 2QTR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 i) 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 - 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER cf) 0 0 1) 0 
ASSOC e STAFF MEMBER 0 0 0 v) 0 
ASST + STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 t) 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541420 
MANHOURS 0 0 0 8) 2128 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541430 30TR 40TR 1yTR 2yrR 30TR 4Q7R 
MANHOURS STAT 
OFFICER 0 0 0 0 0 0 
PRINCIPAL 0 oO 0 0 0 0 
Shs ASSOCIATE 0 0 0 0 0 0 
ASSOCIATE 0 0 0 98 98 0 
SKe CONSULT 0 0 0 78 78 0 
CONSULTANT U 0 0 20 20 0 
SEC*e WORD PROCESSOR 0 0 0 0 0 0 
TECHNICAL ASST « 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 o- 0 r) 0 
TOTAL 0 0 0 196 196 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541430 1uTR 2UTR 3QUTR 4Q0TR 1QTR 2QTR 3QTR 4Q0TR 
STAT 
MANHOURS 
OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 ) 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 0 0 0 
ASSOCIATE 0 0 0 0 295 98 2063 492 
SRe CONSULT 0 0 0 0 236 79 1648 392 
CUNSULZANT 0 : 0 0 0 59 19 412 98 
SECs WORD PROCESSOR 0 0 0 0 0 0 0 0 
ZECHNICAL ASST 0 0 0 0 0 0 0 0 
TECH EDITOR 0 if) 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 O 0 0 0 0 0 
TOTAL 0 0 0 0 590 196 4123 382 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541430 1yTR ZyTR 3QTR 4QTR TOTAL 
MANHOURS 

OFFICER 1) U 0 0 0 
PRINCIPAL 0 0 0 1) 0 
SRe ASSOCIATE . ) 0 0 0 tr) 
ASSOCIATE 0 0 fr) 0 3144 
SR» CONSUL? 0 Oo 0 O 2511 
CONSULT ANT 0 QO rv) 0 628 
SECs WORD PROCESSOR 1) 0 0 7) 0 
TECHNICAL ASST. 7) 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 1) 1) ry 
TOTAL 0 0 0 0 6283 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541430 1QTR 20TR 3uUTR 4UTR 1UTR 20TR 30TR 4QTR 
MANHOURS STAT 

PKOJECT OPERATIONS ,SRe 0 0 rt) 0 ) 0 8) 0 
PROJECT OPERATIONS 0 ¢) 1) 0 rt) 0 0 0 
OPEKALIONS SUPPOKT rt) rt) 0 0 rt) 0 0 0 
COMPUTER SYSTEMS SPECe rt) 0 rt) 0 rt) 0 tt) 0 
COMPUTER PROGHAM ANAL. 0 rt) r) rt) rt) 0 662 0) 
COMPUTER PROGRAMMER rt) rt) v0 0 0 rt) 0 0 
ASSOCe PKOGRAMMEK 0 ) rt) tt) 1) 0 1) 0 
ENGINEER,» SENIOR 6) rt) 0 rt) rt) 0 0 rt) 
ENGINEER 0 ¢] 0 t) 0 165 331 0 
ENGINEER ASSOCIATE rt) 0 rt) rf) 0 rt) 1) 0 
ENGINEER TECHNICIAN 0 rt) 0 0 0 0 0 rt) 
HUMAN/ FACTORS SCie SRe 0 *) 0 0 t) 0 0 rt) 
HUMAN/FACTORS SCie 0 0 ) 0 rt) 1) 0 1) 
HUMAN/EFACTORS SPEC. 0 0 rt) rt) 0 0 0 0 
PROJe MGMle SRe STAFF 0 rt) 0 0 rt) 0 0 1) 
TECHe SUPVe STAFF 0 0 0 0 0 0 0 0] 
SYSe ANALe SPECe 0 0 0 0 0 t) 0 0 
SYSe ANALes SENIOR re) rt) rt) 0 1) 1) rt) 0 
SYSe ANALYST rt) rt) rt) 0 0 rt) 8) 0 
SECRETARY SUPPORT 0 0 (0) 0 0 rt) rt) 0 
PROJe OPEKATIONS -CF 0 ) rt) 0 0 rt) 0 0 
COMPe PROGe ANALe -CF 1) rt) 1) 0 0 0 i) 1) 
ENGINEER —-CF re) 1) 9) 0 oO 0 rt) 0 
“ENGINEER TECHe -CF r#) rt) (8) 0 rt) 1) 0 0 
TOTAL 0 0 0 0 0 165 993 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541430 1QyTR 2QTR 3QTR 4VUTR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS ,~SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
CUMPUIEK PROGRAM ANAL« 
COMPLTEK PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPEC. 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPEKATIONS -CF 
COMPe PROGse ANALe ~—CF 


o 
fo 


ecocoooooqooqooocooceoceoecooocoo 
oooococoocoocoocqc”jnocooocococoonocje 
oocoooeocooooeoecocoooeoooooooeoo 
eooococecoeoocooceoocecoeoonooeoco 
© 
moooooooocoocoocoooanooconooce 


ENGINEER —CF 
ENGINEER TECH. —-CF 
TOTAL 115 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541430 30TR 40TK 10TR 2Q9TR 39TR 4yTR 
MANHOURS STAT 
SENIOK PRINCIPAL B 0 0 0 0 0 O- 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 oO 0 
ASSOC+ STAFF MEMBER 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFT SHAN 0 v 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 
TOTAL CWBS 541430 
MANHOURS 0 0 0 196 196 0 
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EXHIBIT 6 
MANAHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
ChBS 541430 10TR 2UTR 3UTR  § 4QTR 1QTR 2QTR 3QOTR 4CTR 
MANHOURS | 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 O ) 0 it] 0 0 
STAFF MEMBER 0 0 0 0 0 i?) 0 0 
ASSOCe STAFF MEMBEK 0 0 0 0 0 0 0 0 
ASST. STAFF MEMBER 0) 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 Q 0 0 
DRAFTSHAN 0 0 0 0 0 8) 0 0 
SECRKEVARY 0 0 0 0 0 0 0 0 
TOTAL U 0 Qo 0 4) 0 0 0 

TOTAL CWBS 541430 
MANHOURS 0 0 0 0 590 361 5116 $82 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1221 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541430 1Q7R 2UTR 3UTR 40TR TOTAL 
| Manaours STAT 
SENIOR PRINCIPAL B 0 0 0 ) 0 
SENIOR PRINCIPAL C 0) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0) 
SVAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER OQ 0 0 0 0 
ASST e« STAFF MEMBER 0 -0 0 0 0) 
SECURITY OFFICER 0 0 i) 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0) 0 0 0 0 
TOTAL 0 0 0 0 0 
TOTAL CWBS 541430 

MANHOURS 0 0 0 0 71441 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541440 1yuTR 20TR 3QTR 4QTR 1Q0TR 2yTR 3UTR 4yTR 
MANHOUKS STAT 

OFFICER 0 1) ) 0 0 0 0 0 
PRINCIPAL tt) 0 0 0 0 0 0 0 
SRe ASSOCIATE 0 tt) re) 0 ft) 0 0 0 
ASSOCIATE rt) 0 0 ) 0 fy) 1472 1) 
SRe CONSULT 7) 1) 0 0 0 0 1179 0 
CONSULTANT 0 0 0 0 0 0 294 1) 
SECe WORD PROCESSOR rt) tt) 0 0 0 i) ft) ) 
TECHNICAL ASST. 1) 0 0 1) 0 0 tt) 0 
TECH EDITOR 0 0 1) 0 0 9) 0 0 
ENGe DKAFZSMAN 0 0 an?) — 0 0 0 0 ft) 
TOTAL 0 0 0 ) 0 0 2945 0 
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EXHIBIT 6 
MANHOURS BY SKILU LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541440 1QTR sabe age 40TR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 i) 0 
ASSOCIATE 0 0 0 0 1472 
Ske CONSULT ) 0 0 0 1179 
CONSULT ANT 0 0 0 0 294 
SECe WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST -e 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 2945 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
CWBS 541440 1QTR 2UTR SOTR 4UTR 1QTR 20TR 3QOTR 40TR 


MANHOURS 


PRUJECT OPERATIONS ,SRe 
PKOJECT OPERAiIiONS 
OPEKATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANAL« 
COMPUTER PROGKAMMER 
ASSOC e PKOGRAMMER - 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/ FACTORS SCIe SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPECe 
PROJe MGMTe SKe STAFF 
VECHe SUPVe STAFF 
SYSe ANAL«e SPEC. 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECKETARY SUPPORI 
PkOJe OPEKATIONS —-CF 
COMP PROGe ANAL « -—-CF 
ENGINEER -CF 
ENGINEER TECHe -CF 
TOTAL 


oa oO 
oa a 
NoocOoOnNOCCOSO 


ecoroocoococoococecoecoocecoooooooo 
qoeooocooco0docococoocococococecoeo 
cooceocecoooococoeococoococrjoc“crooco 
eoocoocooooooocococooooocos 
ecooooocoocooococooocoooooecoocoo 
eoocooeoocoeoocoeccooococeoqcoecoo 
ooocooocoooooooocooocoococqcuowdwcuewd.cCoCcoOCcO8 


moqooooooceoeoocodce 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541440 1QTR 20TR 3UTR 40TR TOTAL 


MANHOURS 


PROJECT OPERATIONS ;SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUZTEK SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCI- 
HUMAN/FACTORS SPEC. 
PROJe MGMT e« SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPEC« 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe -CF 


a oO 
fo & 


ceooocoococecccococeoocoococecoco$no 
eocooceocoocoecooooccococeoocoecocdc 
coooocooocoococococoecooocoeoce 
ecoooooooqooocoeocoococoeoceooocdco 
POSTDOC COCOOCCOOCOCOOCOONGOONGOCSO 


ENGINEER —CF 
ENGINEER TECHe —CF 
TOTAL 132 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541440 1QTR 20TR 3YTR 4yTR 10TR 2QTR 3QTR 
MANHOUKS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 
SENIOk PRINCIPAL C 0 0 0 0 0 0 1) 
PRINCIPAL STAFF MEMBER ) 0 0 0 ) 0 1) 
SENIOR STAFF MEMBER 9) 1) rt) 0 rt) 1) re) 
STAFF MEMBER 0 0 0 0 ) ) 0 
ASSOCe STAFF MEMBER rt) 0 0 0 ) 1) ft) 
ASST« STAFF MEMBER tt) 0 0 0 tf) 1) ) 
SECURITY OFFICER ) 0 1) 0 rt) 0 0 
DRAFTS#AN 1) 0 ) 0 0 ft) 0 
SECRETARY 0 0 0 0 t) 0 0 
TOTAL 0) 0 0 0 0 0 0 

‘OTAL CWBS 541440 
MANHOURS 0 0 0 0 0 9) 4269 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541440 1QTR 2yTR  3yTR 4Q0TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 0 1) 1) 8) 
SENIOR PRINCIPAL C 1) 0 0 rt) 0 
PkINCIPAL STAFF MEMBER 0 0 0 1) 0 
SENIOR STAFF MEMBER oO 0 0 1) 1) 
STAFF MEMBER 0 1) 1) 1) 1) 
ASSOC +e STAFF MEMBER 0 ) 1) 0 ) 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 1) 0 0 0 0 
DRAFTSMAN 0 W) 1) 0 0 
SECRETARY 0 oO ) 0 tt) 
TOTAL 0 0 0 re) ) 

TOTAL CWBS 541440 
MANHOURS ) 0 o 0 4269 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82—88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541450 1QTR 2QTR 3QOTR 4UTR 1Q0TR 2UTR 3QTR 40TR 
MANHOURS 

SKILL LEVEL A i) 0 O 0 .t) oO. 0 0 
SKILL LEVEL B 0 0 0 181 309 0 0 0 
SKILL LEVEL C ' 0 0 0 0 0 0 i) 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 181 309 0 0 0 
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CWBS 541450 


EXHIBIT 6 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
10TR 2yTR 3uUTR 


MANHOURS 
SKILL LEVEL A 0 0] 0 
SKILL LEVEL B 1] O 0 
SKILL LEVEL C 0 0 0 
SKILL LEVEL D 0 0 0 
SKILL LEVEL E 0 0 0 
TOTAL 0 0 0 


4UTR 


TOTAL 


490 


490 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QYUARTERS 


FISCAL YEAR 


| 1984 1985 

CWBS 541450 1QOTK 2Q0TR 3UTR 4QUTR 1yTR 20TR 3QTR 40TR 
 MaNHOURS 

OFFICER o oO 0 0 0 0 0 0 
PRINCIPAL : 0 0 0 0 0 0 ¢) 0 
SRKe ASSOCIATE 0 0 0] 0 0 0 0 0 
ASSOCIATE 0 0 o 0 0 0 1767 0 
SRe CONSULT 0 0 0 0 8) 0 1413 0 
CONSULTANT 0 0 0 0 0 0 355 0 
SECe WORD PROCESSOR 0 (9) 0 0 0 0 0 ¢] 
TECHNICAL ASSTe 0 0 0 0 0 0 0 0 
TECH EDITOR 0 . 0 0 0 0 ¢] ¢] 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 3535 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541450 1QTR baa abe 4QTR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PKINCIPAL ") 0 0 0 rt) 
SRe ASSOCIATE ") U ) 0 0 
ASSOCIATE ) 0 1) 0 1767 
SK. CONSULT 0 1) 0 rt) 1413 
CONSULT ANT 1) 0 0 0 355 
SECs WORD P2OCESSOR 0 0 0 rt) 0 
TECHNICAL ASST. 0 0 0 t) 1) 
TECH EDITOR 0 0 0 rt) 0 
ENGe DRAFTSMAN 0 0 ft) () ) 

TOTAL 0 0 rt) 0 3535 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
CWBS 541450 1QTR 2UTR 3QOTR 40TR 1QTR 2Q0TR 3QTR 4UTR 


MANHOURS STAT 


PROJECT OPEKATIONS ¢«SRe 
PkKOJECT GPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACZTORS SCIe Ske 
HUMAN/ FACTORS SCI« 
HUMAN/ FACTORS SPECe 
PROJe MGMTe Ske STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPEC« 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECREZ ARY SUPPORT 
PROJe OPEKATIONS —-CF 
COMP. PROGe ANALe -CF 
ENGINEER —-CF 
ENGINEER TECHe —CF 
TOTAL 


coooce 


» 
<a} 
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i) 
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oooocooocoooooocoocococne;eooqooqooqococoo 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541450 1QTR 2Q0TR 3QTR 40TR TOTAL 


MANHOURS STAT 


PROJECT OPERATZONS ySRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe« 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC« PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe« 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPECe 

SYSe ANAL«e SENIOR 
‘SYSe ANALYST 
SECRETAKY SUPPORT 
PKOds OPERATIONS -CF 
COMP. PROGe ANALe -CF 


w am 
i) ice} 


ococoooecoeoooccooceooccoooo 
ceooooanoooooqooooceococecoeooceoco$o 
eooooeoococeccoeoocoecoocoeooeoceoco$od 
eooocooooqooocoooooecoocooocsoo 
sOoocoooocoocoeoocooormoooaoocoo 


ENGINEER —-CF 
ENGINEER TECH. —-CF 
TOTAL 82 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541450 1uTR 2UTR 3Q0TR 4QTR 107R 20TR 30TR 4yTR 
STAT 
MANHOUKS 

SENIOK PRINCIPAL B rt) 0 0 rt) rt) 0 rt) 0 
SENIOk PRINCIPAL C 0 0 ) rt) 0 rt) 4) 0) 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 t) o- rt) 
SENIOR STAFF MEMBER rt) 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 8) 0 0 Oo 0 
ASSOCe STAFF MEMBER 0 0 0 rt) rt) 0 0 0) 
ASSTe STAFF MEMBER 1) rt) 0 0 Oo. 0 rt) rt) 
SECURITY OFFICER 0 0 0 0 ) 0 0 a) 
DRAF LSMAN 1) 0 0 0 0 0 o- 0 
SECRE1 ARY t) 0 ) 0 0 0 0 0 
TOTAL rt) 0 0 t) 1) 0 o 0) 

TOTAL CWBS 541450 
MANHOURS 0 0 0 181 309 0 4362 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541450 1QTR sain sous 4UTR TOTAL 
M ANHOURS STAT 

SENIOR PHINCIPAL B i) 0 ) 0 1) 
SENiOR PHINCIPAL C 0 1) ) 0 1) 
PRINCIPAL STAFF MEMBER 0 0 0 ) 0 
SENIOR STAFF MEMBER 0 0 0 0 1) 
STAFF MEMBER 0 0 0 0 fy) 
ASSOC«e STAFF MEMBER tt) 0 ) 0 0 
ASST e STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 ) 0 0 0 
DRAF1 SMU AN 1) 0 0 0 0 
SECREZARY 0 1) 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541450 
MANHOURS 1) 1) ) 0 4852 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54146uU 1Q0TR 2QTR 3VTR 4uUTR 1QTR 20TR 30TR 4yTR 
| |  ANHOURS STAT 

SKILL LEVEL A 0 0 rV) 0 0 0 6 0 
OKILL LEVEL B 0 0 0 0 184 266 ¢] 0 
SKILL LEVEL C rt) 0 }8@©6©° 0 0 0 0 0 1) 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 ) 0 0 
TOTAL 0 0 0 0 184 266 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541460 10TR 2yTR 3yTR 4QTR TOTAL 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 rt) 
SKILL LEVEL B 0 0 ry 0 450 
SKILL LEVEL C 0 0 ry 1) 1) 
SKILL LEVEL D 0 0 0 0 ft) 
SKILL LEVEL E 0 1) 0 0 ry 
TOTAL 0 0 0 0 450 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541460 1uTR 2QTR 3Q0TR 4QTR 1¢TR 2QTR <3yTR 4QTR 
MANHOURS STAT 

VE FICER 1) 0 1) 0 0 ) 0 1) 
PRINCIPAL 0 0 ) 0 ) tt) 0 0 
SRe ASSOCIATE 0 0 0 0 O 0 0 0 
ASSOCIATE 0 0 0 tt) 0 1) 392 295 
Ske CONSULT 0 0 0 1) 0 ft) 314 235 
CONSULTANT a!) 0 1) rt) 1) 0 718 60 
SECs WORD PRUCESSOR 0 0 ) 1) ) 0 0 1) 
TECHNICAL ASSTe 0 0 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 0 0 
ENGe DRAFiSMAN 0 0 0 0 0 0 0 0 
TOTAL rt) v 1) 0 0 1) 784 590 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541460 1QTR 2QTR 39TR 4QTR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 
ASSOCIATE — 0 0 0 0 687 
SRe CONSULT 0 0 0 0 549 
CONSULT ANT | 0 0 0 0 138 
SECs WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST 0 0 0 0 0 
TECH EDITOR 0 v 0 ry 0 
ENGs DRAFTSMAN 0 0 0 0 0 
TOTAL 0 0 0 0 1374 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CHBS 541460 10TR 2QTR 3UTR 4yTR 10TR 2QTR 3UTR 4QTR 
MANHOURS STAT 

PROJECT OPERATIONS »SRe 0 0 re) rt) 0 0 rt) 0 
PRUJECL OPERATIONS 1) 0 0 0 #) 0 0 0 
OPEHKATIONS SUPPOKT rt) 0 rt) 0 ") ) 0 rt) 
COMPUTER SYSTEMS SPEC. 0 0 0 0 0 0 0 0 
COUPUTER PROGRAM ANAL« 0 0 8) 0 7) 0 331 0 
COMPUTER PKOGKAMMER 0 0 rt) 0 ¢) 0 0 0 
ASSUCe PRKUGRAMMER (t) 0 0) (e) 0 0 (0) 0 
ENGINEER, SENIOK 1) 0 rt) 0 0 rt) 0 0 
ENGINEER *) fF) rt) 0 0 rt) 166 0 
ENGINEER ASSOCIATE 1) 0 8) 0 rt) 0 0 't) 
ENGINEER TECHNICIAN 0 0 (0) rt) rt) rt) 0 rt) 
HUMAN/FACTORS SCie Ske 0 0 0 0 0 0 0) 0 
HUMAN/FACTORS SCI rt) 0 1) 1) 0 0 0 0 
HUMAN/ FACTORS SPECe 0) 0 re) 0 0 0 0 0 
PROJe MGMTe SRe STAFF 0 0 rt) 0 0 0 (0) 8) 
YECHe SUPVe STAFF rt) 0 ¢) 0 0 0 ft) 0 
SYSe ANALe SPECe 0 0 ) 0 r*) 1) 0 0 
SYSe ANALe SENIOR a) 0 rt) 0 0 0 0 0 
SYSe ANALYST rt) 0 rt) 0 0 rs) 0 0 
SECRETAKY SUPPORT 0 0 0 ) 1) 0 0 0 
PROJe OPERATIONS —-CF 0 0 0 0 ) 0 0 0 
COMP. PKOGe ANAL«e -CF t) 0 ¥) 0 0 0 1) 0 
ENGINEER ~CF 0 0 0 0 ) rt) 0 re) 
ENGINEER TECHe -CF 0) 0 () 0 0 (t) 0 a) 
TOTAL 0 0 0 0 0 0 497 0 


4 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541460 AQTR 20TR I3UTR 40TR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUiER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC « PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEEK TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPECe 
PHOJe MGMT. SRe STAFF 
TECHe SUPVe STAFF 

SY¥Se ANALe SPECe 

SYSe« ANALe SENIOR 

SY¥Se ANALYST 
SECKETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —-CF 
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& 
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oooocoocooococeocooecocooooooode 
pa 
o 
sooooocoocoocoocooooanoooroooo 


ENGINEER —-CF bs 
ENGINEER TECHe —CF 
TOTAL 49 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


a = 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1234 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-83 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541460 1yTR 2yTR 3QTR 4yTR 1QTR 2Q7R 3QTR- 4QTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 ty i) fy) 
SENIOk PRINCIPAL C 0 0 0 0 0 ) 0 0 
PRINCIPAL STAFF MEMBER i) n) ) 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 ) 0 0 ty) 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC*e STAFF MEMBER 0 0 i) 0 0 1) 0 0 
ASST» STAFF MEMBER 7) 0 1) 0 o 0 0 0 
SECURITY OFFICER 1) 0 tf) 1) i) tf) 0 0 
DRAFTSMAN 0 0 i) ff) 0 ) 0 0 
SECRETARY 0 0 o 0 0 0 ) 0 
TOTAL 0 0 0 i) 0 1) 0 0 

TOTAL CWBS 541460 
MANHOUKS 0 0 0 0 184 266 12381 590 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541460 1QTR 2yrR 3yTR 4yTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 +) 
SECURITY OFFICER 0 0 0 0 1) 
DRAFISMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541460 
MANHOURS 0 0 0 0 2324 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541510 1QTK 2yTR 30TR 4QTR 10TR 2QT7R 30TR 4QTR 
MANHOURS STAT 

OFFICER 1) 0 0 9) ft) 0 0) 0 
PRINCIPAL 0 0 0 0 0 0 0 324 
Ske ASSOCIATE rt) ) ) 1) 0 tf) 0 0 
ASSOCIATE 0 0 0 QO 0 0 0 0 
Ske CONSULT 0 0 0 0 0 0 it) 0 
CONSULTANT 1) 0 O 0 rf) tf) 0 rt) 
SEC* WORD PROCESSOR ft) 0 ) 0 0 ) 0 0 
TECHNICAL ASST. 0 0 0 0 0 0 0 0 
TECH EDIIOR 0 0 ) f(t) 0 0 1) 0 
ENGe DRAF1SMAN 0 0 ft) ft) 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 324 


@ ® 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


4.15 IC&T (FOC) 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 @ 


PAGE1237 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541510 4pTR 2yuTR 3YTR 49TR TOTAL 
MANHOURS ; STAT 
OFFICER 1) 1) 0 ) ) 
PRINCIPAL fT) 1) ) 0 324 
SRe ASSOCIATE tt) 0 0 0 tt) 
ASSOCIATE 0 0 1) i) 0 
SRe CONSULT 0 o Oo 0 0 
CONSULTANT ) 0 7) ) 0 
SECe WOKD PROCESSOR ) 0 0 0 1) 
TECHNICAL ASST. tt) tt) 0 0 0 
TECH EDITOR 0 0 1) 0 1) 
ENGe DRAFTSMAN #) 0 0 1) fy) 
TOTAL 0 0 0 0 324 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR . 
1984 1985 
CWBS 541510 1uTR 2y9TR 3QTR 407TR 1QTR 2QTR 3QTR 4Q7R 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 7) 0 0 0 1) 0 ) 
SENIOR PRINCIPAL C 0 0 0 0 7) 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 i) 0 0 0 ) 
SENIOR STAFF MEMBER 0 0 0 0 0 ) ) 4) 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 1) tf) ) 0 ) 0 0 0 
ASST es STAFF MEMBER 0 0 0 1) 0 0 0 1) 
SECURITY OFFICER ) ) ) 0 0 1) 0 0 
DRAFTSMAN rt) 0 0 0 0 0 ) 0 
SECRETARY 0) 0 1) 0 0) 0 8) 0 
TOTAL 0 G OQ 0 v) 0 0 0 

TUTAL CWBS 541510 
MANHOUKS t) 0 1) 0 1) 0 ) 324 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541510 1Q09TR 2yTR  3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B ) 0 ) 1) ) 
SENIOR PRINCIPAL C ) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 ) 0) 
SENIOR STAFF MEMBER 0 1) rt) tf) ) 
STAFF “EMBER 0 0 0 ft) 1) 
ASSOC + STAFF MEMBER 0 ) rt) 0 0 
ASST« STAFF MEMBER 0 1) 0 0 4) 
SECUKITY OFFICER 0 ¥) 0 0 ) 
DRAFTSMAN ) 0 ) i) 0 
SECRETARY 0 1) 0 0 rt) 
TOTAL 0 1) 0 0 0 

TOTAL CWBS 541510 
MANHOURS 1) 1) tf) 0 324 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YJARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541530 1QTR 2uTR 3QTR 4QTR 10TR 2YUTR 3Q9TR 4yTR 
MANHOURS STAT 

OFFICER 0 0 ) 0 O 0 ct) 0 
PRINCIPAL rt) 0 0 1) 0 Oo rt) ‘t) 
SKe ASSOCIATE 1) 0 0 tt) rf) 0 0 a) 
ASSOCIATE 0 0 0 0 1) o |. 0 1056 
SRe CONSULT 0 0 1) 0 ) 0 1) 842 
CONSULTANT 0 0 1) 0) 0 0 0 210 
SECs WURD PROCESSOR 7) 0 1) 0 0 0 0 0 
TECHNICAL ASST. 0 ° 0 0 0 0 0 0 0 
TECH EDiioOR 0 0 0 if) 0 Oo - 0 0 
ENGe DRAFTSMAN o 0 0 1) 0 Oo. 0 0 
TOTAL 0) 0 0 0 0 0 0 2108 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541530 19TR 2QTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER 1) 0 ft) 1) 1) 
PRINCIPAL 0 0 1) 1) ) 
SRe ASSOCIATE 0 ) 0 0 ) 
ASSOCIATE 7) ) 0 0 1056 
SRe CONSULT 1) 0 0 0 842 
CONSULT ANT f) 0 ) 0 210 
SECs WORD PRUCESSOR 1) 0 1) 0 0 
TECHNICAL ASST. 0 0 0 0 0 
TECH EDITOR 0 ) 0 0 tt) 
ENGe DRAFTSMAN 1) 0 fT) 0 0 
TOTAL 1) i) 0 Oo 2108 
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EXHIBIT 6 
MANHOURS BY S&KILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54153u 1QTR 2UTR 3QTR 4Q0TR 1Q0TR 2UTR 3QTR 4QTR 
MANHOURS STAT 
SENIOKk PRINCIPAL 8B 0 0 0 0 O 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0) 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST.e STAFF MEMBER 0 0 rf) 0 0 0 U 0 
SECURITY OFFICER 0 . O 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 O 0 0 0 0 0 
2OTAL CWBS 541530 
MANHOURS 0 0 0 0 0 0 0 2108 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 @ 


PAGE1243 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FiSCAL YEAR 
1988 . 
CWBS $41530 1¢TR 2yTR 3QTR 4uTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B rt) ) 0 1) 0 
SENIOK PRINCIPAL C 0 0 0 ') tf) 
PRINCIPAL STAFF MEMBER ) 0 0 tt) 0 
SENIOR STAFF MEMBER 0 0 0 tt) 0 
SLAFF “EMBER 0 i) 0 ) 0 
ASSOC e STAFF MEMBER 0 0 0 0 ) 
ASST « STAFF MEMBER ff) tf) | ) rt) 0 
SECURITY OFFICER ) 0 0 1) f(t) 
DRAFTSMAN — 0 rt) 0 rt) tt) 
SECRETARY 0 0 0 ft) 0 
TOTAL 0 1) ) rr) 1) 

TOTAL CWBS 541530 . 
MANHOURS 4) 0 0 0 2108 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 1985 
1QTR 2QTR 3UTR 4UTR 1QTR 2QTR S3QTR 


4ANHOURS 

OFFICER 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 ?] 0 
Ske ASSOCIATE 0 0 O 0 1] G 0 
ASSOCIATE 0 0 0 0 0 0 0 
SRe CONSULT 0 0 0 0 0 0 0 
CONSULTANT 0 0 0 0 0 0 0 
SECe WORD PROCESSOR 0 0 0) 0 0 0 0 
TECHNICAL ASST -e 0 0 0 0 0 ¢) 0 
TECH EDITOR 0 0 0 0 0 if] 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 

TOTAL 0 0 0 0 0 0 0 
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40TR 


324 


811 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541540 1Q9TR 2yTR 30TR 4QTR TOTAL 
MANHOURS STAT 

OFFICER ) 1) ) 0 0 
PRINCIPAL | 0 0 tt) rt) 0 
SRKe ASSOCIATE 0 0 0 0 0 
ASSOCIATE ) tt) 0 1) 406 
SRe CONSULT 0 tt) 0 0 324 
CONSULT ANT rf) ) 0 ) 81 
SECe WORD PROCESSOR ft) 0 ft) rt) 0 
TECHNICAL ASST. ) 0 0 0 0 
VECH EDITOR 0 0 0 t) 0 
ENGe DRAFTSMAN ) 0 0 ) 0 
TOTAL 1) 0 i) 0 811 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541540 1QTR 2QTR 3uTR 4Q9TR 1QTR 2QTR 3yTR 40QTR 
MANHOUKS STAT. 

SENIOR PRINCIPAL 8 0 oO 0 0 0 0 0 0 | 
SENIOR PRINCIPAL C 0 0 ) 1) tt) 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 7) 0 0 ) 0 0 
SENIOKX STAFF MEMBER 0 0 ) rt) tt) 1) 1) 0 
STAFF MEMBER 0 0 0 ) 0 1) 0 0 
ASSOCe STAFF MEMBER it) 1) 1) 0 1) 1) 0 0 
ASST es STAFF MEMBER | 0 0 0 0 0 ) 0 0 
SECURITY OFFICER rt) 0 0 ) 0 ) 1) ) 
DRAF12SHAN 0 0 0 ) tt) 1) ft) 0 
SECRETARY 0 0 0 0 0 0 (0) 0 
TOVAL 0 0 0 0 Q 0 . 0 0 

1OTAL CWBS 541540 

MANHOURS 0 0 0 0 0 (8) 0 811 


@ @ ® 
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PAGE1247 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 382-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541540 i1uTR 2UTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER | 0 0 0 0) 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC e STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 9 0 0 

TOTAL CWBS 541540 
MANHOURS 0 0 0 0 811 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541550 1QTR 22TR JOTR 4Q0TR 1QTR 2QOTR 3OTR 40TR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL B 0 0 0 0 0 266 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SAILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E O 0 0 0 0 0 0 0 
TOTAL 0 0 0 ¥) 0 266 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541550 1QTR 2QTR 3QTR 40TR 19TR 20TR 3QTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0) ¢) 0 rt) r) rt) 
SKILt LEVEL B 154 1) 0 rt) 1) ) #) 0 
SKILL LEVEL C rt) rt) 0 (*) ft) 0 *) ¢) 
SKILL LEVEL D rt) 0 ) 1) 1) 0 ) t) 
SKILL LEVEL E rt) ) 0 1) 0 1) ) 0 
TOTAL 154 0) 0 1) t) 1) 0 0 
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CWBS 541550 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
1QuTR 20TR 3UTR 4UTR 


MANHOURS 
SKILL LEVEL A 0 0 0 0 
SKILL LEVEL B 0 0 0 0 
SAILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 0 0 0 
SAILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 


PAGE1250 


TOTAL 


420 


420 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 

CWBS 541550 107R 2Q0TR 3uT'R 4UTR 1QTR 2QTR 3QTR 4QTR 

| wannours STAT 
SENIOk PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOk PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 Y) 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 Y) 0 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 O 0 0 0 0 0 
TOTAL it) 0 0 0 0 0 0 0 

ZOTAL CWBS 541550 

MANHOURS | 0 0 0 0 0 266 0 0 
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PAGE1252 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541550 - 19TR 2yTR 3QTR 4y7R 10TR 2QTR 3yTR 4QTR 
MANHOURS STAT 

SENIOR PHINCIPAL B 0 0 0 0 1) 0 1) 0 
SENIOGK PRINCIPAL C 1) 0 0 1) 1) 0 1) 0 
PRINCIPAL STAFF MEMBER 1) 0 0 0 ) 0 tt) 0 
SENIOR STAFF MEMBER 1) 0 0 ) 1) 0 ) 0 
STAFF MEMBER ~ ) 0 0 ) 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 ) 1) o- 1) 0 0 
ASST« STAFF MEMBER 0 0 1) 0 1) 0 tt) 0 
SECURITY OFFICER 0 0 1) 7) 0 0 0 0 
DRAFTSMAN 0 0 1) 0 0 1) 1) 0 
SECRETARY 1) 0 1) 0 1) 0 1) 0 
TOTAL 0 0 0 0 0 0 ) 0) 

1OTAL CWBS 541550 
MANHOURS 154 0 0 0) 0 0 0 0 
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PAGE1253 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541550 ivTR 2yTR 3QTR 4YTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC + STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541550 
MANHOURS 0 0 0 0 420 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541560 1QTR wipe. aaa 4UTR 1QTR 
MANHOUKS 

SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 O 0 0 0 
SKILL LEVEL C 0 0 0 0 0 
S&ILL LEVEL D 0 0 0 0 0 
SAILL LEVEL E 0 0 0 ¥) 0 
TOTAL 0 0 0 0 0 
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1985 
2QTR 3QOTR 


0 0 
175 152 
0 0 
0 0 
0 0 
175 152 


4 UTR 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


19388 
CWBS 541560 1uTR 2QTR 3uTR 40TR 
fANHOURS 

SKILL LEVEL A 0 0 ) 0 
SKILL LEVEL B 0 O 0 0 
SAILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 8) 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL v) 0 i) 0 
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TOTAL 


327 


327 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541560 1pTR = =2QTR 3yTR 4uTR 1yTR 2QTR 3UTR 4uTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) i) tf) 0 0 0 'Y) 0 
SENIOk PRINCIPAL C 0 ff) tt) tt) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 1) 0 1) 0 0 0 1) 
SENIOh STAFF MEMBER rt) ) 1) o- 0 tf) rt) ) 
STAFF MEMBER 0 0 0 0 0 0 0) 0 
ASSOCe STAFF MEMBER 0 ff) 0 0 ) 0 0 0 
ASSTe« STAFF MEMBER 0 ff) 0 0 0 0 o a 
SECURITY OFFICER rt) ff) 1) 0 ) 0 0 f(t) 
DRAFTSMAN 0 0 0 ff) 0 Y) ) 1) 
SECRETARY 0 0 0 0 it) 0 0 0 
TOTAL 0 0 ) 0 0 0 0 0 

TOTAL CWBS 541560 
MANHOURS ) 0 0 0 0 175 152 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541560 1QTR 2¢TR 3QTR 40TR TOTAL 
MANHOURS : STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOC « STAFF MEMBER 0 OQ 0 0 0 
ASST « STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER Uy 0 0 0 0 
DRAFISMAN O 0 0 0 0 
SECRETARY OQ 0 0 OG 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541560 ‘ 
MANHOURS 0 0 0 0 327 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 541610 3JTR 4QTR 1QTR 2QTR 3QTR 4QTR 
MANHOURS 

SKILL LEVEL A 1) ) 0 0 0 1) 
SKILL LEVEL B G 0 o G 0 0 
SKILL LEVEL C 0 0 0 0 0 1) 
SKILL LEVEL D 0 0 ) 0 0 ) 
SKILL LEVEL E 515 688 928 900 966 1374 

TOTAL 515 688 928 900 966 1374 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1384 1985 
CWBS 541610 10TR 2QTR 3QTR AQTR 1Q9TR 2QTR 3QTR 4QTR 
M ANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 0 
SKILL LEVEL 8 ft) 0 0 0 0 0 1) 0 
SKILL LEVEL C 0 0 tt) 0 0 0 0 0 
SKILL LEVEL D ft) 0 0 0 0 ) 0 0 
SKILL LEVEL E 1509 1374 1494 916 1006 | 542 0 ‘¢) 

TOTAL 1509 1374 1494 916 — 1006 542 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
cwes 541610 10TR 2yTR 3QTR 4QTR TOTAL 
MANHOURS 
SKILL LEVEL A 0 0 0 0 0 
SKILL LEVEL B 0 c G G 0 
SKILL LEVEL C 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 
TOTAL Oo — 0 0 0 12242 


f 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


STAT 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 @ 


PAGE 1257D 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
cwBS 541610 3QTR 4yYTR 1QTR 2QTR 3QTR 4QTR 
MANHOURS STAT | 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 a) 0 0 0 0 
PRINCIPAL STAFF MEMBER ) i) 0 0 0 0 
SENIOR STAFF MEMBER 4) ) 0 ) 0 0 
STAFF MEMBER 0 #) 0 ft) 0 ) 
ASSOCe STAFF MEMBER 0 0 0 ) 0 0 
ASST. STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 1) 1) 0 0 0 
SECRETARY 0 '*) 0 0 0 0 
TOTAL 0 ft) o | 0 0 0 

TOTAL CWBS 544104 
MANHOURS 515 688 928 900 966 1374 
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PAGE 1257E 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
Cw8s 541610 1QTR 2UTR 3QTR 4QTR 1Q0TR 2QTR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B (t) ) 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 1) 0 0 
PRINCIPAL STAFF MEMBER t) 0 0 0 ft) 0 0 0 
SENIOR STAFF MEMBER ) 0 0 0 0 0 0 ‘t) 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOC.s STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST STAFF MEMBER 0 0 0 0 0 0 0 0 
SECUKITY OFFICER 0 0 0 0 ff) 0 0 0 
DRAFZSMAN ) 0 1) 0 ) 0 0 0 
SECRETARY 0 0 0 0 0 0 ) ) 
TOTAL OQ 0 0 0 0 0 0 0 

1O0TAL CWBS 544104 
MANHOURS 1509 1374 1494 916 1006 542 0 0 
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PAGE 1257F 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541610 1QTR 2QTR 3UTR 40TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B ) 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 | 0 0 0) 0 
SENIOR STAFF MEMBER 0 ) 0 t) (a) 
STAFF WEMBER 0 0 0 if) 0 
ASSOCe STAFF MEMBER 0 0 0 re) 0 
ASST se STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN t) 0 0 0 0 
SECRETARY 0 0 ) 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 544104 
MANHOURS 0 0 0 0 12242 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-838 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 541620 3QOTR 4UTR 1Q7TR 2UTR 3QTR 


MANHOURS 


OFFICEK 


PRINCIPAL 


SKe ASSOCIATE 


ASSOCIATE 
Ske CONSULT U 0 719 237 239 237 
CONSULTANT 0 O 27 738 719 79 
SEC + WORD PROCESSOR 0 0 0 0 0 0 
TECHNICAL ASST e 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0 
ENGe DKAFISMAN 0 0 0 0 0 0 
TOTAL 0 8) 293 876 878 878 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541620 1Q7TR 2UTR 3QUTR 4JTR LOTR 2QTR 3UTR 40TR 
STAT 
MANHOUKS 
OFFiCEK 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 0 0 U 0 
oRe ASSOCIATE 62 62 62 63 64 43 0 0 
ASSOCIATE 500 499 499 499 500 334 0 0 
SRe CONSULT 237 237 238 237 238 158 0 0 
CONSULTANT 78 19 79 79 78 50 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASST - 0 0 0 0 iv) 0 0 0 
TECH EDIZOR 0 U 0 0 0 0 0 0 
ENGe DRAFISMAN 0 0 0 0 0 0 0 0 
TOTAL 877 877 878 878 877 585 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541620 19TR 2QTR 3Q9TR 40TR TOTAL 
MANHOURS STAT 

OFFICER 0 0 0 0 0 
PRINCIPAL 0 0 0 0 1) 
SRe ASSOCIATE 0 0 0 0 562 
ASSOCIATE uv 0 U 0 4495 
SRe CONSULT 8] 0 ) 0 2137 
CONSULTANT — 0. 0 ) 0 703 
SEC« WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST « 0 0 0 0 0 
TECH EDITOR 0 0 4 0 0 tt) 
ENGs DRAFTSMAN rm 0 0 0 0 
TOTAL an) 1) tt) 0 7897 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541620 3UTR 4¢TR 1yTR 2yTR 3QTR 4Q7R 
MANHOUKS STAT 

SENIOR PRINCIPAL B 1) 0 0 tt) 0 0 
SENiOK PRINCIPAL C 0 0 0 0 0 1) 
PRINCIPAL STAFF MEMBER 0 0 0 ) 0 0 
SENIOR STAFF MEMBER 1) 0 0 rt) 1) 1) 
STAFF MEMBER 1) 0 0 0 1) 0 
ASSOCe STAFF MEMBER 7) 0 0 “0 0 0 
ASST « STAFF MEMBER 0 1) 0 1) 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DkAFT SMAN 0 0 1) 0 ) 0 
SECRETARY 1) 0 0 0 0 0 
TOTAL 0 0 tt) 0 0 1) 

TOTAL CWBS 541620 
MANHOURS 0 ) 293° 876 878 878 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54162U 10TR) ss 2UTR Ss BYTR Ss 4UTR = AYTR «=. 2UTR =: BETR = QTR 
|_| Man HOURS STAT 

SENIOK PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENLOK STAFF MEMBER 0 0 0 0 0 0 0 0 
STAFF MEMBER 0 u 0 0 0 0 0 0 
ASSOC*s STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST» STAFF MEMBER 0 0 0 0 0 0 0 0 
SECUKLTY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541620 
MANHOURS 877 877 878 878 877 585 0 0 


@ e @ 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541620 1QT7R age aes 40TR TOTAL 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENION PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 
ASSOCe« STAFF MEMBER 0 0 0 0 0 
ASST + STAFF MEUBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOZAL CWBS 541620 - 
MANHOURS 0 0 0 0 7897 
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CWBS 541640 


MAN HOURS 


SKILL LEVEL 


SKILL LEVEL 


SAILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


D 


E 


TOTAL 


1982 
3WTR 40TR 


0 0 
0 0 
0 0 
0 0 


FISCAL YEAR 


1yTR 


2QTR 


1983 
3QTR 
0 
O 
O 
0 
6079 
6079 
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40TR 
STAT 
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CWBS 5341640 


SKILL 


SKILL 


SAILL 


SKILL 


SKILL 


MANHOURS 


LEVEL 


LEVEL 


LEVEL 


LEVEL 


LEVEL 


D 


E 


LOTAL 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
1UTR 2UTR JOTR 40TR LOTR 


0 0 0 0 0 
0 0 0 0 O 
0 0 0 0 .¢) 
0 0 0 0 0 


1985 
2UTR 3OTR 


0 0 
0 O 
0 oO 
0 0 
3840 0 
3840 0 
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CWBS 341640 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 WUARTERS 


FISCAL YEAR 
1988 
1QTR 2QTR 3QTR A4AQTR 


MANHOURS 
SKILL LEVEL A 0 0 0 ) 
SKILL LEVEL B 0 0 0 0 
SKILL LEVEL C 0 0 0 0 
SKILL LEVEL D 0 O 0 0 
SKILL LEVEL E 0 0 0 0 
TOTAL 0 0 0 0 
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TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541640 3QTR 4UTR 1QTR 2QTR 3QTR 4QTR 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0. 0 
PRINCIPAL STAFF MEMBER ¢) 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC ese STAFF MEMBER . 0 0 0 0 0 0 
ASST. STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER . v 0 0 O 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECKETARY 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 


TOTAL CWBS 541640 
MANHOURS 2443 4733 5600 5494 6079 6926 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541640 AQTR 2yTR 3QTR 4y¥TR 1iyTR 2QTR 3QTR 4QTR 
dANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 tt) 0 0 tt) 
SENIOR PRINCIPAL C i) 1) 0 0 ) 1) 0 0 
PRINCIPAL STAFF MEMBER 1) 0 0 0 tt) 0 ) 0 
SENIOR STAFF MEMBER OF 0 1) 0 ) 1) 0 i) 
STAFF MEMBER 0 0 1) 0 ?) ) 0 0 
ASSOCe STAFF MEMBER 0 0 1) ) 0 0 tt) ) 
ASSTe STAFF MEMBER 0 0 ¥) 0 0 0 rt) 0 
SECURITY OFFICER 0 ) 0 0 ff) 1) 0 0 
DRAFTSMAN 0 ) 0 0 0 1) 0 0 
SECRETARY tt) 0 ) 0 0 0 ) 0 
VOTAL tf) 0 0 0 0 0 0 tt) 

ZOTAL CWBS 541640 
MANHOUKS 7608 6928 7533 6488 7126 3840 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541640 1QTR 2uUrTR IVTR 4Q0TR TOTAL 
= STAT 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 cf] 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER O 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 
ASST .« STAFF MEMBER 0 0 rf] 0 0 
SECURITY OFFICER 0 0 0 O 0 
DRAFI SMAN 0 0 0 0) 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 . 0 0 

TOTAL CWBS 541640 
MANHOURS iY) 0 0 OQ 70798 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 541710 3QTR 4Q0TR 1QTR 2QOTR 3QTR 40TR 
| 
MANHOURS 
OFFICER 0 0 0 0 0 0 
PRINCIPAL 237 356 356 356 356 356 
SRe ASSOCIATE 0 0 0 0 0 0 
ASSOCIATE 0 0 0 0 0 0 
SKRe CONSULT 0 0 0 0 0 0 
CONSULTANT 0 0 0 0 0 0 
SECe WORD PRUCESSOR 0 0 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 0) 
ENGe DRAFTSUAN 0 0 0 0 0 0 
TOTAL 237 356 356 356 356 356 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541710 1OTR 20TR 3QTR 4QTR 1QTR 2QTR 3QTR 40rR 
MANHOURS STAT 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 356 355 356 356 297 356 356 296 
SRe ASSOCIATE 0 0 0 0 0 0 0 0 
ASSOCIATE 8) 0 0 0 0 0 0 0 
SRe CONSULT 0 0 0 0 0 0 0 0 
CONSULTANT | 0 0 tf) 0 0 0 0 0 
SECe« WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 0 0 0 0 
LECH EDITOR 0 .Y) 0 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 0 0 0 

TOTAL 356 355 356 356 297 356 356 296 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
-BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541710 LOTR Saas ane 4QTR TOTAL 
| MANHOURS 

OFFICER 0 0 0 0 0 
PRINCIPAL o 0 0 0 4745 
SRe ASSOCIATE 0 0 0 0 0 
ASSOCIATE 0 0 0 o 0 
SRe CONSULT 0 0 0 0 0 
CONSULT ANT 0 0 0 0 0 
SEC* WORD PRUCESSOR 0 0 0 0 0 
TECHNICAL ASST « o 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN 0 0 0 0 0 
VOTAL 0 0 0 0 4745 


: 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 541710 3QOTR 40TR 1QTR 2UTR SOTR 40T 


MANHOURS 


PROJECL OPERATIONS »SRe 
PEOJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC « PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER i1ECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJe MGMT« SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SY¥Se ANALe SENIOR 
SYSe« ANALYST 
SECKETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PRUGe ANALe —-CF 
ENGINEER ~CF 
ENGINEER TECHe —-CF 
TOTAL 


eoooecoocooo 


eoooooeocoocecooooocooooceocooo 
eoceocoooocoocoooocooooceocooo 

oO = 

ob 

©o © 

a 
eoococoooooececoeocoecocececooooce 

iy 

ae 
Qooooeoocoecocecmnwooceocoooce 

ry 

oO 


mwooooococnoeoooeo 


& 
Ts 
~_ 
uo 
-_ 
~] 
pa 
~] 
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STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541710 1yuTR 2UTR 3UTR 4UTR 1QTR 2QTR 3QTR 4UTR 
MANHOURS . STAT 


PROJECT OPERATIONS; SRe 0 0 0 0 0 0 0 0 
PROJECT OPERATIONS 0 0 0 0 0 0 0 0 
OPERATIONS SUPPORT 0 0 0 0 0 0 0 0 
COMPUTER SYSTEMS SPEC. 0 0 0 0 0 O 0 0 
COMPUTER PROGRAM ANALe 0 0 0) 0 0 0 0 0 
COMPUTER PROGRAMMER 0 0 0 0 0 0 0 0 
ASSOCe PKOGRAMMER 0 0 Oo 0 0 0 QO 0 
ENGINEER, SENIOR 0 0 0 0 0 0 t) 0 
ENGINEER 0 0 it) 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 8) 0 0 0 0 0 
ENGINEER ZTECHNICIAN 0 0 0 0 0 0 0 0 
HUMAN/ FACTORS SClIe SRe 150 149 100 0 0 0 0 0 
HUMAN/FACTORS SCie 0 0 0 0 0 0 0 i) 
HUMAN/FACTORS SPECe 0 0 0 0 0 0 0 0 
PRKOJe MGMTe SRe STAFF 0 0 0 0 0 O 0 0 
TECHe SUPVe STAFF 0 0 0 0 0 0 0 0 
SYSe ANALe SPEC. 6) 0 0 0 0 0 0 0 
SY¥Se ANALe SENIOR 0 0 0 0 0 0 0 0 
SYSe ANALYST 0 0 0 0 0 0 0 0 
SECRETARY SUPPORT 0 0 0 0 0 0 0 0 
PROJe OPERATIONS -CF 0 0 0 0 0 0 0 8) 
COMP. PKOGe ANALe —-CF 0 0 0 0 0 0 0 0 
ENGINEER —-CF 0. 0 0 0 0 0 0 0 
ENGINEER TECHe —-CF 0 0 0 0 0 0 0 0 

TOTAL 150 149 100 0 0 0 0 0 


‘ 
| g 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541710 1QTR 2QTR 3QTR 4Q0TR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS ;SRe 
PROJECI OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC. PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPEC. 
PkUJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPEC. 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECRETARY SUPPORT 
PKOJe OPERATIONS —-CF 
COMPe PROGe ANALe —-CF 
ENGINEER —CF 
ENGINEER TECHe —-CF 
TOTAL 


eoooocoococeo 


eocoocoeocoeooooce¢eocococe@ecoceoe 
eoooccoooceooococoooococo 
oocoocooqoocooqoooooececoocoeocco$o( 
oooocoooeooocooooooeoocoocoocoeocooo 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
| FISCAL YEAR 
1982 1983 
CWBS 541710 3QTR 4QTR 1QTR 2QTR 3uTR 4QTR 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 W) 0 0 0 't) 
SENIOR STAFF MEMBER 1) 0 ft) 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC + STAFF MEMBER ) 1) 0) ) 0 0 
ASST« STAFF MEMBER 0 rt) 7) ) 1) 0 
SECURITY GFFICER ) 0 0 0 tt) 0 
DRAFTSMAN 0 0 1) oO 0 0 
SECRETARY ff) 0 0 0 0 0 
TOTAL 0 1) rf) 0 0 0 

TOTAL CWBS 541710 . 
MANHOURS 237 356 705 506 529 531 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541710 1Q7R 2UTR 3QOTR 4QTR 1uTR 2UTR 3QTR 4UTR 
MANHOURS STAT 

SENIOKX PKINCIPAL 8B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 U 0 0 0 ; 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOR SLAFF MEMBER 0 0 0 0 0 0 ce] 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 O 0 0 0 0 0 0 
SECURITY OFFICER . 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 

TOTAL 0 O- 0 0 0 0 0 0 
GOTAL CWBS 541710 


MANHOURS 506 504 456 356 297 356 356 296 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541710 1Q0TR 2Q0TR 3QTR 4QTR TOTAL 
| Mannours STAT 

SENIOR PRINCIPAL B 0 1) 0 0 0 
SENIOR PRINCIPAL C 0 0 rt) 0 ) 
PRINCIPAL STAFF MEMBER 1) 1) 0 0 1) 
SENIOR STAFF MEMBER 0 7) 1) 1) 0 
STAFF MEMBER tf) tt) 0 ft) 0 
ASSOC .« STAFF MEMBER 1) 0 0 1) 0 
ASST « STAFF MEMBER 0 0 ff) 0 0 
SECURITY OFFICER 0 1) 1) 0 0 
DRAFT SM AN 0 0 1) 4) 0 
SECRETARY 0 0 1) 0 0 
TOTAL 0 0 0 0 8) 

TOTAL CWBS 541710 
MANHOURS ft) 0 0 Oo s991 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
"FISCAL YEAR 
1984 1985 
CWBS 541720 1oTR 2QTR 39TR 4QFR 1QTR 2y7TR 30TR 4¢ETR 
M ANHOURS STAT 
OFFICER 0 1) 0 0 0 ) 0 0 
PRINCIPAL 1) 1) 0 1) 0 0 0 0 
SRe ASSOCIATE , rt) 0 0 ) ) 0 ) 0 
ASSOCIATE 0 533 356 178 356 356 711 356 
SRe CONSULT 0 534 356 178 356 356 712 356 
CUNSULYANT 0 1) 36 ry 0 0 1) 89 
SECs WORD PROCESSOR 0 1) 0 1) 0 0 0 0 
TECHNICAL ASSTe 1) 0 0 1) 0 0 1) 0 
TECH EDITOR 7) u ) 0 1) 0 1) i) 
ENGe DRAFTSMAN 0 0 0 0 0 0 tt) 0 
| TOTAL OQ 1067 748 356 712 712 ©1423 801 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541720 10TR 2QTR 3yTR 4UTR TOTAL 
MANHOURS STAT 
OFFICER 0 1) 0 0 0 
PRINCIPAL ) 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 ) 
ASSOCIATE rt) ) 0 0 2846 
SRe CONSULT 0 0 0 0 2848 
CONSULT ANT 1) 0 0 0 125 
SECs WORD PROCESSOR 0 0 0 0 ) 
TECHNICAL ASST. ) 0 0 1) 0 
TECH EDITOR 0 Y) 0 1) 0) 
ENGe DRAFTSMAN 0 ) 0 fy) 0 
TOTAL i?) 0 0 0 5819 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541720 19TR 2QTR 3QTR 4yTR 19TR 2yTR 3QTR 4yTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 1) ) 1) 0 0 
SENIOK PRINCIPAL C 1) 0 0 ) 0 0 0 1) 
PRINCIPAL STAFF MEMBER 0 1) 0 0 0 1) 0 0 
SENIOR STAFF MEMBER 0 ) 1) ) 0 0 tt) 0 
STAKF MEMBER 0 1) 0 tt) 0 1) tt) 1) 
ASSOCe STAFF MEMBER 0 0 i) 0 0 ) 1) 1) 
ASST. STAFF MEMBER tf) 1) 1) ) 4) 0 0 0 
SECURITY OFFICER 0 1) 0 0 1) 0 0 ) 
DRAFTSMAN tf) ) 0 0 0 1) 0 ) 
SECRET ARY 0 0 ) 0 0 0 1) 0 
TOTAL 0 0 0 0 0 0 8) 0 

TOTAL CWBS 541720 
MANHOURS 0 1067 148 356 712 712 1423 801 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


CWBS 541720 1UTR Pr ae 40TR TOTAL 
| MANHOURS 

SENIOR PRINCIPAL B 0 rv) 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PKINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF MEMBER 0 0 10) 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 
ASSf.e« STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 ft?) 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 rv) 0 
TOTAL 0 0 O 0 0 

TOTAL CWBS 541720 
MANHOURS 0 0 0 rv) §819 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1282 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541730 1uTR 2QTR 3QVUTR 4QTR LOTR 2QTR 3QTR 40TR 
STAT 
MANHOURS 

OFFICER 0 0 0 0 0 0 0 0 
PRINCIPAL 0 0 0 0 ?) 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 0 0 0 
ASSOCIATE re) 178 178 60 89 148 296 979 
SRe CONSULT 0 178 178 59 89 148 297° 973 
CONSULTANT 0 0 0 0 0 0 0 0 
SEC +e WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASSTe 0 0 0 0 0 0 0 0 
TECH EDI10R QO 0 0 0 0 0 0 0 
ENGe DRAFYSMAN 0 Vv 0) 0 tv) 0 0 0 


TOTAL 0 356 356 119 178 296 593 1958 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541730 1Q9TR 2yTR  3yTR 40TR TOTAL 
MANHOURS STAT 

OFFICER ) ) 0 1) ) 
PRINCIPAL 0 ) 0 0 ) 
SRe ASSOCIATE 0 rf) ) 0 0 
ASSOCIATE 1) 1) 0 1) 1928 
SRe CONSULT 0 0 7) 1) 1928 
CONSULT ANT 0 1) ff) 0 ) 
SECs WOKD PROCESSOR 0 1) 0 0 0 
TECHNICAL ASST-e 0 Oo 0 0 ) 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSMAN an) 0 1) 0 0 
TOTAL 0 0 0 0 3856 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541730 LOTR 20TR 3OTR 40TR 1QTR 2QTR 3QTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOk StAFF MEMBER 0 0 8) 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCse STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0) 0 0 0 
DRAFTSMAN 0 0 0 tf) 0 0 0 0 
SECRETARY 0 O 0 0 0 0 0 0) 
TOTAL 0 8) 0 0 0 0 0 0 

TOTAL CWBS 541730 
MANHOURS 0 356 356 119 178 296 593 1958 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWbS 541730 1Q7R 2yTR 3QTR 40TR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 ) 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 oO 0 
STAFF MEMBER u 0 0 0 0 
ASSOC « STAFF MEMBER 0 0 0 0 0 
ASST. STAFF MEMBER 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFT SMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 U 0 0 0 

TOTAL CWBS 541730 
MANHOURS 0 0 0 0 3856 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


& Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 @ 


PAGE1287 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541740 1Q7TR 2UTR 3QTR 40TR 1QTR 2UTR 3QTR 4UTR 
—— |Manttours STAT 

OFFICER 0 0 0) 0 0 0 0 0 
PRINCIPAL 0 0 10) 0 0 0 0 0 
SRe ASSOCIATE 0 0 0 0 0 0 0 0 
ASSOCIATE 0 178 178 59 89 208 414 445 
SRe CONSULT | 0 178 178 59 89 208 416 444 
CONSULTANT 0 0 i) 0 iY) 0 0 0 
SECe WORD PROCESSOR 0 0 0 0 0 0 0 0 
ZECHNICAL ASSTe O 0 0 0 0 0 0 0 
TECH EDIIOR 0 0 0 0 0 0 0 0 
ENGe DRAFiSMAN 0 0 0 0 0 0 0 0 
TOTAL 0 356 356 118 178 416 830 889 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541740 1QTR Soon ae 40TR TOTAL 
MANHOURS 

OFFICER 0 0 0 ¢) 0 
PRINCIPAL 0 0 0 0 0 
SRe ASSOCIATE 1) 0 0 0 0 
ASSOCIATE 0 0 0 0 41571 
SRe CONSULT 0 0 0 (0) 1572 
CONSULT ANT 0 0 0 0 0 
SECs WORD PROCESSOR 0 0 0 0 0 
TECHNICAL ASST 0 0 0 0 0 
TECH EDITOR 0 0 0 0 0 
ENGe DRAFTSHUAN 0 ) 0 0 0 
TOTAL 0 0 0 0 3143 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-& 


1982 
CWBS 541740 3QTR 4UTR 
M ANHOURS 

PROJECT OPERATIONS, SRe 0 0 
PROJECT OPEKATIONS 0 0 
OPERATIONS SUPPORT ) 0 
COMPUTER SYSTEMS SPECe G 0 
COMPUTER PROGRAM ANALe 0 0 
COMPUTER PROGRAMMER 0 0 
ASSOCe PROGRAMMER 0 0 
ENGINEER, SENIOR O 0 
ENGINEER 0 0 
ENGINEER ASSOCIATE t) 0 
ENGINEER TECHNICIAN 0 0 
HUMAN/FACTORS SCIe SRe 0 0 
HUMAN/FACTORS SCIe 0 20 
HUMAN/FACTORS SPEC. 0 0 
PROJe MGMT « SRe STAFF 0 0 
TECHe SUPVe STAFF 0 0 
SY¥Se ANALe SPECe 0 ' 0 
SYSe« ANALe SENIOR 0 0 
SYSe ANALYST 0 0 
SECRETARY SUPPORT 0 0 
PKOJe OPERATIONS -CF 0 0 
COMP. PkOGe ANALe —-CF 0 0 
ENGINEER —-CF 0 0 
ENGINEER TECHe ~—CF 0 0 
TOTAL 0 20 


8 YUARTERS) 


FISCAL YEAR 
1983 
1QTR 2QTR 3UTR 


0 0 0 
0 0 0 
0 ) 0 
0 0 0 
0 0 0 
0 i) 0 
0 0 0 
0 0 0 
0 0 0 
0 0 0 
0 o i) 
0 0 0 
60 219 474 
0 70 148 
0 0 0 
0 0 0 
0 ) 0 
0 0 0 
) 0 0 
0 i) 0 
0 ) fy 
0 0 0 
0 0 n) 
0 ny 0 
60 289 622 


4OTR 


= jf 
an 
oprpoooooococoeocno 


mPoooooococecocse 


oa 
i) 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-38 YUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541740 1yUTR 2U7R 3UTR 4Q0TR 1QTR 2QTR 3QOTR 4Q0TR 
MANHOURS STAT 

PROJECT OPERATIONS ,SRe 0 0 0 0 0 0 0 0 
PKOJECT OPERATIONS 0 0 0 0 0 0 0 0 
OPERATIONS SUPPOKT 0 0 0 0 0 0 0 0 
COMPUTER SYSTEMS SPECe 0 0 OQ 0 0 0 0 0 
COMPUTER PROGRAM ANALe 0 0 0 0 0 0 0 0 
COMPUTER PROGRAMMER 0 tf) 0 0 0 0 0 0 
ASSOC se PROGRAMMER 0 0 0 0 0 0 0 0 
ENGINEER, SENIOR 0 ie) 0 0 0 0 0 0 
ENGINEER 0 0 i) 0 0 0 0 0 
ENGINEER ASSOCIATE 0 0 0 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 0 0 0 0 0 0 
HUMAN/FACTORS SCie SRe 0 0 0 0 0 0 i) 0 
HUMAN/ FACTORS SCie 512 738 451 277 216 173 52 0 
HUMAN/FACTORS SPECe 328 149 99 0 0 0 0 0 
PROJe MGMT e SRe STAFF 0 if) 0 0 0 0 0 0 
TECHe SUPV«e STAFF 0 0 0 0 0 0 0 0 
S¥Se ANALe SPECe 0 0 0 0 0 0 0 0 
SYSe« ANALe SENIOR 0 0 0 0 0 0 0 0 
SYSe ANALYST 0 0 0 0 0 0 0 0 
SECKETARY SUPPORT 0 0 0 0 0 0 0 0 
PROJe OPERATIONS -CF 0 0 ie) 0 0 0 0 0 
COMP. PRKOGe ANALe —CF 0 ¥) 0 0 0 0 0 0 
ENGINEER —-CF 0 0 0 0 0 0 0 0 
ENGINEER TECHe —-CF 0 0 0 0 0 0 0 0 
TOTAL 840 887 550 277 216 173 52 0 


& r ee 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541740 1QTR 2JZTR 3QTR 4Q0TR TOTAL 


STAT 


MANHOURS 


PROJECT OPERATIONS ,SRe 
PHOJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTER PROGRAMMER 
ASSOC e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCie SRe 
HUMAN/FACTORS SCTIe 
HUMAN/FACTORS SPEC « 


eoocoocoooouc(cm 


eooococococcoccocececceoccoc.c€(s 
ecococcocoococecococoooco$c 
eocooocooooeoceocoececoocoooco 
eoooooooococoecoeoococoooqocooo 

& 

to & 

» oO 

hh O 


PKOJe MGMT e SRe STAFF 0 
TECHe SUPVe STAFF 0 
SY¥Se ANALe SPEC. 0 
SYSe ANALe SENIOR 0 
SYSe ANALYST 0 
SECRETARY SUPPORT 0 
PkOJe OPERATIONS -CF 0 
COMP. PROGse ANALea —-CF 0 
ENGINEER —-CF 0 
ENGINEER TECH. —-CF 0 

4610 


TOTAL 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1982 1983 
CWBS 541740 3UTR 4yTR 1yTR = 2QTR—- BQTR4QTR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 1) 
SENIOR PRINCIPAL C 0 o  ° oO 0 0 ) 
PRINCIPAL STAFF MEMBER 0 ) 0 1) 0 0 
SENIOR STAFF MEMBER 0 0 0 tt) 7) 0 
STAFF MEMBER 0 1) tt) 0 ) 0 
ASSOCe STAFF MEMBER 0 ft) 0 0 0 1) 
ASST. STAFF MEMBER 0 0 0 0 ) 0 
SECURi2Y OFFICER 0 0 0 0 1) 0 
DRAFTSMAN 0 1) 0 0 0 tt) 
SECRETARY 0 rn) 0 0 0 0 
TOTAL 0 1) 1) tt) 0 0 

TOTAL CWBS 541740 
MANHOURS 0 20 60 289 622 624 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541740 1yu7R 2UTR SOTR 4QTR 1QTR 2QTR 3QTR 4yTR 
MANHOURS STAT: 

SENIOk PRINCIPAL B 0 G tt) 1) ) 0 0 0 
SENIOR PRINCIPAL C 1) 1) 0 7) 1) 0 ) 0 
PRINCIPAL STAFF MEMBER 0 ") 1) 0 0 0 ) 0 
SENIOR STAFF MEMBER 0 0 tt) 0 0 0 0 0 
STAFF MEMBER 0 1) 0 0 ) 0 0 i) 
ASSOCe STAFF MEMBER 0 7) 0 0 0 ft) ft) 0 
ASSTe STAFF MEMBER 0 0 0 ) ft) 0 0 0 
SECUhKITY OFFICER o . Oo 0 0 0 0 0 0 
DRAFTSMAN 1) 0 tt) 0 0 tt) 0 1) 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL ) 0 1) 0 0 i) oO 0 

ZOTAL CWBS 541740 
MANHOURS 840 1243 906 395 394 589 &82 889 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541740 1QT7R ie are 40TR TOTAL 
|__| MANHOURS 

SENIOR PKINCIPAL B ) 0 0 ) 0 
SENIOR PRINCIPAL C 0 0 1) 0 ) 
PRINCIPAL STAFF MEMBER 0 0 0 0 i) 
SENIOR STAFF MEMBER ) ) 7) ) 1) 
STAFF MEMBER 0 0 tt) 0 ) 
ASSOC. STAFF MEMBER - 0 0 1) 0 1) 
ASST« STAFF MEMBER 0 0 1) 0 1) 
SECURITY OFFICER 0 0 1) 0 1) 
DRAFTSMAN 0 0 ) 0 ) 
SECRETARY uv 1) 0 0 1) 
TOTAL 0 1) 0 0 0 

TOTAL CWBS 541740 
MANHOURS 0 i) 1) 0 7753 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWbS 541810 1uTR 2QTR 3UTR 4UTR 1QTR 2QTR 3QOTR 4UTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 0 47 
SKILL LEVEL 8 0 0 0 0 0 0 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 it) 0 0 0 
TOTAL 0 iY) 0 0 0 0 0 47 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yYUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541810 1y7R 2JTR 3uUTK 4uUTR 1UTR 2uTR 3yTR 4QTR 
| MANHOURS STAT 
SKILL LEVEL A 51 45 50 47 51 45 50 47 
SKILL LEVEL B rt) 0 1) 0 0 0 rt) 0 
SKILL LEVEL C i) 0 O 0 0 1) 0 0 
SKILL LEVEL D rt) 0 ) 0 rt) 0 0 0 
SKILL LEVEL E rf) 0 o- 0 0 1) 0 1) 
TOTAL 51 45 50 47 51 45 50 47 
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CWBS 541810 


MANHOURS 


SKILL LEVEL 


SAILL LEVEL 


SKILL LEVEL 


SKILL LEVEL 


SKItu LEVEL 


EXHIBiT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY “82-88 QUARTERS 


FISCAL YEAR 


1988 
1QTR 20TH 3UTR 4QTR 


A 51 46 50 13 


TOTAL 51 46 50 13 
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TOTAL 


593 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1982 1983 
CWBS 541810 3OTR 4OTR 1lyuTR 2QTR 3OQTR 4Q0TR 


MANHOURS STAT 


PROJECT OPERATIONS ,SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe 
COMPUTEK PKOGRAMMER 
ASSOC «e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACZORS SCIe SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPEC« 
PROJe MGMT se SKe STAFF 
TECHe SUPVe STAFF 
SY¥Se ANALe SPECe 
SYSe ANALe SENIOR 
SYSe ANALYST 
SECHKETARY SUPPORT 
PROJe OPERATIONS -CF 
COMPe PROGe ANALe —-CF 
ENGINEER —-CF 
ENGINEER TECHe —-CF 
TOTAL 


woooococe 


eaqoooocococoocoocecococacocoeooocoococoe 
= 
cS 
suaoocooocooooooceonoooonoeoneoo 
S 
eoqoqoocoococoooqooocqoormoooooo°c’o 
S 
Noocooococooocoecoooeoocoonooqooococeoce 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWHS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541810 1QTR 2QTR 3UTR 4QTR 1¢TR 2UTR 3QTR 4uTR 
STAT 


MANHOURS 


PROJECT OPERATIONS, SRe 
PROJECT UPERATIONS 
OPERATIONS SUPPOR2 
COMPUTER SYSTEMS SPEC. 
COMPUTER PROGRAM ANAL. 
COMPUTER PkKOGRAMMER 
ASSOC e PROGRAMHER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIAZE 
ENGINEER FECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCie 
HUMAN/FACTORS SPEC. 
PkUde MGMTe Ske STAFF 
TECHe SUPVe STAFF 
SY¥Se ANALe SPECe 

SYSe ANALe SENIOR 

SY¥Se ANALYST 
SECRETARY SUPPORT 
PKOJe OPERATIONS -CF 
COMP. PROGe ANAL«s —-CF 


eoooocoecooCcocoococococcoeoocoe 
qooocoocococoococooocoocococcoco 
mOormrocoeocoocecoocoecoeoccoecoeco$nd 
qooococecooococococecoooecoeoocrnocoo 
momcocooooocoocoooeceoooeocoono 
qooeocooooooeooceococeoococos¢ 
moroceoceocoeoococoocococococucwm[wcm 
ecooococoocoocooocoeoooocoecoco 


ENGINEER —-CF 3 3 9 9 9 9 
ENGINEER TECH. -CF 
TOTAL 3 9 9 9 9 9 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1986 1987 
CWBS 541810 LOTR 2Q7R 3OTR 4UTR 1QOTR 2UTR 30T 


MANHOUKS 


PHOJECT UPERKATIONS ;SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPOKT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe« 
CUMPUTER PROGRAMMER 
ASSOC e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/ FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTOKS SPECe 
PROJe MGMT e SRe STAFF 
TECHe SUPVe STAFF 

oYSe ANALes SPEC. 

SY¥Se ANALe SENIOR 

SY¥Se ANALYST 
SECRETARY SUPPORT 
PROJe OPEKATIONS -CF 
COMPe PROGe ANALe —CF 


Porocoecocoeococooceocooococe 
ecoocoocoococoooccoccoococoocecco 
mOormoocoeoeooececooecooceoeooceoocoo 
eoooooooocdocoooooococecoococeo 
mormroocoeooceceocoocecoooocoeocoeo 
eoeooocoqoooqooecoococooeoooqoooooocko 


ENGINEER ~CF 9 9 9 9 93 9 9 
ENGINEER TECHe -CF 
TOTAL 9 9 9 9 9 9 9 
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R 


mormroqocoeoeococeooocoocooooooce 


40T 


tc 


io 


R 


oooooocoocooocjcoeoocoooooqoooocos 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1988 
CWBS 541810 1QTR 2uUTR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 


PROJECT OPERATIONS ,Ske 
PROJECT OPERATIONS 
OPEKATIONS SUPPORT 
CUMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe« 
COMPUTER PROGRAMMER 
ASSOC e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/FACTORS SClIe 
HUMAN/FACTORS SPEC 
PROJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPEC 

SY¥Se ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PROJe OPERATIONS -CF 
COMP. PROGe ANALe —-CF 


ecoooooooocoocoewnooooocococe 


morococoocooocceocooceooceocse 
eceoooooqooeocoooccoococeoocrococmh6e 
moroocoecocoeocooooeocecdoocoocoe 
eoooCecocececooococoocoeocoooocococo 


ENGINEER —CF 9 9 9 1479 
ENGINEER TECHe —-CF 0 
TOTAL 9g 9 9 2142 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 541810 3uTR 4UTR 1Q07TR 2QTR 3QOTR 4UTR 
MANHOURS 

SENIOK PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 v) 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 8) 0 
ASSOC ese STAFF MEMBER 0 0 0 0 0 0 
ASSTe SIAFF MEMBER 0 O 0 0 0 0 
‘SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 O 0 0 0 0 
TOTAL 0 0 0 0 0 0 

TOTAL CWBS 541810 
MANHOURS 0 147 221 222 73 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
ChBS 54181U 1Q7TR 20TR 3QTR 4QTR 1yTR 2uTR 3QTR 
MANHOURS 

SENIOR PRINCIPAL B 0 ft) 0 0 ) 0 't) 
SENIOR PRINCIPAL C rt) 0 0 rt) 0 0 4) 
PRINCIPAL STAFF MEMBER ft) 0 (t) 0 0 0 0 
SENIOR STAFF MEMBER ) 1) 0 ) 0 0 0 
STAFF MEMBER tt) 0 W) ) 0 0 ) 
ASSOCe STAFF MEMBER 0 ) #) 0 re) 0 0 
ASSTe STAFF MEMBER rt) W) 9) ) 0 0 0 
SECURITY OFFICER 0 Uv 0 0 0 0 0 
DRAFTSMAN 0 1) 0 rt) 0 i) 0 
SECRETARY O iv) 0 0 0 0 0 
TOTAL 0 0 0 1) ) 0 ft) 

101AL CWBS 541810 
MANHOURS 0 0 31 90 91 90 91 


° 
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4UTR 


137 


PAGE1303 


STAT 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1304 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541810 1Q0TR 2QTR S3yTR 4yTR 1Q0TR 2QTR 3QTR 49QTR 
MANHOUKS STAT 

SENIOR PRINCIPAL B 0 0 1) 1) tt) 0 tt) 0 
SENIOR PRINCIPAL C 0 vu ff) tf) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
. SENIOR SLAFF MEMBER 0 0 - 0 0 0 0° tt) 0 
STAFF MEMBER 0 0 0 1) 0 | ) tt) 0 
ASSOCe STAFF MEMBER 1) 0 ) 0 0 0 0 ft) 
ASST e STAFF MEMBER ) 0 tt) 0 ff) 0 0 ) 
SECURITY OFFICER 0 0 0 1) ) 0 0 0 
DRAF1 SMAN 0 0 tt) 0 Oo 0 0 ) 
SECRETARY 0 - 0 1) tt) 0 0 0 1) 
TOTAL 0 U 7) 1) o oO 0 1) 

TOTAL CWBS 541810 
MANHOURS 142 135 ss 4b 137 142 135 141 137 
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PAGE1305 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541810 19TR 2QTR 3yTR 4QTR TOTAL 
MANHOURS STAT 
SENIOR PRINCIPAL B 0 7) 0 0 0 
SENIOR PRINCIPAL C i) 0 ) 0 0 
PRINCIPAL STAFF MEMBER 0 0 1) 0 ) 
SENIOR STAFF MEMBER 0 tf) ) ft) 0 
STAFF MEMBER 0 1) 0 0 0 
ASSOC « STAFF MEMBER 0 0 ) 0 0 
ASST« STAFF MEMBER © 0 ) 0 0 0 
SECURITY OFFICER 0 ) 0 ct) 0 
DRAFTSMAN i) 9) 0 rt) 0 
SECRETARY 0 ) 0 0 0 
TOTAL 0 ") 0 0 0 a 

TOTAL CWBS 541810 

MANHOURS 142 136 141 130 «(2735 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YWUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541811 1QTR 2UTR 3ZTR 4UTR 1Q7R 2U7TR 3QOTR 4Q0TR 
MANHOURS STAT 

SKILL LEVEL A ) it) 0 0 0 O 0 179 
SKILL LEVEL B 0 0 0 0 0 O 0 0 
SKILL LEVEL C 0 0 0) 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
OKILL LEVEL E 0 0 O 0 0 0) 0 0 
TOTAL O 0 rf) 0 0 O 0 179 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CwHS 541811 1yTR 20TR 30TR 4uTR 1QTR 2UTR 3QTR 4QTR 
MANHOUKS STAT 

SKILL LEVEL A 197 177 196 179 197 177 196 179 
SKILL LEVEL 8B ry 0 rt) rt) 0 0 0 rt) 
SKILL LEVEL C 0 ) rr) 0 rt) 0 rt) 0 
SKILL LEVEL D rf) 0 rt) 0 oO 0 1) 0 
SKILL LEVEL E rr) 0 0 rT) 0 0 rt) 0 
TOTAL 197 177 196 179 197 177 196 179 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541811 1QTR AT eae 40TR TOTAL 
MANHOURS 

SKILL LEVEL A 197 180 196 50 2300 
SKILL LEVEL B 0 0 0 0 0 
SKILL LEVEL C vy 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 
SKILL LEVEL E 0 0 0 tt) 0 

TOTAL 197 180 196 50 2300 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWHS 5413811 1yTR 2uTR 30QTR 4QTR 1QTR 2UuTR 3QTR 4yTR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 Y) 1) ) 0 
SENIOR PRINCIPAL C rt) om 0 ) 0 ) 0 0 
PRINCIPAL SfAFF MEMBER rt) 0 0 1) 0 1) 0 rt) 
SENIOk STAFF MEMBER rt) 0 0 rt) it) 0 rt) tt) 
STAFF MEMBER 0 0 9) 0 0 0 1) 0 
ASSOCe STAFF MEMBER 0 7) 1) 0 0 0 ) 0 
ASSTe STAFF MEMBER tt) i) O 0 0 0 0 ) 
SECURITY OFFICE rt) i) 0 ) 0 ) 0 0 
DRAFTSMAN 0 1) 0 0 0 0 0 ) 
SEL RETARY Oo 0 0 0 0 ) it) 0 
TOTAL 0 0 0 0 1) ) ra) 0 

TOTAL CWBS 541811 
MANHOURS 0 0 ) Oo | 1) 0 0 179 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 VYUARTERS 


FISCAL YEAR 


1986 1987 
CWBS 541811 10TR 297K 3QOTR 4QTR 1QTR 2y7R  3QTR 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C o  o 0 0 0 0 1) 
PRINCIPAL STAFF MEMBER 0 0 0 0 r) 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 
STAFF MEMBER ) 0 0 0 0 0 0 
ASSOC. STAFF MEMBER 1) 0 tf) 0 0 0 tt) 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 
SECURITY UFFICEK i) 0 0 0 0 0 0 
DRAF £SMAN 0 0 oO 0 0 0 0 
SECRETARY ) 0 0 ) 0 0 0 
TOTAL ry 0 0 0 0 0 0 

TOTAL CWBS 541811 
MANHOURS 197 177 196 179 197 177 196 
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4QTR 


179 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541811 1Q7Th 2QTR 3UTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 rf) 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0) 0 
SENIOR STAFF MEMBER 0 0 0 0 0 
STAFF KEMBER 0 0 0 0 0 
ASSOC e STAFF MEMBER 0 0 0 0 0 
ASST « STAFF MEMBER 1) 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0 0 
TOTAL 0 0 0 0 0 

TOTAL CWBS 541811 
MANHOURS 197 180 196 50 2300 
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EXHIBIT 6 


MANHOURS BY SKILL LEVEL 


BY CWBS BY FY 82-88 YUARTERS 


1982 
CWBS 541820 3UTR 40TR 
MAN HOURS 

SKILL LEVEL A 0 15 
SKILL LEVEL 8B 0 34 
SKILL LEVEL C 0 0 
SKILL LEVEL D 0 0 
SKILL LEVEL E 0 0 
TOTAL 0 49 


1UTR 


Si 


51 


FISCAL YEAR 


1983 
2QTR 3QTR 


0 0 
45 50 
0) 0 
0 0 
0 0 
45 50 
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40TR 


47 


47 
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CWBS 54182U 


MANHOURS 


OSILL LEVEL A 


SKILL LEVEL B 


SKILL LEVEL C 


SKILL LEVEL D 


SKILL LEVEL E 


TOTAL 


; Approved For Release 2007/09/04 : 


LOTR 


102 


2QTR 


46 


46 


EXHIBIT 6 


1984 
3UTR 


50 


50 


MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yUARTERS 


FiSCAL YEAR 


4UTR 1QT7R 


0 16 
47 51 
0 0 
0 0 
0 0 
47 67 


CIA-RDP84T00037R000300040001-4 


1985 
20TR JQTR 


11 0 
45 50 
0 1) 
0 0 
0 ry 
56 50 
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40TR 


47 


47 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541820 10TR 2Q0TR 3yTR 4yTR 1Q0TR 2QTR 3yTR 4QTR 
MANHOURS STAT 

SKILL LEVEL A 0 0 0 0 0 0 ry 0 
SKILL LEVEL 8 16 0 0 0 0 O 0 0 
SKILL LEVEL C 0 0 0 0 0 0 0 0 
SKILL LEVEL D 0 0 0 0 0 0 0 0 
SKILL LEVEL E 0 0 0 0 0 0 0 0 
TOTAL 16 0 0 0 0 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541820 1YTR 2uTR 3QTR 4Q0TR TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 rt) rt) rt) 17 
SAILL LEVEL B ) 7) 0 0 646 
SKILL LEVEL C 0 rt) 0) rt) 0 
SKILL LEVEL D 0 0 8) ¢) 0 
SKILL LEVEL E 0 0 #) rt) 0 
TOTAL ) 0 e) 0 723 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1982 1983 
CwBS 541820 JOTR 4UTR 1uTR 20OTR 3OTR 40TR 
MANHOURS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 | 0 0 0 0 
SENIOR STAPF MEMBER 0 0 O 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC +e STAFF MEMBER 0 0 0 0 0 0 
ASST e STAFF MEMBER 0 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL 0 uv 0 0 0 0 

TOTAL CWBS 541820 
MANHOURS 0 49 §1 45s 50 47 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 5418ZuU 1UTR 2QTR 3QTR 40TR 1UTR 2UTR 3QOTR 40TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 o 0 0 0 0 0 Oo 
SENIOR PRINCIPAL C 0 0 O it) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOKX STAFF MEMBER 0 0 0 0) 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSOCe STAFF MEMBER Vu 0] 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 O 0 0 
SECURITY OFFICER 0 iv) 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECRETARY O OQ 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

ZTUTAL CWBS 541820 
MANHOURS 102 46 50 47 67 56 50 47 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1986 1987 
CWBS 341820 1yTR 2UTR JOTR 407R 10TR 2QTR 3OTR 
MANHOVEKS 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0 0 0 0 0 0 
PKINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 0 
ASSOCse STAFF MEMBER 0 : 0 0 0 0 0 0 
ASSTe« STAFF MEMBER if) 0 0 U ) 0 Oo 
SECURITY OFFICER 0 0 0 0 0 0) 0 
DRAFTSMAN O 0 0 0 0 0 0 
SECRETARY 0 0 0 i) 0 0 0 
TOTAL 0 0 v 0 0 0 0 

TUTAL CWBS 541820 
MANHOURS 16 0 O G 0 0 0 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541826 10TR 2QTR 3yTR 4yYTR TOTAL 
_——« MANHOURS STAT 

SENIOR PRINCIPAL B | 0 0 tf) 0 0 
SENIOR PRINCIPAL C 0 ) ff) 0 0 
PKINCIPAL STAFF MEMBER 0 ) 1) tt) 0 
SENIOR STAFF MEMBER 7) 0 tf) 0 0 
SU AFF MEMBER ) rf) 0 7) ft) 
ASSOC + STAFF MEMBER 0 0 0 0 tt) 
ASSTe STAFF MEMBER - rf) 0 0 0 ) 
SECURITY OFFICER 0 0 ) ft) 0 
DRAFTSMAN rf) 1) 0 0 0 
SECKETARY ) ) 0 0 0 
TOTAL 0 1) tt) 0 0 

TOTAL CWBS 541820 
MANHOURS 1) 0 1) ) 723 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


CWBS 3413835U 


MANHOURS 


PROJECT OPERATIONS 2SRe 
P&OJECT OPEKATIONS 
OPEKATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
CUMPUTER PROGKAM ANALe 
COMPUTER PROGKAMMER 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEEK TECHNICIAN 
HUMAN/FACTORS SCiIe SRe 
HUMAN/ FACTORS SCIe« 
HUMAN/FACTORS SPECe 
PROJe MGULe SKe STAFF 
ZECHe SUPVe STAFF 

SYSe ANALe SPECe 

oYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PRUOJe UPERATIONS -CF 
COMPe PROGe ANALse —CF 


ENGINEER —-CF 
ENGINEER TECHe -CF 
TOTAL 


1QTR 


coceocooocooocooccocooco“c“oeccocu6D coc 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1984 
2UTR JOQOTR 40TR 1QTR 


Fg area ae oe ee EC RSV eee See Oe Ee eee, 
eoocooocooocoocecocoococooococcucw.ccm.e 
ooococoocoocecoooooooeoooroeo 
ceocoooocoocoococococoeocoocoo 


2UTR 


& 


o 
woonoceococoococococoeoecoecooeo 


& 
Oa 


1985 


JQTR 


it) 
a 


1) 
oO 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82—88 YUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541330 10TR «= 2uTR) ss BYTR)=ss 4QTR)=SsaAGTR)—sso2YTR=—Sss BETR =. 4 TTR 
MANHOURS . STAT 


PROJECT OPERATIONS; SRe 
PhOJECT OPEKAiI TIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
CUMPUTER PROGRAM ANALe 
COMPUTER PKOGRAMMERK 
ASSOCe PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGiNEER TECHNICIAN 
HUMAN/FACTORS SCI« SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTOKS SPEC. 
PROJe MGMT se SRe STAFF 
TECHe SUPVe STAFF 

SYSe ANALe SPEC. 

SYSe ANALe SENIOR 

SYSe ANALYST 
SECRETARY SUPPORT 
PKOJe OPERATIONS -CF 


vwpooeonmnoceoqooceococoococeococecocqco 
Noonwnococoocococooccocecooce 
S6Boowcoooooecceccocoocoooooode 
wbwoonocoocecoooococococooocece 
mooroocoooooceoococooocococucudwneo & 
mooroccoooceooococecoooocjeo 
mocoormoococooocoocococoocoocoocochc€ 
moomoocoocoocecocoocooocoeococneo 


COMPe PRUGe ANALe —-CF J6 36 36 36 18 18 18 18 
ENGINEER -CF 
ENGINEER TECH. -CF 

TOTAL 36 36 36 36 18 18 18 18 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 541830 LOTR 2UTR 3IVTR 4Q0TR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS ,SKe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPEC. 
COMPUTE PROGRAM ANAL. 
COMPUTER PROGRAMMER 
ASSOC e PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 

ENGINEER ASSOCIATE 
ENGINEER TECHNiCIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIe 
HUMAN/FACTORS SPECe 
PROJs MGMTe SRe STAFF 
TECH. SUPVe STAFF 

SYSs ANALe SPEC. 

SYSe ANALs SENIOR 
SYSe ANALYST 
SECRETAKY SUPPORT 
PHOJs OPERATIONS -CF 
COMP. PROGs ANAL. -CF 18 
ENGINEER -CF 
ENGINEER TECH. —-CF 


ooocoocooocoocooooocrwo“wroworcCc.c€8 


~- 

a 
mcormrocooooqcooceoooqooeecoooocoe 

a 

0o 
moOoormooccooceccecocecseoqoocococdcoe 
eoocoooocoooocoecocoocoeoocoocooooeoc 

& 

io a) 

©] 

& 


mooroococeoecoeoccoococecoeocoo 


ry 
0 
iy 
co 


3802 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 54183U 1QTR «=. 2yTR) Ss UTR) 4UTR) Ss AVTR-—s QTR = BETR—s 4 TR 
MANHOURS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIOk STAFF MEMBER 0 0 0 0 0 0 0 ) 
STAFF MEMBER 0 0 0 0 O 0 0 0 
ASSOCs STAFF MEMBER 0 0 0 0 0 0 0 0 
ASSfe STAFF MEMBER 0 0 0 0 0 v 0 0 
SECURITY OFFICER 0 0 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 U 0 0 0 0 0 ) 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541830 
MANHOUKS 0 0 0 0 0 362 362 362 
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_ EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
ChBS 541840 1QTR 2QTR 3uTR 4YTR 1yTR 2uTR 3QTR 4y7R 
MANHOUKS STAT 

SENIOK PRINCIPAL B 0 0 1) Oo 0 0 0 1) 
SENIOR PRINCIPAL C 0) 0 0 0 0 i) ft) 0 
PKINCIPAL STAFF MEMBER ) 0 0 rt) 0 o 1) ft) 
oENIOKk STAFF MEMBER 0 1) 1) 0 0 0 ) ft) 
STAFF MEMBER 0 0 i) ft) 0 0 rt) 0 
ASSOC*e STAFF MEMBEK 7) 0 0 0 0 0 0 0 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECUKI2ZY OFFICEK ) ) 0 1) ft) rt) 0 0 
DRAFTSMAN 0 0 tt) ) i) 0 0 0 
SECREZVARY o | 1) i) ) 0 ) ) 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541830 
MANHOURS 362 362 363 362 181 181 181 181 
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EXHIBIT 6 
MANHOURS BY SKILU LEVEL 


BY CWBS BY FY 82-88 QUARTERS 


CWBS 541830 


MANHOURS 


SENIOR PRINCIPAL B 


SENIOR PRINCIPAL C 


PKINCIPAL STAFF MEMBER 


SENIOR STAFF MEMBER 


STAFF MEMBER 


ASSOC e STAFF MEMBER 


ASST se STAFF MEMBER 


SECURITY OFFICER 


DRAFTSMAN 
SECRETARY 
TOTAL 
TOTAL CWBS 541830 
MANHOURS 


1QTkK 


181 


FISCAL YEAR 


2QTR 


181 


1988 
3QOTR 


181 


4071R 


TOTAL 


3802 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541831 10TR «= 2Q0TR)-s«BUTR) «Ss 4UTR- Ss: AQTR) Ss: 2QTR—Sss BQTR = AUTR 
MANHOURS 

OFFICER 0 0 0 0 0) 0 0 0 
PRINCIPAL 0 0 v 0 0 0 0 0 
Ske ASSOCIATE 0 9 0 0 0 0 0 0 
ASSOCIATE 0 0 0 0 480 960 960 480 
SRe CONSULT 0 0 0 0 0 0 0 0 
CONSULTANT 0 0 0 0 0 0 0 0 
SEC* WORD PROCESSOR 0 0 0 0 0 0 0 0 
TECHNICAL ASST. 0 0 0 0 0 0 0 0 
TECH EDI10R 0 0 Q 0 0 0 0 0 
ENGs DRAFTSMAN 0 0 0 0 0 0 0 1) 
TOTAL 0 0 0 0 480 960 960 480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541851 1Q9TR 2QTR 3yTR 4YTR 10oTR 2QTR 3QTR 4QTR | 
MANHOURS STAT 
OFFICER 0 ) ) tt) 1) 0 0 0 
PRINCIPAL 0 0 0 0 0 0 0 (t) 
SRe ASSOCIATE 1) ) 0 0 0 0 0 0 
ASSOCIATE 480 480 480 480 480 480 480 480 
SRe CONSULT 7) 0 1) tt) 0 ) ) 0 
CONSULIANT 0 0 1) 38 0 tt) 0 0 
SEC « WORD PROCESSOR 1) 0 1) 1) 0 0 i) 0 
TECHNICAL ASST. 0 0 0 1) 9) tt) 0 0 
TECH EDITOR 0 0 WV) 1) 0 1) 0 1) 
ENGe DRAFISMAN 1) 0 ) 0 0 0 0 0 
TOTAL 480 480 480 518 480 480 480 480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541831 1QTR 2yTR 3QTR 4QTR TOTAL 
| MawHOURS STAT 

OFFICER i) 0 0 ) 0 
PRINCIPAL 0 1) 1) 0 0 
SRe ASSOCIATE 1) 1) i) 1) 0 
ASSOCIATE 480 480 480 80 8240 
SRe CONSULT 0 0 0 0 0 
CONSULT ANT 1) 0 0 0 38 
SECs WORD PROCESSOR 0 0 0 0 tt) 
TECHNICAL ASST. 0 1) 0 rt) 0 
TECH EDiTOR 0 0 1) ) 0 
ENGe DRAFTSMAN i) 0 1) 0 1) 
TOTAL 480 480 480 80 8278 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 yYUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541831 l1yTR 2QTR 3¢TR 4yTR 1QTR  2QTR 30TR 40QTR 
MANHOURS STAT 

SENIOX PRINCIPAL B 0 ) 7) ) 0 0 fy) 0 
SENIOR PRINCIPAL C 0 0 rt) 0 1) 0 0 0 
PRINCIPAL STAFF MEMBER 0 1) 0 0 94 95 94 96 
SENIOR STAFF MEMBER 0 0 1) 0 251 62 64 63 
STAFF MEMBER 0 1) ) 0 378 189 189 187 
ASSOCe STAFF MEMBER rt) tt) 0 0 378 189 1388 189 
ASST e STAFF MEMBER 0 0 0 ) 1) 0 0 0 
SECURITY OFFICER 1) 0 1) 0 0 tt) i) i) 
DRAFTSMAN 0 0 0 0 0 0 0 0 
SECKETARY 0 0 (t) it) 0 0 ) 0 
TOTAL 1) ff) ) Oo 1101 535 535 535 

ZOTAL CWBS 541831 
MANHOURS 0 0) ) 0 1581 1495 1495 1015 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541831 1y7TR 2QTR 3QOTR 4UTR 1QTR 2QTR 3QOTR 4QTR 
MANHOUKS | STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 0 0 
SENIOwk PRINCIPAL C 0 0 Oo 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 96 95 94 94 94 93 93 93 
SENIOR STAFF MEMBER 63 0 0 0 0 0 0 0 
STAFF MEMBER 189 189 183 189 189 189 189 1893 
ASSOCe STAFF MEMBER 187 188 189 189 199 190 190 190 
ASSTe STAFF MEMBER 0 0 0 0 0 0 0 0 
SECURITY OFFICER if) 0 0 0 0 0 0 0 
DRAFTSMAN it) 0 0 0 rf] 0 0 0 
SECRETARY 0 0 0 0 0 0 . 0 0 
TOTAL 535 472 472 472 473 472 472 472 

ZOTAL CWBS 541831 ‘ 
MANHOURS 1015 952 952 990 953 952 952 952 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541831 10TR 2yTR 3QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 0 0 0 0 
SENIOR PRINCIPAL C tt) tf) t) 0 ) 
PRINCIPAL STAFF MEMBER 94 94 94 15 1428 
SENIOR STAFF MEMBER “0 1) 0 0 503 
STAFF MEMBER 189 189 189 32 3054 
ASSOC. STAFF MEMBER 189 189 189 32 3056 
ASSTe STAFF MEMBER 0 1) 1) 0 0 
SECURITY OFFICER 1) Oo 0 0 ) 
DRAFISMAN tt) 1) ) 0 ) 
SECRETARY tt) 0 0 0 0 
TOTAL 472 472 472 79 8041 

TOTAL CWBS 541831 
MANHOURS 952 952 952 159 16319 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


CWBS 541832 1QTR sgn asee 40TR 1QTR 
MANHOURS 

SKILL LEVEL A 0 0 0 O 0 
SKILL LEVEL B 0 0 503 672 7138 
SKILL LEVEL C 0 0 841 1124 1232 
SKILL LEVEL D 0 0 673 897 986 
SKILL LEVEL E 0 0 0 0 0 
TO7 AL 0 0 2017 2692 2956 
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2QTR 


1985 


SOQOTR 


40TR 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1986 1987 
CWhS 541832 1QTR 2Q0TR 3QTR 4yUTR 1uTR 20TR 3QTR 40TR 
MANHUUKS STAT 

SKILL LEVEL A 0 rt) ) 0 0 O- 0 0 
SKILL LEVEL B 646 615 486 289 493 441 0 1) 
SKILL LEVEL C 1140 1408 974 575 986 882 976 896 
SKILL LEVEL D 1139 1408 974 735 1479 1322 976 896 
SKILL LEVEL E 0 0 t) 8) ff) 0 0 0 


TO7'AL 2925 3431 2434 1599 2958 2645 1952 1792 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1938 
CWBS 541832 10TR 20TR 3yTR 4YTR TOTAL 
MANHOURS STAT 
SKILL LEVEL A 0 0 0 rt) 0 
SKILL LEVEL B 7) ) 0 0 6946 
SKILL LEVEL C 986 898 304 0 16666 
SKILL LEVEL D 493 0 o- 0 14895 
SKILL LEVEL E 0 0 0 rt) 0 
VOTAL 1479 898 304 0 38507 
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CWBS 541832 


MANHOUKS 


UFFICER 
PRINCIPAL 

SRe ASSOCIATE 
ASSOCIATE 

Sk» CONSULT 
CONSULTANE 

SECs WORD PROCESSOR 
TECHNICAL ASS%'« 
TECH EDI“ OR 

ENGe DKAF27SMAN 


TOTAL 


1QTR 


EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


1984 


2uTR JUTR 


0 0 
0 0 
0 0 
44 Y) 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
440 0 


FISCAL YEAR 


40TR 1QTR 


0 0 
0 0 
0 0 
0 480 
0 0 
0 0 
0 0 
0 0 
0 0 
0 0 
0 480 


960 


960 
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4UTR 


480 


STAT 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWHS 541832 1QTR 20TR 3uTR 4Q7R 1QTR  2QTR 3uTR 4QTR 
MANHOURS | STAT 

OFFICEkK 1) 0 ) 0 ff) (1) 0 0 
PRINCIPAL 0 0 0 0 0 0 0 0 
SRe ASSOCIATE 0 tt) 0 i) 0 () i) oO 
ASSOCIATE 480 4380 480 480 480 480 480 480 
SRe CONSUL1 it] 0 0 Oo 0 0 0 0 
CONSUL1IANT 0 0 0 0 0 0 0 0 
SECe WORD PROCESSOR (t) 0 tf) rf) 0 0 0 0 
TECHNICAL ASSTe rt) 0 ) ft) 0 0 0 0 
TECH EDIiOR 0 0 ) 0 0 0 0 ) 
ENGe DRAFTSMAN 0 i) 0 ) 0 0 0 0 
TOTAL 480 480 480 480 480 480 480 480 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 

1988 

CWBS 541832 1Q9TR 2yTR 3uTR 4QTR TOTAL 
MANHOURS STAT 

OFFICER ) ft) en) 0 0 
PRINCIPAL rt) v ) ) 0 
Ske ASSOCIATE 0 1) 0 - 0 1) 
ASSOCIATE 480 480 480 80 8680 
SKe CONSULT tf) f) 0 tf) 0 
CONSULT ANT 0 ) 0 0 0 
SECs WORD PROCESSOR 0 0 rt) 1) 0 
TECHNICAL ASST. 0 0 0 1) | ) 
TECH EDITOR 0 0 ) 0 0 
ENGe DRAFTSMAN 1) tt) 0 0 1) 
TOTAL 480 480 480 80 8680 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1984 1985 
CWBS 541832 1yTR 2QTR 3UTR 4UTR 1QTR 2UTR 3QTR 40TR 
MANHOURS STAT 

SENIOk PRINCIPAL B 0 0 0 0 ) 0 0 a) 
SENIOR PRINCIPAL C #) 0 0) 1) it) 0 0 0 
PKINCIPAL STAFF MEMBER ) 0 0 0 0 ) 0 0 
SENIOR STAFF MEMBER 0) 0 (¢) rt) (0) rv) rt) fe) 
STAFF MEMBER 0 0 0 0 0 ) t) 0 
ASSOCe STAFF MEMBER (¢) 0 #) 0 rt) 0 0 0 
ASST e« STAFF MEMBER | ¥) U 0 0 0 0 U 0 
SECURITY OFFICEK 0 0 1) 0 0 0 0 0 
DRAFTSMAN 0 0 O 0 0 0 0 0 
SECREZARY 8) 0 0 i?) 0 0 0 0 
TOTAL 0 0 0 ct) 0 0 0 0 

ZOVAL CWBS 541832 
MANHOURS 0 440 2017 2692 3436 3603 3888 3334 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
ChbS 541832 1QTR 2QTR 3uTR 4UTR 1uTR 2QTR 3QTR 4UTR 
MANHOURS STAT 

SENIOKk PRINCIPAL B rt) (t) 0 #) t) 0 0 f(t) 
SENIOR PRINCIPAL C ft) 0 0 rt) 0 0 0 tt) 
PRINCIPAL STAFF MEMBER 0 rt) 0 1) 0 0 0 rt) 
SENIOR STAFF MEMBER ft) ) 0 ) 0 0 0 0 
STAFF MEMBER 0 0 O a) f) 0 0 0 
ASSOCe STAFF MEMBER 0 rt) 0 ft) 0 0 tt) 0 
ASST« STAFF MEMBER 1) 0 re) 0 0 0 0 0 
SECUKITY OFFICER rt) 0 0 1) tt) 0 0 ) 
DRAFTSMAN rt) 0 0 tt) 0 0 0 0 
SECRETARY 0 O 0 0 0) 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 


VOTAL ChBS 541832 
MANHOURS 3405 3911 2914 2079 3438 3125 2432 2272 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82~88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541832 1Q97TR 2QTR JQTR 4QTR TOTAL 
MANHOURS | STAT 
SENIOR PRINCIPAL B 0 ) 0 ) 0 
SENIOR PRINCIPAL C 1) 1) 0 i) 0 
PKINCIPAL STAFF MEMBER 0 0 0 0 () 
SENIOR STAFF MEMBER 1) 1) rf) 0 0 
STAFF MEMBER © rt) 0 0 0 0 
ASSOCe STAFF MEMBER 0 ft) 0 0 0) 
ASST « SfAFF MEMBER 0 0 0 i) 0 
SECURITY OFFICER ) 0 0 0 1) 
DRAFT SM AN 0 0 0) 1) 0 
SECRETARY ) 0 0 0 1) 
TOTAL Y) ) 0 1) 0 
TOTAL CWBS 541832 
MANHOURS 1959 13738 784 80 47187 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 


1982 1983 
CwBS 541840 3uUTR 40TR 1UTR 2QTR JOTR 4UTR 
MANHOURS 

PROJECT OPERATIONS ,SRe 0 0 0 0 0 0 
PROJECT UPERATIONS t) 0 8) 0 0 0 
OPERATIONS SUPPORT 0 0 1) 0) 0 0 
CUMPUTER SYSTEMS SPECe O 0 0 1) 0 0 
CUMPUTER PROGRAM ANALe 0 0 0 0 0 0 
COMPUTEK PROGKAMMER ¢) 0 0 0 0 0 
ASSOC « PROGRAMMER 0 8) 0 0 0 0 
ENGINEER, SENIOR 0 0 0 0 0 0 
ENGINEER 0) (8) 0 0 0 0 
ENGINEER ASSOCIATE O 0 0 0 0 0 
ENGINEER TECHNICIAN 0 0 0 1) 0 0 
HUMAN/FACTORS SCIe SRe ¢) 0 0 0 0 ) 
HUMAN/FACTORS SCIe 0 0 ¢) 0) 0 (8) 
HUMAN/FACTORS SPEC. 0 9) 0 0 0 0 
PROJe MGMTe SRe STAFF 0 0 0) 0 0 0 
TECHse SUPVe STAFF 0 0 0 0 0 0 
SYSe ANAL» SPECe 0 0 0) 0 0 0 
SYSe ANALe SENIOR O (t) 0 8) t) 0 
SYSe ANALYST 0 0 0 ff) 0 0 
SECRETARY SUPPORT 0 0 0 (8) 0 8) 
PkOJe OPERATIONS -CF 0 0) 0 0 0 0 
COMP. PROGe ANALes ~CF f) 0 0 0 0 0 
ENGINEER -CF (0) it) 0 1) 0 (8) 
ENGINEER TECHe —-CF i) ¢) 0 60 181 181 

TOTAL t) (0) 1) 60 181 181 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 
FISCAL YEAR 
1984 1985 
CWS 541840 1QTR 20TR 3QTR 4UTR 10TR 2Q0TR 3UTR 40TR 
MANHOUKS STAT 

PROJECT OPERATIONS ,SKe 0 0 8) 0 O 0 0 0 
PROJEC2 OPERATIONS 0 0 0 0 0 0 0 0 
OPERATIONS SUPPORT (t) O 0 0 0 0 0 8) 
COMPUTER SYSTEMS SPECe 0 ) f) 0 O t) 0 1) 
COMPUTER PROGRAM ANALe 0 0 0 0 0 0 0 0 
COMPUTER PROGRAMMER 0 0 0 0 0 0 6) 8) 
ASSOCe PRUGRAMMER 0 0) @) 0 rt) ¢) 0 8) 
ENGINEER, SENIOK 0 G O 0 0 0 0 0 
ENGINEER 10) O 8) 0 0 1) 0 0 
ENGINEER ASSOCIATE ct) U 0 0 tf) 0 0 (8) 
ENGINEER TECHNICIAN (0) 0 0 0 0 1) 8) 0 
HUMAN/FACTORS SCIe SRe 0 0 re) 0 8) 0 0 0 
HUMAN/FACTORS SCI. 6) O r?) rt) 0 0 ft) (8) 
HUMAN/FACTORS SPEC. 0 (f) 0 t) 0 2) 0 0 
PROJe MGMT « SRe STAFF 0 0 0 0 0 0 t) (8) 
TECHe SUPVe STAFF 0 f) 8) 0 0 t) 0 0 
SYSe ANALe SPECe 0 4) 0 0 0 0 0 0 
SYSe ANALe SENIOR t) 0 0 0 0 0 0 0) 
SYSe ANALYST 0 0 0 0 0 0 0 0) 
SECRETARY SUPPORT 0 0 0 0 t) t) 0 0) 
PhOJe OPERATIONS -CF (¢) 0 0 0 rt) 0 0 (6) 
COMP. PRUGse ANALe —-CF 0 0 0 0 0 0 0) 0 
ENGINEER -CF 8) t) 0 0 0) 0) 0 0 
LNGINEER TECHe -CF 182 1026 1267 1268 1267 1268 1267 1268 
TOTAL 182 1026 1267 1268 1267 1268 1267 1268 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541840 4UTR 2JTR ILTR 40TR 10TR 20TR 3QOTR 4UTR 
STAT 


MANHOURS 


PROJEC? OPERATIONS ,SRe rt) 1) ) ) 0 0 0 rt) 
PROJEUY OPERATIONS 1) re) O- 0 0 0 rt) 0 
UPERATIONS SUPPORT 0 0 9) 0 rt) ry) 0 0 
COMPUTER SYSTEMS SPEC« 0 0 0 1) 0 0 rt) 0 
COMPUTER PROGHKAM ANAL« rt) 0 0 0 0 ft) rt) 0 
COMPUTER PROGRAMMER rt) 0 0 0 rt) rt) 8) 0 
ASSOC e« PROGRAMMER 0 rt) 0 0 rt) -O rt) 0 
ENGINEER, SENIOR 0 0 rt) 0 0 0 0 0 
ENGINEER rr) rt) 1) 1) 0 0 ) 0 
ENGINEER ASSOCIATE 8) ) rt) 1) 0 0 rt) 0 
ENGINEER TECHNICIAN 1) 0 0 0 0 0 0 0 
HUMAN/FACTORS SCIe SRe 0 0 rt) 0 0 rt) 0 0 
HUMAN/FACTORS SCIe (+) ) 1) 0 1) 0 (e) 8) 
HUMAN/FACTORS SPEC« rt) 8) 0 0 0 0 0 8) 
PROJe MGMT« SRe STAFF 0 1) rt) (9) rt) ) 0 8) 
VECHe SUPVe STAFF 0 0 rt) rt) 0 rt) re) i) 
SYSe ANALe SPECe rt) 7) 0 0 0 0 rt) 8) 
SYSe« ANALe SENIOR rt) 0 rt) 0 0 0) fe) re) 
SYSe ANALYST 0 0 0 0 0 0 0 O 
SECRETARY SUPPORT rt) 0 0 0 rt) 0 8) 0 
PkOJe OPERATIONS -CF 0 rt) rt) 0 0 0 0 ) 
COMP .s PROGs ANALe -CF 0 i) rt) 0 1) 0 rt) 0 
ENGINEER -CF 0) 0 0 0 rt) rt) 0 8) 
ENGINEER TECHe -CF 1267 1268 1267 1268 1267 1268 1268 1267 


TOTAL 1267 1268 1267 12623 1267 1268 1268 1267 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 


FISCAL YEAR 
1988 
CWBS 5341840 1QTR 2uUTR IuUTR 4UTR TOTAL 


MANHOURS STAT 


PROJECT OPERATIONS 3SRe 
PROJECT OPERATIONS 
OPERATIONS SUPPORT 
COMPUTER SYSTEMS SPECe 
COMPUTER PROGRAM ANALe« 
COMPUTER PhkOGRAMMER 
ASSOC a PROGRAMMER 
ENGINEER, SENIOR 
ENGINEER 
ENGINEER ASSOCIATE 
ENGINEER TECHNICIAN 
HUMAN/FACTORS SCIe SRe 
HUMAN/FACTORS SCIie 
HUMAN/FACTORS SPECe 
PROJe MGMT « SRe STAFF 
TECHe SUPVe STAFF 
SYSe ANALe SPECe 
SYSe ANAie SENIOR 
SY¥Se ANALYST 
SECKETARY SUPPORT 
PROJ-e OPERATIONS —-CF 
COMPe PRUGe ANALe —-CF 
ENGINEER —-CF 
ENGINEER TECHe —-CF 1268 
TOTAL 1268 1267 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 YUARTERS 


FISCAL YEAR 


1982 1983 
CWBS 54184U JQTR 40TR 1yTR 2UTR 3QTR 40TR 
MANHOURKS STAT 

SENIOR PRINCIPAL B 0 0 0 0 0 0 
SENIOR PRINCIPAL C 0 0) 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 
SENIOR STAFF MEMBER 0 0 0 0 0 0 
STAFF MEMBER 0 0 0 0 0 0 
ASSOC.s STAFF MEMBER 0 0 0 0 0 0 
ASSTe STAFF MEMBER O 0 0 0 0 0 
SECURITY OFFICER 0 0 0 0 0 0 
DRAFTSMAN 0 0 0 o 0 0 
SECRETARY 0 0 0 0 0 0 
TOTAL O 0 0 0 0 0 

TOTAL CWBS 541840 
MANHOURS 0 8) 0 60 181 181 
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EXHIBIT 6 
MANHOURS BY SAILL LEVEL 
BY CWBS BY FY 82-38 QUARTERS 


FISCAL YEAR 


1984 1985 
CWBS 541840 1u7R 2UTR JOTR 40TR 1QTR 2UTR 3QTR 4UTR 
MANHOURKS 

SENIOk PRINCIPAL B 0 0 0 0 0 0 U 0 
SENiOK PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 0 0 0 0 0 
SENIUR STAFF MEMBER 0 0 0 0 0 tv) 0 0 
STAFF MEMBER 0 U0 0 0 0 0 0 0 
ASSOCs STAFF MEMBER 0 0 0 0 0 0 0 0 
ASST« STAFF MEMBER 0 0 0 0 0 0 0 0 
SECUKITY OFFICER 0 0 0 0 0 if) 0 0 
DRAFTSMAN 0 U 0 0 0 0 0 0 
SECHETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 0 0 0 

TOTAL CWBS 541840 
MANHOURS 182 1026 1267 1268 1267 1268 1267 1268 
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EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1986 1987 
CWBS 541840 1uTR 297R S3YTR 4yTR 1yTR 2QTR 3QOTR 4yTR 
MANHOURS STAT 

SENIOk PRINCIPAL B 0 0 0 0 0 rm 0 0 
SENIOk PRINCIPAL C 0 0 0 0 0 0 0 0 
PRINCIPAL STAFF MEMBER 0 0 0 ) 0 0 0 0 
SENIOK STAFF MEMBER 0 0 0 1) 1) 0 1) 0 
STAFF MEMBER ) 0 1) 0 0 0 ) 0 
ASSOC. STAFF MEMBER 0 0 0 ) 0 1) ) 0 
ASST.s STAFF MEMBER 0 v 0 0 0 0 0 0 
SECURI1Y OFFICER 0 0 r) o ") ty 7) ) 
DRAFTSMAN 1) 0 0 0 1) 0 0 0 
SECRETARY 0 0 0 0 0 0 0 0 
TOTAL 0 0 0 0 0 1) 0 0 


TOTAL CWBS 541840 
“4 ANHOURS 1267 1268 1267 1268 1267 1268 1268 1267 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


See nt _- 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


PAGE1348 
EXHIBIT 6 
MANHOURS BY SKILL LEVEL 
BY CWBS BY FY 82-88 QUARTERS 
FISCAL YEAR 
1988 
CWBS 541840 1QTR 2yTR 30QTR 4QTR TOTAL 
MANHOURS STAT 

SENIOR PRINCIPAL B 1) 0 0 1) ) 
SENIOR PRINCIPAL C ) ) tf) 0 ) 
PRINCIPAL STAFF MEMBER 0 1) 0 ) tt) 
SENIOR STAFF MEMBER tt) 0 tt) i) ty) 
STAFF MEMBER 1) 0 0 0 0 
ASSOC + STAFF MEMBER 0 0 1) 0 0 
ASST s SLAFF MEMBER 0 ) 0 0 0 
SECURITY OFFICER 0 0 1) 0 0 
DRAFTSMAN 0 0 0 0 0 
SECRETARY 0 0 0 0] 0 
TOTAL tf) 0 1) 1) 1) 

TOTAL CWBS 541840 
MANHOURS 1268 1267 1268 QO 23178 
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APPENDIX C.1 
SUBSTANTIATING COST DATA 


C.1.2 D/C SEGMENT ESTIMATING RATIONALE 
DATA AT CWBS LEVEL 3 
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C.1.2.1 Project Management Estimating Rationale Data 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Project Management WP#341100 
TASK DESCRIPTION: Covers the project manager and deputy project manager 


to provide management for the duration of the effort, also the manager 
of project control. 


SCHEDULE & MANPOWER DISTRIBUTION: Three people from start of contract 
through completion. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Office 


BASIS OF ESTIMATE: The project manager & deputy project manager are 
considered indirect personnel in the planned SIU and are not included in 
the cost estimates. Project control management of one person is required 
for contract duration. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Administration/ 341100 


TASK DESCRIPTION: Provide administrative support to project personnel, 
including the secretarial duties of general typing, filing, message handling, 
etc. 


SCHEDULE & MANPOWER DISTRIBUTION: Beginning with an average of 8 persons 
through 1982, to an average of 12 persons through IOC/FOC factory acceptance, 
then to 2 persons through contract completion. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Secretarial/Clerical/Administrative 


BASIS OF ESTIMATE: Experience on large data processing system development 
efforts has shown that a ratio of 1 secretary to approximately 20 developers 
is adequate. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Project Control WP# 341200 


TASK DESCRIPTION: Task covers effort to monitor, control, and report 
schedule and cost status. Also includes data management, facilities planning, 
CDRL production and control/coordination of reviews. 


SCHEDULE & MANPOWER DISTRIBUTION: Starts with a level of four people at 
contract award and drops to two in April of 1985. In September 85, it drops 
to one person which continues to the end of the program. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Office 


BASIS OF ESTIMATE: Estimate is based on comparison to similar complex programs. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 
TASK NAME/WBS #: Financial Management Services/PCMS/#341200 


TASK DESCRIPTION: Task covers monitoring, controlling, and analysis of 
project cost and providing the check and balance mechanism for early 
detection and resolution of cost problems. Task also covers preparation 


of financial reports. 


SCHEDULE & MANPOWER DISTRIBUTION: Seven people for first two months to 


help implement PCMS, level of effort thereafter and continuing through FOC 
OPS support. 


LABOR CATEGORY: Financial Analyst, Staff Financial Analyst 
BASIS OF ESTIMATE: Analysis of tasks and comparison to similar large projects 


that has on-going - DSM and GPS. NPIC estimates for FMS/PCMS are carried 
at a staffing level lower than DSM based on a lower total staffing profile, 


STAT 


and requirement for project control and reporting based on 7000.10 (less 


stringent) instead of 7000.2 Guidelines. 

Estimate of manpower is based upon experience gained from financially managing 
other large complex programs such as Global Positioning System (GPS) and 

Data System Modernization (DSM). Less-time consuming requirement 7000.10 


instead of 7000.2. 


MANAGER'S NAME: 


Figure 5.11.1-1 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: Quality Assurance/ 341300 


TASK DESCRIPTION: Provide quality assurance for both software and 
hardware development activities. Perform monitoring and spot-checking to 
ensure that quality standards and compliance requirements are met. 


SCHEDULE & MANPOWER DISTRIBUTION: Beginning at contract award, an average of 
3 to 4 Quality Engineers throughout the factory development period, to IOC/FOC 
factory acceptance, then reduced to less than 1 in support of site activities. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Software Quality Engineer/Hardware Quality Engineer 


BASIS OF ESTIMATE: The estimate for Quality Engineers is based upon our 
experience of enforcing strong conformance disciplines in the development team. @ 
We prepare the appropriate guidance documentation, in terms of standards and 
methodology, and demand that our developers rigorously follow this guidance. 
The Quality Engineers, then, provide a general overview role, ensuring 
compliance via continous, random assessment. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATIG RATIONALE 


TASK NAME/WBS#: Configuration Management WP# 341400 
TASK DESCRIPTION: Covers the effort required to provide configuration 


management of hardware software and documentation. Also to perform 
configuration audits, administer the CCB, and provide status accounting. 


SCHEDULE & MANPOWER DISTRIBUTION: Starts with one person on award of contract 
and increases to three by Janaury 1983. In February 1985 the level is 

reduced to one half man month per month and in October 1985 it is further 
reduced to one tenth manmonth per month for the remainder. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Office 


BASIS OF ESTIMATE: Estimate is based on comparison to similar large projects 
in Gaithersburg. 


MANAGER'S NAME: 
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D/C_SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Security (341500) 


TASK DESCRIPTION: Prepare Security Plan. Implement and monitor special 
Security requirements mandated by the Government. 


SCHEDULE & MANPOWER DISTRIBUTION: Security work is performed by a group 
of 6 people initially. In January, 1983, the number is dropped to 5 and 
continues at this level until March, 1985. All security work is an 
indirect charge. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Manager and administrative personnel 


BASIS OF ESTIMATE: Budgeted at initially 6 and then 5 people to adequately 
perform all security work connected with this project. This number of 
security personnel have been found necessary to adequately monitor and 
control a project of this magnitude. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Project Management WP#341600 


TASK DESCRIPTION: Project management support to program reviews. 


SCHEDULE & MANPOWER DISTRIBUTION: 7.5 manmonths from 1982 through 1987. 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Office 


BASIS OF ESTIMATE: Historical data on similar FSD projects. 


1h16, 29 


MANAGER'S NAME: 


8A 


eT RRC AEY OIC RINE oF oat OK 


wetter 
a: 


Sa The een ee a IN EE rte aE Serpe A A i rt a - 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Project management - subcontractor management WP#341700 


STAT 


TASK DESCRIPTION: Subcontractor management performed by pver full 
project duration. 


SCHEDULE & MANPOWER DISTRIBUTION: 184 man-months. This effort is budgeted 
at a level of 4 and later 3 persons over the life of the acquisition contract. 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Project Management staff 


BASIS OF ESTIMATE: Historical data on similar FSD projects. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE . 


TASK NAME/WBS#: Technical Publications/ 341800 


TASK DESCRIPTION: Provide typing, textual data entry, graphics/art, 
document composition, and reproduction services for CDRL data items. 


SCHEDULE & MANPOWER DISTRIBUTION: An average of 11 persons through I0C/FOC 
factory acceptance, then reduced to 1 person through contract completion. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Typists/Artists/Data/Graphics Entry/Reproduction pperabone/Tocuntce 
Publications Specialists 


BASIS OF ESTIMATE: Using the CDRL publications sizing sheet reflected in 
Figure 1, estimates were prepared based upon our technical publications 
experience. The estimates include the use of automated documentation 
preparation tools, including SCRIPT and CADAM. 
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B i) Cc I Q Cc 
RESP. TOTAL % % % % RO # TIMES TOTAL % % a % ZA # TIMES 

DOCUMENT / NUMBER ORGN. PAGES TEXT TABLES ART SALVAGE ACTIVITY ISSUED PAGES TEXT TABLES ART SALVAGE ACTIVITY ISSUED 

101. CONTRACT WBS PM 120 100 0 0 75 5 1 

102. FINANCIAL PLAN PM 50 50 50 0 25 20 1 : 

103. MASTER SCHEDULE PM 20 25 75 oO Oo 20 1 UPDATE AS REQUIRED 

104. DEVELOPMENT PLAN PM 25 90 5 5 0 1 

105. SECURITY PLAN PM 100 90 10 0 60 1 1 

106. CONFIGURATION MGMT. PLAN PM 100 90 10 0 95 5 1 

107. SOW UPDATE PM 10 100 0 (1) 50 50 1 

108. QUALITY ASSURANCE PLAN PM 75 90 5 5 90 10 1 

109. MONTHLY FINANCIAL PLAN PM 10 25 75 o 0 0 ISSUED MONTHLY 

110. MILESTONE UPDATES PM 25 0 100 (0) 0 ) ISSUED EVERY 6 MONTHS 

111. MILESTONE REPORT PM 2 100 

112. MONTHLY STATUS REVIEW PM 30 0 75 25 25 ISSUED MONTHLY 

133. QUARTERLY PROGRESS STATUS PM 100 90 10 0 0 i) ISSUED QUARTERLY 

114. ACTION ITEM LIST PM 30 100 0 0 0 i) ISSUED MONTHLY 

115. SEG. TRANSITION & INT PLAN SE 75 90 10 0 50 10 3 75 90 10 0 80 10 2 

116. SEG. OPERATIONS CONCEPT SE 150 80 10 10 50 10 1 150 80 10 10 80 10 1 

117. SEG. DESIGN SPECIFICATION SE 350 75 25 0 50 5 1 

118. S/W-OPNS-H/W IF STANDARDS SE 75 50 50 0 oO 5 1 

119. REQ. TRACE. & VERIF. MATRIX SE 250 80 20 Qo 50 10 2 250 80 20 0 95 10 1 

120. ENGINEERING TECH NOTES SE 50 60 20 20 0 25 2 50 60 20 20 0 25 1 

121. SEGMENT VERIFICATION PLAN SE 50 60 40 0 50 10 1 50 60 40 0 80 10 1 

122. SEGMENT DESIGN ANAL. REPORT SE 50 80 20 0 0 10 2 50 80 20 0 

123. O&M PLAN SE 250 80 15 bs) 50 10 2 250 80 15 5 80 10 1 

124. MAINT. & LOGISTICS PLAN SE 50 50 50 i) 0 20 2 50 50 50 Q 80 20 1 

125. DATA BASE SPECIFICATIONS { SE 100 20 80 (0) 0 10 2 100 20 80 0 80 10 1 

126. OPERATIONS/SW IF SPEC SE 100 20 80 0 0 10 2 100 20 80 t) 80 10 1 

127. OPERATIONS/HW IF SPEC SE 100 20 80 1) 0 10 2 100 20 80 0 80 10 1 
ny 128. HW/SW IF SPEC SE 100 20 80 oO 0 10 2 100 20 80 0 80 10 1 
[o) 129. SW/SW IF SPEC SE 300 20 80 0 0 10 2 300 20 80 0 80 10 1 

130. SEGMENT TEST PLAN SE - 100 80 20 0 0 10 2 100 80 20 0 80 10 1 

131. TEST PLANS TEST 800 80 15 5 0 10 2 800 80 15 5 80 10 1 

132. SEG PRG PRAC STD, & CONV { SW 50 80 20 0 0 25 2 

133. SEGMENT OPERATIONS SPEC SE i536 && 34 & Ss 18 7 150 && 34 o go 190 1 

134. SEGMENT INSTALLATION PLAN INST 100 70 20 10 i) 10 3 100 70 20 10 50 10 2 

135. USER MANUALS SE 500 70 20 10 0 25 3 500 70 20 10 80 10 2 

136. OPERATOR MANUALS SE 100 70 20 10 0 25 3 100 70 20 10 80 10 2 

137. DATA BASE ADMIN MANUAL sw 300 80 10 10 iY) 25 3 300 80 10 10 80 10 2 

138. PROGRAMMERS MANUAL sw 300 90 10 0 oO 25 2 300 90 10 0 80 10 2 

139. FACILITY IDRS INST 175 20 10 70 10 te) 3 250 20 10 70 90 0 2 

140. TRAINING PLAN TRNG 150 70 i) 30 i) 10 2 150 70 o 30 66 10 1 

141. CPCI PART I SPEC SE 4000 20 80 0 90 0 2 

142. CPCI PART II SPEC ¥ sw 8000 20 80 0 0 0 3 8000 20 80 (¢) 90 Q 2 

143. CI SPEC HW 100 80 15 5 Qo 0 1 150 80 15 5 80 10 1 

144. COMPONENT SPEC HW 200 80 15 5 it) 0 2 250 80 15 5 80 10 1 

145. DATA DICTIONARY J sw 2000 100 0 i) i) 0 3 2000 100 0 i?) 95 oO 2 

146. TRAINING MATERIALS TRGN 125 70 0 30 0 5 2 125 70 0 30 30 5 2 

147. SHIPPING PLAN INST 60 80 10 10 1) 0 1 60 80 10 10 20 0 1 

148. EQUIP OPER & MAINT MANUALS HW 300 50 20 30 0 20 2 400 50 20 30 60 10 2 

149. QA AUDIT REPORTS PM 200 80 20 0 0 ) A 8&8 S§ U M E DUE Ss E M i- 

150. CPCI LISTINGS J sw 25000 0 100 0 0 i) 1 25000 ) 100 0 98 10) 1 

151. DATA BASE PACKAGES / sw 5006 60 40 0 oO t) 1 1000 60 40 0 90 0 1 

152. S/W VERSION DESCRIPTION § PM 1000 100 i) tt) oO a) 1 1000 100 0 0 95 0 1 

153. SYSTEM TEST/DEMO INPUTS {§ TEST 1000 20 80 0 0 0 2 1000 20 80 0 (4) 0 2 

154. SEGMENT TEST REPORTS INST 1600 5 95 0 oO 0 1 1600 Ss 5 0 95 0 1 

155. TECH PERFORMANCE MEAS. SE 50 50 AS REQUIRED 

156. ACCESSION LIST PM 10 100 0 Oo iY) 2 UPDATED MONTHLY 

TEST PROCEDURES / TEST 4800 75 25 oO i?) 2 1 4800 0 2 1 


75 25 0 7 


Figure 2. CDRL List with Estimated Page Counts (Sheet 1 of 2) 
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101. 
102. 


"103. 


104. 
105. 
106. 
107. 
108. 
109. 
110. 
111. 
112. 
113. 
M4. 
115. 
116. 
117. 
118. 
119. 
120. 
121. 
122. 
123. 
124. 
125. 
126. 
127. 
128. 
129. 
130. 
131. 
132. 
133. 
134. 
135. 
136. 
337. 
138. 
139. 
140, 
141. 
142. 
143. 
144. 
145. 
146. 
147. 
148, 
149, 
150. 
151. 
152. 
153. 
154. 
155. 
156. 


Fo c 
TOTAL % % % % ‘A # TIMES 
PAGES TEXT TABLES _ART SALVAGE ACTIVITY ISSUED COMMENTS 
SALVAGE FROM PRE-AWARD 
SALVAGE FROM PRE-AWARD 
SALVAGE FROM PRE-AWARD. TABLES COMPUTER GENERATED 
COMPUTER GENERATED 
SALVAGE FROM PRE-AWARD 
SALVAGE FROM PRE-AWARD 
SALVAGE FROM PRE-AWARD 
SALVAGE FROM PRE-AWARD 
TABLES COMPUTER GENERATED 
COMPUTER GENERATED 
WEEKLY NOTIFY COTR BY TWX 
COMPUTER GENERATED 
75 90 10 fy) 80 10 2 SALVAGE FROM PRE-AWARD 
150 80 10 10 80 10 1 SALVAGE FROM PRE-AWARD 
SALVAGE FROM PRE-AWARD 
250 80 20 0 95 10 1 SALVAGE FROM PRE-AWARD 
50 60 20 20 ty) 25 1 
50 60 40 0 80 10 1 SALVAGE FROM PRE-AWARD 
250 80 15 5 80 10 1 SALVAGE FROM PRE-AWARD 
50 50 50 1) 80 20 1 
100 20 80 Cy) 80 10 1 
100 20 80 0 80 10 1 
100 20 80 0 80 10 1 
100 20 80 0 80 10 1 
300 20 80 ti) 80 10 1 
100 80 20 0 80 10 1 
150 80 15 5 80 10 1 
150 66 34 0 80 10 1 
100 70 20 10 50 10 2 
500 70 20 10 80 10 2 
100 70 20 10 80 10 2 
300 80 10 10 80 10 2 
300 90 10 0 80 10 2 
250 20 10 70 90 0 2 SALVAGE FROM PRE-AWARD 
150 70 0 30 66 - 10 1 
1500 20 80 ty) 90 0 2 
150 80 15 5 80 10 1 
250 80 15 5 80 10 1 
2000 100 0 0 95 i) 2 
125 70 ti) 30 30 5 2 
60 80 10 10 20 i) 1 
400 50 20 30 60 10 2 
ANNUAL 
25000 0 100 0 98 ty) 1 COMPUTER GENERATED 
1000 60 40 0 90 ty) 1 
1000 100 0 Cy) 95 i) 1 
1000 20 80 ty 0 0 2 
300 5 95 0 i) 0 1 COMPUTER GENERATED 
50 4 TIMES/YEAR 
900 75 25 (i) ) 2 1 


Figure 2. CDRL List with Estimated Page Counts (Sheet 2 of 2) 
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Gals2e2 System Engineering Estimating Rationale Data 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: System Engineering Management /342100 


TASK DESCRIPTION: Provide technical management of the Systems En- 
gineering effort, provide/enforce S/W, Operations, H/W interface standards 


(CDRL 118, 126, 127, 128 & 129) and prepare the segment Development Plan 
(CDRL 104). 


SCHEDULE & MANPOWER DISTRIBUTION: (96 MM) Effort is initiated at contract 
Start at a 5 person level then goes to a 4 person level after delivery 

of CDRL 104 (2 months after contract start) until completion of BOC PDR. 

A 3 person level is maintained until completion of all CDR's (12/83) at 
which time less than a 2 person level is maintained until 9/15/85. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering Management 


BASIS OF ESTIMATE: Systems Engineering management of the project has 
allocated a 1 man level from contract start until FOC acceptance. 
Generation of the Segment Development Plan (CDRL 104) is estimated to 
require 5 man months effort during the first 2 months under contract. 
Generation and maintenance of CDRL's 118, S/W-OPNS-HW interface standards, 
126, Operations/Software interface spec, 127, Operation/ Hardware interface 
spec, 128, Hardware/Software interface spec are estimated to require 50 
man months from contract start until FOC acceptance. 


Source of Estimate: Engineering estimates based on previous experience. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Analysis/342200 


TASK DESCRIPTION: Performed Requirements Analysis & Traceability (CDRL 
119), Performance Analysis (Perform Technical Measurements-CDRL 155), 

RMA Analysis, Trade Studies, Engineering Specialities, prepare Engineering 
Technical Notes (CDRL 120), and provide intersegment interface definition 
and requirements definition. 


SCHEDULE & MANPOWER DISTRIBUTION: (150 MM) Maintain a five (5) to six 

(6) person level from start of contract until last CDR is complete in 

12/83. Reduce to a 2-3 person level and maintain until IOC Hardware/Software 
is installed and checkout completed in 3/85 then reduce to 1 person 

level until 9/85. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Analyst 


BASIS OF ESTIMATE: Performance of Requirements analysis, generation and 
maintenance of CDRL 119 (requirements Traceability and verification 
Matrix) and monitoring of subcontractor performing requirements analysis 
is estimated at 37 man months from contract start: until FOC accept. 
Performance analysis, generation and maintenance of CDRL 155 (Technical 
Performance Measurements) and monitoring of performance anaysis sub- 
contractor is estimated to require 37 man months from contract start 
until FOC accept. The RMA analysis for BOC and updates for IOC & FOC 
are estimated to require 5 man months. Trade studies, providing en- 
gineering specialities and generation of engineering technical notes 
(CDRL 120) are estimated to require 17 man months. Intersegment inter- 
face definition and requirements definition are estimated to require a 
2-3 man level until completion of the last CDR (12/83) and the 1/2 to 1/4 
man level until FOC accept for a total of 53 man months. 


SOURCE: Engineering estimates based on previous experience with similiarly 
complex programs. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Analysis/342200 Subcontractor 


TASK DESCRIPTION: Perform Requirements Analysis and Traceability (CDRL 
119), Provide Performance Analysis, Perform Technical Measurement (CDRL 
155) and prepare a Segment Design Analysis Report (CDRL 122). 


SCHEDULE & MANPOWER DISTRIBUTION: (40 MM) 

Effort is at approximately a four (4) person level until the BOC 
PDR is completed (12/82) and then is maintained at about a one person 
level until the last CDR is completed in 12/83. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering Analyst 


BASIS OF ESTIMATE: Performance of requirements analysis and generation 
of a requirements traceability and verification matrix (CDRL 119) is 
estimated to require 8 man months effort over the first eight months of 
the program. Providing performance analysis and performing technical 
performance measurements (CDRL 155) will require 25 man months from 
contract start until completion of the last CDR (12/83). Generation 

and maintenance of CDRL 122, Segment Design Analysis Report, is estimated 
to require 7 man months effort. 


SOURCE: Engineering estimated based on previous experience with similarly 
complex programs. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Operations Engineering & Development /342300 
TASK DESCRIPTION: Develop Segment Operation Concept (CDRL 116), 
Procedures and specifications (CDRL 133) including Human Factors Engineering, 


Develop User Manuals (CDRL 135), Develop Operations Manuals (CDRL 136) 
and Conduct Productivity Enhancement Studies. 


SCHEDULE & MANPOWER DISTRIBUTION: (40 MM) 


Effort is maintained at a one (1) person level from contract start 
until FOC Acceptance in 9/85. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Operations 


BASIS OF ESTIMATE: Subcontractor monitoring of the development of the 
Operations Concept (CDRL 116), Segment operations specification (CDRL 
133), User Manuals (CDRL 135), Operator Manuals (CDRL 135), Operator 
Manuals (CDRL 136) and monitoring of productivety enhancement studies is 
estimated to require a 1 man level of effort until FOC acceptance. 


SOURCE: Engineering estimate based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Operations Engineering & Development/342300 - Subcontract 


TASK DESCRIPTIOS: Develop Segment Operations Concept (CDRL 116), Procedures 
and Specifications (CDRL 133) including Human Factors Engineering, Develop 
User Manuals (CDRL 135), Develop Operations Manuals (CDRL 136) and Conduct 
Productivity Enhancement Studies. 


SCHEDULE & MANPOWER DISTRIBUTION: (192 MM) 


The effort to perform these tasks builds to a seven (7) person level 
by 8/82 and is maintained until the last CDR in 12/83. The effort then 
reduces to a four (4) person level until 3/85, at which time it starts to 
reduce and ends in 9/85. 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Operations 


BASIS OF ESTIMATE: The effort required by the subcontractor to generate 
and maintain the Segment Operations Concept (CDRL 116), Segment Operations 
Specification (CDRL 133) and operations procedures including human factors 
engineering is estimated at 50 manmonths from contract start until FOC 
accept. The development and maintenance of User Manuals (CDRL 135) and 
Segment System Operations Manuals (CDRL 136) is estimated to require 90 
manmonths of effort. Productivity enhancement studies performed until 

FOC acceptance are estimated to require 52 manmonths. 


SOURCE: Engineering estimates based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE | Se 


TASK NAME/WBS#: Design/ 342400 


TASK DESCRIPTION: Prepare the Segment Design Specification (CDRL 117) 
including Requirements Allocated and provide Engineering Specialties 
Design. 


SCHEDULE & MANPOWER DISTRIBUTION: 56 mm 

This effort starts at approximately a seven (7) person level at 
contract start and is maintained until first Design Spec submitted in 
7/82. The effort is then reduced to a three (3) person level and 
maintained until BOC-CDR start in 1/83 at which time the level goes to 
two (2) and then to 1 in 8/83 until completed in 11/85. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Design 


BASIS OF ESTIMATE: preparation and maintenance of the segment design 
specification (CDRL.117) including requirements allocation is estimated 

to require 40 man months effort through the last CDR (12/83). Engineering 
specialties design effort is estimated at 15 man months over the first 

16 months of the program. 


SOURCE: Engineering estimates based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Transition, Integration Planning & Support/342500 


TASK DESCRIPTION: Support Facility Planning, Installation, Checkout 
Transition of new capability into New Environment. 


SCHEDULE & MANPOWER DISTRIBUTION: (40 MM) 

Initial effort is a two (2) person level from 10/82 thru 2/83 to 
support BOC, PDR and CDR. A one (1) person effort is started again in 
11/82 to support site installations and is maintained until 9/85 when 
FOC is accepted. Two (2) to three (3) person peaks are require for one 
(1) to three months at each of the BOC, IOC and FOC site Installation. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Transition 


BASIS OF ESTIMATE: Support of facility planning, installation and 
checkout is estimated to require 12 man months effort. Support of 
transition of New capability into the new environment is estimated to 
require 28 man months. 


SOURCE: Engineering estimates based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Transition, Integration & Planning Support/342500- 


Subcontract 
TASK DESCRIPTION: Develop Segment Transition and Integration Plan 
(CDRL 115) 


SCHEDULE & MANPOWER DISTRIBUTION: (59 MM) 

A three (3) person level is maintained until BOC-CDR CDRL submitted 
is made in 12/82. A one (1) person level is then maintained until 2/85 
except for two (2) person peaks for 2-3 months at each of the BOC, IOC 
and FOC Hardware Delivery - 90 Day CDRL submitted times. 
LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Transition 


BASIS OF ESTIMATE: Development and maintenance of the Segment Transition 
and Integration Plan (CDRL 115) by the subcontractor is estimated to 
require 59 man months. 


SOURCE: Engineering estimates based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test Support (WP342600) STAT 


TASK DESCRIPTION: Prepare BOC, IOC and FOC Segment Verification Plans 
and Segment Test Plans. 


SCHEDULE & MANPOWER DISTRIBUTION: (26 MM) 
Effort begins 3 mo. before each PDR and each CDR. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: Division historical data and management expertise. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test Support/342600 


TASK DESCRIPTION: Support the execution and evaluation of test. 


SCHEDULE & MANPOWER DISTRIBUTION: (38 MM) 

This effort starts in 2/83 at a .5 person level and continues until 
9/83 (IWS integration testing start) at which’time the effort goes to l 
person and continues until 2/86. In 9/86, all effort is completed. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Design 


BASIS OF ESTIMATE: The effort required to support the execution and 
evaluation of test is estimated to be a one man level for a total of 38 
man months. 


SOURCE: Engineering estimate based on previous experience. 
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Attachment to: WBS #342600 


BOC-IOC-FOC 4 MM effort before PDR to research and format plans. 
BOC 7 MM to have final plans ready and accepted by CDR. 
IOC 3 MM to have final plan ready and accepted by CDR. 
FOC 4 MM to have final plan ready and accepted by CDR. 


Bases of estimate are previous FSD projects. 
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D/C_SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: 


Configuration Management Support/342700 
TASK DESCRIPTION: 


Evaluate porposed changes and provide change request 
impact analysis including interface control. 


SCHEDULE & MANPOWER DISTRIBUTION: (32 MM) 
This effort will be at a .75 person level from end of BOC PDR 
(12/82) until 6/86. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Design 


BASIS OF ESTIMATE: 


The effort required to assess impacts of requested 
or proposed changes is estimated at 32 man months based on a 3/4 person 
level of effort starting after BOC PDR. 


Source: Engineering estimate based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Technical Reviews/342800 


TASK DESCRIPTION: Support System Baseline Review, BOC/IOC/FOC PDR's, 
BOC/I0C/FOC CDR's and conduct Technical Audits and Misc. Reviews. 


SCHEDULE & MANPOWER DISTRIBUTION: (22 MM) 


This effort is to support the SBR (1 MM), PDR's (4 MM), CDR's (9 
MM) and conduct technical audits and misc. reviews (8 MM). 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Design 


BASIS OF ESTIMATE: 


The estimated effort required to support the SBR, 
PDR's, CDR's and to conduct technical audits and misc. reviews is 
estimated at 22 man months. 


SOURCE: Engineering estimate based on previous experience. 
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Codbv2e3 Software Development Estimating Rationale Data & 


Also see Cost Proposal section 5.5.2 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Software Development Management (BOC)/343100 


TASK DESCRIPTION: Manage all software development activities for BOC; 
includes personnel management, technical management, technical control, 
product control, and performance of data base conversion. 


SCHEDULE & MANPOWER DISTRIBUTION: 

(419 MM) 
Starts at a level of 11 men in May, 1982; peaks at a 23 man level in the 
2d quarter of FY 83 and is completed May, 1984. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


All labor supplied by Software Development Organization 


BASIS OF ESTIMATE: Estimates of staffing for management is based on our 

span of control model. Estimates for technical control are based_on a) number 

of CPCIs, b) allocation of CPCIs to team members, c) number of software STAT 
personnel involved, and d) complexity of the job. Estimates for product 

control are based on a model of 6% of the population required for control. 

Estimates for software conversion based on $3 per line. Estimates for data 

base conversion based on number of filer and interrelationship. 
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D/C SEGMENT ESTIMATING RATIONALE 
TASK NAME/WBS #: Software Development - BOC/WP #343200-343214 


TASK DESCRIPTION: See cost rationale discussion in Cost Proposal 


Section 5.5.2. 

SCHEDULE & MANPOWER DISTRIBUTION: 
LABOR CATEGORY: 

BASIS OF ESTIMATE: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Software Development Management (I0C)/344100 


TASK DESCRIPTION: See description & estimate for 343180 


SCHEDULE & MANPOWER DISTRIBUTION: 

(274 MM) 
Starts at a level of 3 men in March, 1983; peaks at a 16 man level in the 
3rd quarter of FY 84 and is completed July, 1985. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


BASIS OF ESTIMATE: 
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D/C SEGMENT ESTIMATING RATIONALE 
TASK NAME/WBS #: Software Development - IOC/WP #344200-344213 


TASK DESCRIPTION: See cost rationale discussion in Cost Proposal 


Section 5.5.2. 

SCHEDULE & MANPOWER DISTRIBUTION: 
LABOR CATEGORY: 

BASIS OF ESTIMATE: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Software Development Management (FOC)/345100 


TASK DESCRIPTION: See description & estimate for 343180. 


SCHEDULE & MANPOWER DISTRIBUTION: 

(22.5 MM) ; 
This is budgeted at 7 man level in August and September, 1985, drops to 3 man 
level for the next 3 months and is completed in December, 1985. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


BASIS OF ESTIMATE: 
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D/C SEGMENT ESTIMATING RATIONALE 
TASK NAME/WBS #: Software Development ~- FOC/WP #345200-345202 


TASK DESCRIPTION: See cost rationale discussion in Cost Proposal 


Section 5.5.2. 

SCHEDULE & MANPOWER DISTRIBUTION: 
LABOR CATEGORY: 

BASIS OF ESTIMATE: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI Design/Various 


TASK DESCRIPTION: Perform requirements analysis and allocation and 
prepare preliminary design Part I spec and conduct internal reviews. 


SCHEDULE & MANPOWER DISTRIBUTION: (281 MM) 
Effort is started at contract award and completed by 9/83. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering and S/W Development 


BASIS OF ESTIMATE: Estimates in the attached Figure 2 are derived from the 
following: 


1 Page/KSLOC for Retained Code 
2 Pages/KSLOC for Modified or Converted Code 
4 Pages/KSLOC for New Code 


Productivity is estimated at 1.3 pages/day. 


SOURCE: NPIC productivity measurements during DCP. 
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BOC PAGES BOC 1OC PAGES 10c 
cPcl KSLOC * MULTIPLIER MAN (KSLOC * MULTIPLIER) MAN 

643038 | BEMGMT 26 6 | 256 25 64 56 10 
643057 | BERESU 21 6 16 4 42 = 3 
643076 | BCABLE 16 2 8 3 - = = 
643113 | BSTATR 23 2 24 4 36 8 4 
643150 | BMMGMT 15 a 2 16 32 3 
643168 | BCCNTR = — | 16 2 = 128 } 10 
643187 | BQUERY 40 6 | - 4 46 64 9 

ie 643205 | BAPPLS 53 8 72 11 58 2 5 

~ 643224 | BDMAPS = -— | 44 4 os 32 2 


643281 BEXSUP 
643018 | BEPPRE 

643301 BMANIP 
643243 | BTTDEV 


643262 | WAPPLS 


R - Retained M - Modified C - Converted N - New 


Figure 2 
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CPCI Test and Verification 
Based on FSD experience on recent large programs. Test and verification 


activity for software CPCIs has been observed to follow the average 


productivity rates in the table below. 


Test Man-Months Required per Line of Code (LC) 


CODE TYPE LC/MM 
New 1500 
Modified 2500 
Converted 3500 
Retained 0 


Using these rates and using estimated line-of-code counts for D/C Segment, the 
testing effort for each CPCI was calculated. Another estimating relationship - 
that testing and verification should run approximately 20% of the software 
development effort - was calculated for each CPCI and used as a basis for 
checking reasonableness. To arrive at the level 3 CWBS estimates, the CPCI 
test and verification manpower was further spread in accordance with the 


following table based on historical actuals. 


Plans Procedures Test and Verify Report 
15% 35% 45% | 5% 


Figures 3, 4 and 5 following summarize these data for the application CPCIs for 
the BOC, IOC and FOC phases respectively. Detailed rationale sheets which are 
included in this appendix provide man month data at WP level 3 in accordance 


with the rationale stated above. 
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CPCI 


BEPPRE 
BEMGMT 
BERESU 
BMANIP 
BSTATR 
BCCNTR 
BQUERY 
BAPPLS 
BDMAPS 
BTTDEV 
WAPPLS 
BEXSUP 


TOTALS 


Cost Substantiation Data for 


CPCI Test and Verficiation 


BOC Phase 
PEAK WBS 
KSLOC MM EST MANPOWER LEVEL 3 
103 74.1 6.5 343200 
67 43.8 4.6 343201 
Fi 3.8 1.4 343202 
21 11.3 Ls3 343204 
7 4.4 1.0 343205 
4 ei 0.5 343208 
Lz 0.2 343209 
17 10.2 1.5 343210 
11 7.3 0.6 343211 
35 23.3 Zio 343212 
50 3333 3.5 343213 
31 16.3 2.3 343214 
231.7 
Figure 3 
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CPCI 


BEPPRE 
BEMGMT 
BMANTP 
BERESU 
BSTATR 
BMMGMT 
BCCNTR 
BQUERY 
BAPPLS 
BDMAPS 
BTTDEV 
WAPPLS 
BEXSUP 


TOTALS 
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Cost Substantiation Data for 


CPCI Test and Verficiation 


IOC Phase 
PEAK WBS 
KSLOC MM EST MANPOWER LEVEL 3 
8 2.6 bee 344200 
46 18.4 210 344201 
86 26.8 3.0 344203 
21 .0 2.0 344202 
20 4 1.2 344204 
9 9 0.6 344206 
20 13.3 2.0 344207 
39 17.2 2.7 344208 
29 20.1 2.8 344209 
8 5.3 0.5 344210 
13 6.7 1.0 344211 
222 120.8 9.0 344212 
50 32.6 2.8 344213 
279.1 
Figure 4 
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CPCI 


BMMGMT 


BCCNTR 


BTTDEV 


TOTALS 
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KSLOC 


Cost Substantiation Data for 


CPCI Test and Verficiation 


FOC Phase 
PEAK WBS 
MM EST MANPOWER LEVEL 3 
7.6 1.4 345200 
8.0 1.6 345201 
323 1.0 354202 
18.9 
Figure 5 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BEPPRE - BOC (WP 343200) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and preface test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (7.4.1 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 6.5 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: get 10° Loc = 126 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for pro- 
duction actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BERESU -— BOC (WP 343202) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (3.8 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.4 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 7 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 


MANAGER'S NAME: 


40 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


D/C_SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BMANIP — BOC (WP 343204) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (11.3 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.3 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. - 


BASIS OF ESTIMATE: 3 
Est 10° LOC = 21 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BSTATR - BOC (WP 343205) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (4.4 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 3 
Est 10° LOC = 7 


PRO 20% of 
RATE SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BMMGMT - BOC (WP 343207) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (0) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 3 
Est 10° LOC = Q 


PRO 20% of 
RATE SD EFFORT 
a 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCL BCCNTR - BOC (WP 343208) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (2,7 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of .5 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 4 


PRO 20% of 
RATE SW EFFORT 
BCCNTR Zed 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BQUERY - BOC (WP 343209) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (1.2 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of .2 MM at 
PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 3 


PRO 20% of 
RATE SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BAPPLS - BOC (WP 343210) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (10.2 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.5 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 22 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C_ SEGMENT ESTIMATING RATIONALE 
= — 


TASK NAME/WBS#: CPCI BDMAPS - BOC (WP 343211) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (7,3 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of .6 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 11 


PRO 20% of 
RATE SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BITDEV - BOC (WP 343212) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (23.3 MM) RATE METHOD. 


Effort is initiated 30-60 days before FDR, reaches a peak of 2.5 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 35 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI WAPPLS - BOC (WP 343213) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (33.3) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 3.5 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 3 
Est 10° LOC = 50 


ee 20% of 
SW em 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BEXSUP - BOC (WP 343214) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (16.3 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.3 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 31 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 


MANAGER'S NAME: 


50 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BEPPRE — IOC (WP 344200) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (2.6 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.1 MM 
at PQT for one month then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 3 
Est 10° LOC = 8 


PRO 20% of 
RATE SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C_SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BEMGMT - IOC (WP 344201) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (18.4 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Est 10° LOC = 46 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BERESU - IOC (WP 344202) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (6.0 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.0 MM 
at PQT for one month then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Est 10° LOC = 21 


PRO 20% of 
RATE SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BMANIP — IOC (WP 344203) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (26.8 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 3.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 53 
Est 10° LOC = 86 


SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BSTATR - IOC (WP 344204) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (6.4 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.2 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: fet 10° Loc = 20 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BMMGMT - IOC (WP 344206) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (2.9 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of .6 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: kst 10° LOC = 10 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. . 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BCCNTR - IOC (WP 344207) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (13.3 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Est 10° LOC = 20 


PRO 20% of 
RATE SW EFFORT 
BCCNTR 14.2 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BQUERY - IOC (WP 344208) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (17.2 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.7 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: fest 10° Loc = 39 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BAPPLS - IOC (WP 344209) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (20.1 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.8 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: gst 10° Loc = 29 


PRO 20% of 
RATE SW EFFORT 


_ MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: CPCI BDMAPS —- IOC (WP 344210) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (5.3 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of .5 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: fst 10° LOC = 8 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 


MANAGER'S NAME: 


60 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BITDEV - IOC (WP 344211) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (6.7 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: gst 10° LOC = 13 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI WAPPLS - IOC (WP 344212) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (120.8 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 9.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: get 10° Loc = 222 
20% of 


PRO 
RATE SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C_SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BEXSUP ~ IOC (WP 344213) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (32.6 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 2.8 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Est 10° LOC = 50 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 


MANAGER'S NAME: 


63 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: _ CPCI BMMGMT - FOC (WP 345200) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (7.6 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.4 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Est 10° LOC = 7 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BCCNTR - FOC (WP 345201) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (8.0 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.6 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Est 10° LOC = 12 


20% of 
SW EFFORT 


MM estimates are based upon divisional historical data for production 
actuals. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CPCI BTTDEV - FOC (WP 345202) 


TASK DESCRIPTION: Prepare CPCI test plan (prelim and final), develop SW 
test procedures, support test and verification and prepare test reports. 


SCHEDULE & MANPOWER DISTRIBUTION: (3.3 MM) RATE METHOD. 


Effort is initiated 30-60 days before PDR, reaches a peak of 1.0 MM 
at PQT for two to four months then end with the test report. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Est 10° LOC = 5 


PRO 
RATE 
poTDEV 


_MM estimates are based upon divisional historical data for production 
actuals. 


20% of 
SW EFFORT 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Hardware Development Management #346100 (BOC) 


TASK DESCRIPTION: This task covers management of the IWS for BOC, 
including responsibility for performance, schedule and cost control. 


SCHEDULE & MANPOWER DISTRIBUTION: The effort consists of 39.1 man months 
from contract award through BOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Management 


BASIS OF ESTIMATE: Analysis of similar programs of similar complexity 
conducted by in recent years. Some reduction has been taken over the 
usual staffing due to the off the shelf nature of the IWS hardware. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CI: Basic Work Station (BOC) #346200 
TASK DESCRIPTION: Prepare specifications, perform critical design, build 


the basic work station, develop hardware & tempest test procedures, perform 
test, & deliver the hardware. 


SCHEDULE & MANPOWER DISTRIBUTION: Work is accomplished from contract award 
through BOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Design Engineer & Manufacturing Personnel 


BASIS OF ESTIMATE: Analysis and extrapolation from similar tempest design 
efforts for NSA. A 90% learning curve based on past efforts was assumed. 

This effort is in conjunction with WBS 346201 and WBS #347200. Also based upon 
vendor quotes for hardware. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CI: Expanded Work Station BOC (#346201) 
TASK DESCRIPTION: Prepare specifications, perform critical design build 


Expanded Work Station, develop hardware & tempest test procedures, perform 
tests & deliver the hardware. 


SCHEDULE & MANPOWER DISTRIBUTION: Work is accomplished from contract award 
through BOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Design Engineer & Manufacturing Personnel. 


BASIS OF ESTIMATE: This effort is in conjunction with WBC 346200. It is the 
IOC prorated share for "tempestizing" of the convergent technologies commercial 
work station. Estimate was based on similar design efforts for tempestizing 
NSA devices. Also based upon vendor quotes for hardware. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Graphics Work Station (BOC) Design/346201 
TASK DESCRIPTION: Support Hardware Development in preliminary CI Design, 
CI Spec preparation (CDRL 143), Build-To component specs (CDRL 144), Test 


and Verification, Equipment 0&M Manuals (CDRL 148), System Operation and 
User Manuals and inputs to Training Manuals. 


SCHEDULE & MANPOWER DISTRIBUTION: (72 ym) 


Manpower is maintained at a 3 person level (except for peaks to 4 for 
CDRL deliveries) until the design is completed (4/83) then a two (2) per- 
son level is maintained until 10/84 to support test and verification and 
manual preparation. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Hardware Development 


BASIS OF ESTIMATE: Systems engineering support to integrated work station 
development is estimated at 16 MM for CI spec definition and preparation, 7 
MM to support preparation of the build-to spec, 24 MM to support manuals and 


25 man months or a 1 person level of effort to support test and verifica- 
tion. 


SOURCE: Engineering estimates based on previous experience. 
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D/C_ SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Full capability IWS - WP#346202 


TASK DESCRIPTION: Provide preliminary design, critical design, development, 
test and documentation for full capability IWS. 


SCHEDULE & MANPOWER DISTRIBUTION: 2.3 man-months to monitor the Full Capability | 
IWS development in BOC. Most effort on the Full Capability IWS is budgeted in 


FOC. 


LABOR CATEGORY: (E.G., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


BASIS OF ESTIMATE: Historical data. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Hardware Development Management (I0C) #347100 


TASK DESCRIPTION: This task covers management of the IWS for IOC, including 
responsibility for performance, schedule, & cost control. 


SCHEDULE & MANPOWER DISTRIBUTION: The effort consists of 12.9 man months 
from BOC through I.0.C. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Management 


BASIS OF ESTIMATE: Level of effort was assumed for this effort as production 
of hardware is well underway and under control. Amount of effort based upon 
prior experience with production type contracts. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CI: Basic work station (10C) #347200 


TASK DESCRIPTION: Prepare specifications, perform critical design build 
Basic Work Station, develop hardware & tempest test procedures, perform 
tests & deliver the hardware. 


SCHEDULE & MANPOWER DISTRIBUTION: Work is accomplished from BOC through IOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Design Engineer & Manufacturing Personnel 


BASIS OF ESTIMATE: This is a continuation of WBS #346200 and accounts for 
the hardware delivery which must be made to meet requirements. Effort was 
based upon vendor quotes for hardware. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CI: Expanded Work Station (I0C) #347201 


TASK DESCRIPTION: Prepare specifications, perform critical design build 
expanded work station, develop hardware & tempest test procedures, perform 
tests & deliver the hardware. . 


SCHEDULE & MANPOWER DISTRIBUTION: Work is accomplished from BOC through IOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Design engineer & Manufacturing personnel 


BASIS OF ESTIMATE: Based upon vendor quotes for hardware. This effort 
is a continuation of WBS #346201. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Graphic Work Station (10C) Design/347201 


TASK DESCRIPTION: Support Hardware Development in Test and Verification. 


SCHEDULE & MANPOWER DISTRIBUTION: (11 MM) 


A one (1) man level will be maintained from 11/84 until 9/85 to sup- 
port Test and Verification. 


LABOR CATEGORY: - (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Hardware Development. 


BASIS OF ESTIMATE: This 1 man level of effort or 11 MM is to support 
hardware development in the test and verification of IOC Integrated 
Work Station. 


SOURCE: Engineering estimate based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: CI: Image Work Station I0C # (347202) 


TASK DESCRIPTION: Prepare specifications, perform critical design build 
Image Work Station, develop hardware & tempest test procedures, perform 
tests & deliver the hardware. 


SCHEDULE & MANPOWER DISTRIBUTION: Work is accomplished from BOC through IOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Design Engineer & Manufacturing Personnel 


BASIS OF ESTIMATE: Based upon vendor quotes from 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Hardware Development Management (FOC) (#348100) 


TASK DESCRIPTION: This task covers management of the IWS for FOC 
including responsibility for performance, schedule, & cost control. 


SCHEDULE & MANPOWER DISTRIBUTION: This effort consists of 1.8 man months 
from IOC through FOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Program Management 


BASIS OF ESTIMATE: Once procedures for automated reporting set-up for 
FOC hardware quantities the hardware manager is no longer needed ILS manager 
assumes his role. 
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D/C_ SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Basic IWS WP#348200 


TASK DESCRIPTION: Provide preliminary design, critical design, development, 
test and documentation for basic capability IWS. 


SCHEDULE & MANPOWER DISTRIBUTION: 3.2 man-months to support the Basic IWS 
development in FOC. Most effort for the Basic IWS is budgeted in BOC and IOC. 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


BASIS OF ESTIMATE: Historical data 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Enhanced IWS/WP#348201 


TASK DESCRIPTION: Provide preliminary design, critical design, development, 
test and documentation for enhanced IWS. 


SCHEDULE & MANPOWER DISTRIBUTION: 3.2 man-months to support the Enhanced IWS 
development in FOC. Most effort for the Enhanced IWS is budgeted in BOC and 


Ioc. 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


BASIS OF ESTIMATE: Historical data. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Cl: Image Work Station (FOC) #348202 


TASK DESCRIPTION: Prepare specifications, perform critical design build 
image work station, develop hardware & tempest test procedures, perform 
tests & deliver the hardware. 


SCHEDULE & MANPOWER DISTRIBUTION: Work is accomplished from IOC through FOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Design Engineer & Maintenance Personnel 


BASIS OF ESTIMATE: Based upon vendor quotes from STAT 
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C.1.2.5 ADPE Estimating Rationale Data 


79 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Procurement /349100 


TASK DESCRIPTION: Manage all ADPE Procurement Activities and provide labor 
and enforce all procurement practices, standards and conventions (Provide 
CI Specifications for ADPE ~ CDRL 143) 


SCHEDULE & MANPOWER DISTRIBUTION: (12 MM) 


Six (6) man months will be required for BOC and six (6) man months 
for IOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Hardware Development. 


BASIS OF ESTIMATE: 


This 12 man months effort is for the generation and 
maintenance of 10 CI's for the ADPE procurement along with management 
and support to the procurement. 


SOURCE: Engineering estimate based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: GFE/349300 


TASK DESCRIPTION: Provide GFE Maintenance 


SCHEDULE & MANPOWER DISTRIBUTION: (8mm) 


Four (4) man months is allocated to GFE used for BOC and four (4) 
man months to GFE used for IOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering ~- Hardware Development. 


BASIS OF ESTIMATE: This 8mm effort is for the management and coordination 
activities required for obtaining maintenance of the GFE equipment while 
in the field. 


SOURCE: Engineering estimate based on previous experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: GFE (WP 349300) STAT 
TASK DESCRIPTION: 


Install and checkout GFE, 


SCHEDULE & MANPOWER DISTRIBUTION: (6 MM) 


Effort begins during BOC - PQT for 4 month period. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System engineer. 


BASIS OF ESTIMATE: Division historical data. 


GFE-HW provided only duri 
BOC period of time. P nly during 


No effort required during IOC & FOC. 
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C.1.2.6 Test and Verification Estimating Rationale Data 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test and Verification Management (WP 341010) 


TASK DESCRIPTION: ___|management of the Test and Verification effort 
for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (14 mM) 


Initiated at start of contract extending to end of factory test. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer Management. 


BASIS OF ESTIMATE: Division historical data and management expertise. 
One manager in place over the perigd of BOC test and verification; 13 
SW tests to be conducted, 384 x 10° LOC. 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: Test and Verification (WP 341010) STAT 


TASK DESCRIPTION: Prepare Test Plans, Test Procedures and Test Plan for 
GFE for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (13 MM) 


Initiated at PDR extending through CDR. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division Historical data and management expertise 
based on number of test plans and procedures to be prepared. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test and Verification Management (WP 341110) STAT 
TASK DESCRIPTION: management of the Test and Verification effort for STAT 
I0c. 


SCHEDULE & MANPOWER DISTRIBUTION: (13.1 MM) 


Initiated 3 months before PDR extending completion of IWS installation. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer Management. 


BASIS OF ESTIMATE: Division historical data and management expertise. 
One manager in place over the pgriod of IOC test and verification; 13 
tests to be conducted, 521 x 10° LOC. 
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D/C SEGMENT ESTIMATING RATIONALE @ 
TASK NAME/WBS#: Test and Verification (WP 341110) STAT 


TASK DESCRIPTION: Prepare Test Plans, Test Procedures and Test Plan for 
GFE for IOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (10 MM) 


Initiated at PDR continuing to CDR. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and management expertise 
based on number of test plans and procedures to be prepared. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test and Verification Management (WP 341210) 
TASK DESCRIPTION: management of the Test and Verification effort for 
FOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (34.9) 


Initiated 3 months before PDR continuing through end of test support 
for demonstrations. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer Management. 


BASIS OF ESTIMATE: Division historical data and management expertise. 


One manager in place over period of FOC test and verification; 3 tests 
to be conducted, 24 x 10° LOC. 
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D/C SEGMENT ESTIMATING RATIONALE @ 
; ; STAT 
TASK NAME/WBS#: Test and Verification (WP 341210) 


TASK DESCRIPTION: Prepare Test Plans, Test Procedures and Test Plan for 
GFE for FOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (7 MM) 


Initiated at PDR extending through CDR. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and management expertise 
based on number of test plans and test procedures prepared. 


See attachment. 
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ATTACHMENT TO: WBS# 341010 
341110 
341210 
One manager and five persons performing test planning and verification 
were subcontracted ta STAT 


Prepare test plans for HW/SW integration and installation checkout. 


Each plan requires 3 MM; 1 MM for collecting test information, 1 MM 
for writing document and 1 MM for typing and tech sign-off. 


For IOC, ‘information collecting is not required, therefore, a reduced 
effort of 5 MM is budgeted. For FOC, only a minor update to IOC document 
is required, manpower lowered to 3 MM. 


TEST PROCEDURES - 1 MM for setting up procedures format. 2 MM to gener- 
ate HW/SW integration procedures. 1 MM for typing and 
tech review. 


ioc - Same as above. 
FOC - SW delivery only; HW procedures same as IOC. 
GFE = 1 MM for GFE communications, 1 MM for GFE computer test plan gen- 


eration. Based on QA experience. No STAT 
new GFE-HW for IOC and FOC. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test Support (WP 341020)! 


TASK DESCRIPTION: Provide necessary software, hardware and data to 
support Integrated Testing - BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (7 MM) 


Initiated 3 months prior to beginning of Integration Testing at BOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


S/W-H/W Development. 


BASIS OF ESTIMATE: Division historical data and amount of IWS and Segment 
integration testing to be accomplished. 


13 tests to be conducted. 384 x 10° LOC. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Test Support (WP 341120) 


TASK DESCRIPTION: provide necessary software, hardware and data to support 
integrated testing - I0C. 


SCHEDULE & MANPOWER DISTRIBUTION: (5 ym) 


Initeated 2 months prior to beginning of Integration Testing at IOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


S/W-H/W Development. 


BASIS OF ESTIMATE: pivision historical data and amount of IW's and Segment 
integration testing to be accomplished. 


3 


13 tests to be conducted. 521 x 10° LOC. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE e 
TASK NAME/WBS#: Test Support (WP 341220) cael 


TASK DESCRIPTION: Provide necessary software, hardware and data to support 
Integrated testing - FOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (3 MM) 


Initiated 1 month prior to beginning of Integration Testing at 
FOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


S/W-H/W Development. 


BASIS OF ESTIMATE: Division historical data and amount of IWS and 
Segment integration testing to be accomplished. 


3 tests to be conducted. 24 x 10° LOC. 


See attachment. 
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@ ATTACHMENT TO: WBS# 341020 
341120 
341220 
SOFTWARE- 
BOC - 3 MM to generate TPNS scripts based upon VIABLE project 
actuals. 
Ioc - Two additional MM scripting effort to update BOC script 
due to IOC HW/SW configuration change. 
FOC - 1 MM script update: for FOC software delivery. 
HARDWARE- 
BOC - 1 MM to plan 4341-3705 test computer installation; based 


upon DCP experience on 4331 computer installation. 2 MM 
for installation and test. 


Ioc - Same as BOC. 2 MM HW support for TPNS program delivery due 
to IOC configuration change. Based on 4331 computer in- 
stallation. 

@ FOC - Same as BOC. SW delivery is minor, therefore half BOC 


effort required. 


DATA- 


Data to support testing requires 1 MM to develop TPNS test procedures. 
Based on VIABLE experience. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Integration Testing (WP 341030) 


TASK DESCRIPTION: Accomplish Inter CPCI testing, Inter CI testing, 
Integrated CPCI/CI testing and provide test reports for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (6 MM) 


Initiated at beginning of integration testing through conclusion. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and amount of testing to be 
accomplished. 


13 tests to be conducted. 384 x 10° LOC. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Integration Testing (WP 341130) STAT 


TASK DESCRIPTION: Accomplish Inter CPCI testing, Inter CI testing, Inte- 
grated CPCI/CI testing and provide test report for IOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (27 MM) 


Initiated at beginning of integration testing through conclusion. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: pivision historical data and amount of testing to be 
accomplished. 


13 tests to be conducted. 521 x 10° LOC. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: Integration Testing (WP 341230) STAT 


TASK DESCRIPTION: Accomplish Inter CPCI testing, Inter CI testing, Inte- 
grated CPCI/CI testing and provide test reports for FOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (11 MM) 


Initiated at beginning of integration testing through conclusion. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and amount of testing to be 
accomplished. 


3 tests to be conducted. 24 x 10° LOC. 


See attachment. 
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©} ATTACHMENT TO: WBS# 341030 
341130 
341230 


INTER CPCI TESTING- 
TPNS script delivery effort based upon VIABLE experience. 
Effort is increased for IOC and FOC due to additional gen- 
erated CPCI's. 

INTER CI TESTING- 
TPNS software testing with CPCI based upon VIABLE experience 


and testing 4311 HW used with TPNS software. 


INTER CI/CPCI TESTING- 


BOC = Actual testing of IWS alphanumeric with communications and 
proces n HW/SW integration of simular STAT 
devices a STAT 
Ioc - Actual integration of IWS with SID and processor and STAT 

& performing TPNS stress test. Based uwoon VIABLE experience 
and FSD integration of display HW at STAT 

FOC - SW delivery only so estimating a shorter period of time. 
TEST REPORT- 


1 MM to generate and type report. Based upon FSD testing 
experience. 
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D/C SEGMENT ESTIMATING RATIONALE © 
TASK NAME/WBS#: Factory Preship Test (WP 341040) STAT 


TASK DESCRIPTION: Perform BOC preship test and provide preship test 
report. 


SCHEDULE & MANPOWER DISTRIBUTION: (13 MM) 


Initiated 2 months before shipping for period of 3 months. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and amount of testing to be 
accomplished. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Factory Preship Test (WP 341140) aes 


TASK DESCRIPTION: perform IOC preship test and provide preship test 
report. 


SCHEDULE & MANPOWER DISTRIBUTION: (5 ym) 


Initiated 1 month before shipping for period of 2 months. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: 


Division historical data and amount of testing to be 
accomplished. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Factory Preship Test (WP 341240) 


TASK DESCRIPTION: perform FOC preship test and provide preship test 
report. 


SCHEDULE & MANPOWER DISTRIBUTION: CS MM) 


Initiated 1 month before shipping for period of 2 months. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and amount of testing to be 
accomplished. 


See attachment. 
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ATTACHMENT TO: WBS# 341040 
341140 
341240 
BOC = 2.5 MM for research preshipping test requirements. 
2.5 MM for planning preship test day to day activity. 
4 MM for testing. 
3 MM for configuration audit. 


Based upon FSD HW product testing activities associated with 
shipments at 


Ioc & FOC- 
Preship planning performed during BOC. 4 MM for test and con- 


figuration audit. 


REPORTS- 


1 MM for generation and typing FSD experience. 
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Ca lis2a7 Installation, Checkout and Test Estimating Rationale Data. ®@ 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: llation, Checkout and Test Management (WP 341310) STAT 


TASK DESCRIPTION: Provide Management of Installation and Checkout Activi- 
ties for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (10 MM) 


Initiated at beginning of installation and continuing through end of 
Program Demonstrations. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer/Test and Verification. 


BASIS OF ESTIMATE: Division historical data and manpower required to 
conduct installation, checkout and testing. 


One manager for BOC installation, checkout and test period. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Installation, Checkout and Test Management (WP 341410) 
STAT 


TASK DESCRIPTION: Provide management of Installation and Checkout activi- 
ties for IOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (2.5 MM) 


Initiated at beginning of installation and continuing through ‘end of 
Program Demonstrations. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer/Test and Verification. 


BASIS OF ESTIMATE: Division historical data and manpower required to con- 
duct installation, checkout and testing. 


One manager for IOC installation, checkout and test period. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: lation, Checkout and Test Management (WP 341510) 


STAT 
TASK DESCRIPTION: Provide management of Installation and Checkout activi- 
ties for FOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (4.5 MM) 


Initiated at beginning of installation and continuing through end of 
Program Demonstrations. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer/Test and Validation. 


BASIS OF ESTIMATE: Division historical data and manpower required to 
conduct installation, checkout and testing. 


One manager for FOC installation, checkout and test period. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE eS 


TASK NAME/WBS#: Facility Planning (WP 341320) STAT 


TASK DESCRIPTION: Provide facility planning, facility interface drawings 
and requirements for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (15 MM) 


Initiated at beginning of contract through FOQT. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and size of facility. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Facility Planning (WP 341420) et 


TASK DESCRIPTION: Provide facility planning, facility interface drawings 
and requirements for IOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (18 MM) 


Initiated at PDR continuing through mid FQT. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and size of facility. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE . @ 


STAT 


TASK NAME/WBS#: Facility Planning (WP 341520) 


TASK DESCRIPTION: Provide facility planning, facility interface drawings 
and requirements for FOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (21 MM) 


Initiated at beginning of PDR through end of FQT. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and size of facility. 


See attachment. 
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ATTACHMENT TO: WBS# 341320 
341420 
341520 


DRAWINGS & REQUIREMENTS— 


Interfacing with equipment vendors and making on-site visits to 
acquire facilities interface requirements. 


Data collection and coordination both internal and external. 


Writing and reviewing the CDRL on three occasions. 


PLANNING- 


Preparing equipment layouts for input to CADAM, generating and 
reviewing CADAM and customer review and critiques. 


Based upon DCP-SAP facility planning and VIABLE project and 
CADAM utilization. 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: Installation and Checkout (WP 341330) STAT 


TASK DESCRIPTION: Prepare BOC Segment Shipping Plan and Segment Instal- 
lation Plan. Provide for shipment, installation and checkout of all seg- 


ment items. Accomplish BOC segment integration and transition to opera- 
tional status. 


SCHEDULE & MANPOWER DISTRIBUTION: (24 ym) 


Planning effort begins 5 months before shipping. Effort continues 
3 months after shipping. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and size of segment items. 


See attachment. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Installation and Checkout (WP 341430) STAT 


TASK DESCRIPTION: prepare IOC Segment Shipping Plan and Segment Instal- 
lation Plan. Provide for shipment, installation and checkout of all seg- 


ment items. Accomplish IOC segment integration and transition to opera- 
tional status. 


SCHEDULE & MANPOWER DISTRIBUTION: (2 ym) 


Low effort planning at PDR with maximum effort at shipping for 2 months. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and size of segment items. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE & 
TASK NAME/WBS#: Installation and Checkout (WP 341530) STAT 


TASK DESCRIPTION: Prepare FOC Segment Shipping Plan and Segment Instal-~ 
lation Plan. Provide for shipment, installation and checkout of all seg- 
ment items. Accomplish FOC segment integration and transition to opera- 
tional status. 


SCHEDULE & MANPOWER DISTRIBUTION: (10 MM) 


Low effort planning at PDR with maximum effort at shipping for 2 months. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and size of segment items. 


~ 


See attachment. 
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& ATTACHMENT TO: WBS# 341330 
341430 
341530 


SEGMENT SHIP PLAN- 


BOC - 1 MM for organization documentation for format content. 1 MM 
for writing, 1 MM for review and typing. 


Ioc - 1 MM to update BOC for new HW delivery. 


FOC - Review document for SW delivery. 


SEGMENT INSTALLATION PLAN- 


BOC-IOC-FOC- 1 MM for formating and content of documentation. 
1 MM for writing, 1 MM for review and typing. 
Based on product testing and shipping at Gaithersburg 
and Manassas. 


INSTALL SEGMENT ITEMS- 
é BOC-I0OC-FOC- 1 MM for inventory of shipable items to site. 


1 MM for reviewing and typing shipping instructions. 
Based upon experience at| Jeacility. STAT 


SEGMENT TRANSITION TO OPERATIONAL STATUS- 
6 MM to conduct segment test for HW/SW using diagnostics. 2 HW 
engineers and 2 SW programmers familiar with the operating system. 
Establish field site testing and integration similar to SBS pro- 
ject and checkout. 


On IOC and FOC, a shorter time is assumed to be required. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Site Segment Test (WP 341340) 


TASK DESCRIPTION: Perform formal site segment test and provide segment 
test report. 


SCHEDULE & MANPOWER DISTRIBUTION: (13 MM) 


Segment test period, May 1, 1984 to July 15, 1984. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and segment size. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Site Segment Test (WP 341440 


TASK DESCRIPTION: Perform formal site segment test and provide segment 
test report. 


SCHEDULE & MANPOWER DISTRIBUTION: (13 MM) 


Segment test period, June 1, 1985 to July 15, 1985. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and segment size. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE @ 
TASK NAME/WBS#: Site Segment Test (WP 341540) STAT 


TASK DESCRIPTION: Perform formal site segment test and provide segment 
test report. 


SCHEDULE & MANPOWER DISTRIBUTION: (10 MM) 


Segment test period, August 1, 1985 to September 15, 1985. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and segment size. 


See attachment. 
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ATTACHMENT TO: WBS# 341340. 
341440 
341540 


SITE SEGMENT TEST- 

BOC-I0C - 6 MM preparation of team and for installation, and 
checkout are assumed to be required to follow up with 
formal site testing. 

FOC - SW deliverable only. Less effort will be required. 
Based on previous programs experiences. 


SITE SEGMENT REPORT- 


Write, type and distribute report. Based on previous 
programs experiences. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Site Inter-Segment Demos (WP 341350) 


TASK DESCRIPTION: Contribute to System Test Plan and Report prepared 
by the SI for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (4 MM) 


Planning effort during PQT. Report effort at end of demonstration. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE,. SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Site Inter-Segment Demo (WP 341450) 


TASK DESCRIPTION: Contribute to System Test Plan and Report prepared by 
the SI for IOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (3 MM) 


Planning effort during PQT. Report effort at end of demonstration. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: = Site Inter-Segment Demo (WP 341550) 


TASK DESCRIPTION: Contribute to FOC Segment Test Plan and Report 
prepared by the SI. 


SCHEDULE & MANPOWER DISTRIBUTION: (3 ym) 


Planning effort during PQT. Report effort at end of demonstration. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: pivision historical data. 


See attachment. 
MANAGER'S NAME: 


121 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


STAT 


Approved For Release 2007/09/04 : CIA-RDP84T00037R000300040001-4 


ATTACHMENT TO: WBS# 341350 
341450 
341550 
BOC=I0C - 1 MM to coordinate with SI for documents formats and 


content. 2 MM for writing. 1 MM for typing and review. 


FOC - SW delivery only. Less effort required. 


Based upon test experience witk 


contracts and System Integration projects. 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: Site Inter-Segment Demos (WP341350) STAT 


TASK DESCRIPTION: Participate in On site system testing for BOC. 


SCHEDULE & MANPOWER DISTRIBUTION: (5 MM) 


Schedule segment demos. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification @ 


BASIS OF ESTIMATE: Division historical data and size of demo. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Site Inter-Segment Demo (WP 341450) 


TASK DESCRIPTION: Participate in I0C on-site system testing. 


SCHEDULE & MANPOWER DISTRIBUTION: (6 MM) 


Scheduled test period. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test Verification 


BASIS OF ESTIMATE: pivision historical data and size of demo. 


See attachment. 
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D/C_ SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Site Inter-Segment Demos (WP 341550) 


TASK DESCRIPTION: Participate in FOC onsite system testing 


SCHEDULE & MANPOWER DISTRIBUTION: (6mm) 


Sechedule test period. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: pivision historical data. 


See attachment. 
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@ ATTACHMENT TO: WBS #341350 
341450 
341550 

BOC-IOC~FOC - The same six on-site test personnel are required 


to support system intergration for segment, 
intersegment and intersystem testing. 
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D/C SEGMENT ESTIMATING RATIONALE e@ 
TASK NAME/WBS#: Inter-Program Demos (WP 341360) STAT 


TASK DESCRIPTION: Provide input to BOC Inter-Program Demo Plan prepared 
by SI. 


SCHEDULE & MANPOWER DISTRIBUTION: (3 mm) 


Effort during FQT. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: Division historical data. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Inter-Program Demos (WP 341460) 


TASK DESCRIPTION: Provide input to IOC Inter-Program Demo Plan prepared 
by SI. 


SCHEDULE & MANPOWER DISTRIBUTION: (3 MM) 


Effort at end of FQT. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: pDivision historical data. 


See attachment. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Inter-Program Demos (WP 341560) 


TASK DESCRIPTION: provide input to FOC Inter-Program Demo Plan prepared 
by SI. 


SCHEDULE & MANPOWER DISTRIBUTION: (9 MM) 


Effort at end of IOC input. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: pivision historical data. 


See attachment. 


MANAGER'S NAME: 
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ATTACHMENT TO: WBS # 341360 
341460 
341560 
BOC-I0C ~ 


1 MM for formating of content and coordination with 
ST. 1 MM for writing. 1 MM for typing and editing. 


FOC - No new HW testing; document is smaller. 
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D/C SEGMENT ESTIMATING RATIONALE @ 
TASK NAME/WBS#: Inter-Program Demos (WP 341460) STAT 


TASK DESCRIPTION: Support IOC program demos. 


SCHEDULE & MANPOWER DISTRIBUTION: (12 MM) 


Scheduled demo period. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: ptvision historical data and size of demo. 


See attachment. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Inter-Program Demos (WP 341560) STAT 


TASK DESCRIPTION: Support FOC program demos. 


SCHEDULE & MANPOWER DISTRIBUTION: (44 MM) 


Scheduled demo period through 7/87. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification 


BASIS OF ESTIMATE: Division historical data and size of demo. 


See attachment. 
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ATTACHMENT TO: WBS# 341360 
341460 
341560 
BOC - Six trained personnel on-site involved with testing 


are required to support demos. 


Ioc - Six trained personnel on-site required but for a 
shorter period of time than BOC. 


FOC - Assume two personnel on continuing basic to end of 
July 1987 to provide support for demos. 
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@ C.1.2.8 Development and Test Facility Estimating Rationale Data 
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D/C SEGMENT ESTIMATING RATIONALE @ 


TASK NAME/WBS#: Development. and Test Facility Management (WP 341610) 


STAT 


TASK DESCRIPTION: Provide management, planning and control of facilities 
' required for analysis, human engineering, development, test and integra- 
tion of BOC, IOC and FOC segment software and hardware. 


SCHEDULE & MANPOWER DISTRIBUTION: (66 MM) . 


Effort begins at contract.initiation, reaches a maximum at mid-period 
and ends at shipping date for IOC and FOC. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineer. 


BASIS OF ESTIMATE: Division historical data and managers expertise. 
Factory test management for SW and HW test activities. One manager 
for 10 personnel. 


ais 
tcf 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING -RATIONALE 


TASK NAME/WBS#: Development and Test Facility Services (WP 341620) STAT 


TASK DESCRIPTION: Develop necessary test tools, etc,. for Development and 
Test Facility for BOC and IOC.’ i an 


SCHEDULE & MANPOWER DISTRIBUTION: * (21 MM) 


Effort extends from BOC-PDR to LOC-PQT.: ' 


LABOR CATEGORY: (e.g. S/W DEVEL:, PROGRAM OFFICE, SYSTEM ENGINEER) 


Test and Verification. 


BASIS OF ESTIMATE: Division historical data and management expertise. 


BOC - Programming effort to develop test data. 
Ioc - Reduction tools, ie., driver, for PQT and FOT. 
FOC - Test tools not required. 


Based on GPS programs. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Development and Test Facility - equipment -— WP#341630 


TASK DESCRIPTION: Provide ADPE capable of supporting the development and 
test facility. 


SCHEDULE & MANPOWER DISTRIBUTION: This budget is established for commercial 
equipment purchase or lease and its commercial maintenance. No labor budgeted. 


LABOR CATEGORY: (e.g., S/W DEVEL. , PROGRAM OFFICE, SYSTEM ENGINEER) 


None 


BASIS OF ESTIMATE: and Univac GSA and -commercial pricing schedules. STAT 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Development and Test Facility Operations/341640 
TASK DESCRIPTION: Provide operations support for the DTF equipment, 


including lab management, computer operations, system engineering, system 
programming, tape library management, and administrative support. 


SCHEDULE & MANPOWER DISTRIBUTION: An average of 11 people during initial 
design period, then increases to an average of 1/-19 people during coding 
and factory testing. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Computer Operations Manager/Computer Operator/System Engineer/System 
Programmer/Tape Librarian/Administrator 


BASIS OF ESTIMATE: The DIF operations budgets were prepared based upon our 
experience in operating large system development laboratories. Figure 6 reflects 
the manpower assumptions with respect to the DTF computer operating schedules. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Subcontractor Development and Test Facility - WP#341650 STAT 


TASK DESCRIPTION: Provide management, Operation and maintenance of subcontractor 
development and test facility. 


SCHEDULE & MANPOWER DISTRIBUTION: This effort is included in WP#'s 341610 and 
341640 which provide management and ~e and maintenance respectively 


for the STAT 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


wane 


BASIS OF ESTIMATE: Historical data for, similar FSD projects. 


MANAGER'S NAME: 
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D/C SEGMENT ESTIMATING RATIONALE 
TASK NAME/WBS #: Training Management (WP 341710) 


TASK DESCRIPTION: Manage training activities, provide technical guidance to 
develop the training plan (CDRL 140). 


SCHEDULE & MANPOWER DISTRIBUTION: (38.7MM). One man effort from May 82 
through June 85. 


LABOR CATEGORY: Training manager. 


STAT 


BASIS OF ESTIMATE: provides the technical management for generating CDRLs 
140 and 146 and evaluating the CDRL content for training purposes. Ls STAT 


responsible for generating the IWS maintenance training materials (input 
to CDRL 146). 


The management effort was budgeted at 25% of the combined subcontractor's STAT 
STAT 


effort. This management breaks down to 10% for user training, 10% for 


operator training and 5% for maintenance training. 
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bic SEGUENT. LEE RATIONALE 


a ae 


TASK NAME/WBS #: User Training/341720 


TASK DESCRIPTION: Prepare all material needed to train government instructors. 


‘Provide help to ‘government instructors during classroom lectures. Train 


government cnetcuctors’ at “BOC and TOC/FOC. 


: “SCHEDULE * ‘MANPOWER DISTRIBUTION: a1 An 12. 4004 are required to prepare 
“the 1 ‘training material needed at ‘BOC. . The, updates and changes to this 


oe material at 10¢ el. require an additional. 13MM, 1MM at BOC and IOC will be 


required to train the government mneGedetone: Ki additional 4MM at BOC 
and 6MM at IOC/FOC will be used to support the trainers during lecture. 


LABOR CATEGORY: System Engineering - Training 


eget Sten 


a j 


“BasIs oF ESTIMATE: “The government. will require 12 trainers for IOC and 
“v BOC.” User a indag Pon BOC will begin, 1 month before BOC cutover and user @ 


training for IOC will begin Ls tionthe bebore cutover. This will require 


4 class per day with 2 government. instructors. and 1 instructor. STAT 


ae 


Training of ‘the government tisteictors will be accomplished in 2 classes, 


each class containing 6 students and 2 lectures and will last 1 week. 
Source: Training estimates based on previous experience. 
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TASK NAME/WBS #: Operator Training/341730 


TASK DESCRIPTION: Prepare all material needed to train operators. Provide 


Mi 


help to operations staff during cutover. Prepare cRDL 146. 


‘4 7 “ag Be Bed ae ee cama 
SCHEDULE & MANPOWER DISTRIBUTION: 24. 6MM | eae of operators. will begin 
2 weeks prior to system” cutover at 0c’ and BOC. | During this 2 week period 


at IOC and BOC 6 instructors will’ be provided to train, the “operators and 


answer questions during testing périods. 


+ N cer ee eee + oe Lo 
mel Be ich ’, nyt . : t pee eg Seg 
Soy : 3 oe Nite Be) as oe ee % ae ee J 

ae ee Te ey » #5 & 


LABOR CATEGORY: (e.g. S/W DEVEL: , PROGRAM OFFICE, SYSTEM ENGINEER) 
System Engineering - Training - te ee 


af hE ak red 


BASIS OF ESTIMATE: Preparation of Se materials and generation of 
CDRL 146 will require “186MM of ‘effort. OM of effort will be in lecturing 


and providing assistance’ during cutover period. 
: nS See fe ms Phd, : Fae Cia 
ee Clee: aa"! 
SOURCE : Engineering estimates ‘based ‘on. "Drevious experience. 


:' ae 4 
a ee ‘ “et es a eS a 
Re ; 


cyt sae Ya, em eee ne See’. 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS #: Maintenance Training/341740 


TASK DESCRIPTION: Prepare all material needed to train maintenance staff. 


Train maintenance staff. Work station documentation to be provided by STAT 


SCHEDULE & MANPOWER DISTRIBUTION: 20.5MM Training of maintenance staff 
(hardware and software) will begin 3 months prior to BOC and IOC/FOC and 
will require 12.5MM of effort. 8MM of effort will be used to provide the 


documentation needed to support this effort. 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


System Engineering - Training 


BASIS OF ESTIMATE: Preparation of training materials and generation of 
CDRL 146 will require 8MM of effort. 12.5MM of effort will be in lecturing 


and providing assistance during cutover period. C 
SOURCE: Engineering estimates based on previous experience. 
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D/C_SEGMENT.-ESTIMATING RATIONALE 


TASK NAME/WBS#: Operations, & Maintenance. Manager WP#341810. 


TASK DESCRIPTION: Management of all O&M activities. over project duration. 


SCHEDULE & MANPOWER DISTRIBUTION: .130 man-months. One project and one 
software manager from October, 1984 to 2nd quarter of FY87; then one 
Manager to contract end. 


LABOR CATEGORY: , (e.g. , S/W DEVEL. ,: PROGRAM OFFICE, SYSTEM ENGINEER) 


Project Management staff 


BASIS OF ESTIMATE: Historical data on similar FSD projects 
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D/C. SEGMENT: ESTIMATING RATIONALE 


TASK NAME/WBS#: Operation’ Maintenance, spares’ provisioning WP#341820 


TASK DESCRIPTION: Plan for and’ provide IWS’ initial’ spares through FOC, ~ 
July 1987. 


SCHEDULE & MANPOWER DISTRIBUTION: “Labor content budgeted at 4.6 man-months ~ 


rot 


LABOR CATEGORY: (e.g., S/W -DEVEL:, PROGRAM OFFICE, ‘SYSTEM ENGINEER) ~” 


System Engineering 


BASIS OF ESTIMATE: - - ee ae eas ae ae a 


(1) Labor based on historical data for similar FSD projects. 

(2) Spares cost based on historical MIBF data. This results in 
an estimate of 4% of acquisition cost annually for the STAT 
equipment and 7% acquisition cost annually for equipment. STAT 
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D/C i SEGMENT ESTIMATING RATIONALE’ 


Seite t Leta at ryt. 8 : 

TASK NAME/WBS#: goetuare’l Maintenance (We 341830) 
_ Se ares 

Test BOC, “Toc. ee FOC software changes. 


TASK DESCRIPTION: 


teeny 


Sear iirc _ 


(46 MM) 


SCHEDULE & MANPOWER DISTRIBUTION: 
Initiated at start of BOC-O&M, continues through IOC-O&M to end of 


FOC-O&M. 
oe ea ee a oe Port OPS. GEN eee. eae we. te ae > 
wy pps, hag the ea ph ds 


LABOR CATEGORY: (e.g. S/W DEVEL., - PROGRAM OFFICE, SYSTEM | ENGINEER) 


S/W Development. 


BASIS OF ESTIMATE: Division historical data and total lines of code 


provided. 
One person can take care of effort 


Assume minimal SW testing problems. 
for all CPCI's. Based upon previous projects experiences. 
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D/C..SEGMENT ESTIMATING RATIONALE |. 


STAT 


TASK NAME/WBS#: O&M oot tsare Maintenance WBS #341830) aes 
Ovens To) ene nis ted stawale: en Re 
TASK DESCRIPTION: egice maintenance of software a 
eR ee eB ee I i ee eI ee se aes ee 


7 te ok. 


SCHEDULE & MANPOWER DISTRIBUTION: Software maintenance begins at BOC and 


continues until July of 1988. 
Ee pis I ae eg ee : ae 
: meen Berges toe. ati ig ae oe Her eee ee 
| ig ta Base 


LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Software DevesoPment if Maintenance Personnel 
at es ae Wee se) ec a ee ie 


BASIS OF ESTIMATE: Based upon lines of code to be maintained. For BOC through 
After IOC and through end of contract 2 people were 


IOC 1 person was assumed. 


assumed. 
{ : rote bare SS nd ERS ARR eg 
nae i Sos eee a ee eae Pe et potas ey 
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D/C_ SEGMENT ESTIMATING RATIONALE 


Cal 


TASK NAME/WBS#: O&M eottwace™ ae tntenanee WHS 51830 STAT 


TASK DESCRIPTION: On-site maintenance of software 


4 F fe + 
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SCHEDULE & MANPOWER DISTRIBUTION: BOC - software maintenance estimated at 11 

IBM and 5 CSD personnel. Following IOC, software maintenance requirements 

estimated at oe | and. 10, CSD. personnel. ; : Over ‘the O&M period CSD participation STAT 
top iitwiLd Hnctéa owar 5 total. responsibility. Total contractor effort — 


LABOR CATEGORY: (e.g., S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


tf 


soi hgcinntnn ae, ed Gots. duty 
ZETA Te Lt ae 


BASIS OF fore _ Historical. data,from,. similar.FSD. projects. 
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TASK NAME/WBS#: O&M Hardware Maintenance WBS 341840 


TASK DESCRIPTION: Maintenance of all IWS hardware - includes hardware 
used for software development, integration, and test as well as hardware 
at the customer's facilities. 
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SCHEDULE & MANPOWER DISTRIBUTION: ! ‘Devélopment hardware encase rom. Hontrace 
award through 10C 3 -Operatifonal “hardware ‘tiaintained from, January, 1984. :through 
July 1988. 
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LABOR CATEGORY: (e.g. S/W DEVEL., PROGRAM OFFICE, SYSTEM ENGINEER) 


Hardware Maintenance Personnel 


re ae wl) 4 oe 
— BASIS OF ESTIMATE:’ -Estimate-f4séd“dn 24° it /day, vi tacu deck operation at 
A58 and 12 hr/day, 5 day/week operation at Reliability of STAT 
hardware dictates only 1 person per shift per building. Development hardware 
will be vendor maintained and H/W price includes maintenance at development 
facility. ° 
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D/C SEGMENT ESTIMATING RATIONALE 


TASK NAME/WBS#: Operations:and Maintenance/Travel & Living WP#341870 


TASK DESCRIPTION: Provide travel and living expenses during O&M period 
of acquisition content, 


STAT 


SCHEDULE & MANPOWER DISTRIBUTION: Total. expense estimates at 


LABOR CATEGORY:  (e.g., S/W DEVEL., PROGRAM:OFFICE, SYSTEM ENGINEER) 


BASIS OF ESTIMATE: Expéctéd “number of: trips over O&M period, based per: 
trip estimated expense. 
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